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PREFACE 

A great teacher of languages once wrote, "Take 
a small grammar, for instance, when learning a 
language, rather than a big one." 

Learning to estimate buildings is not quite the 
same as learning a language, but it is often better 
to begin with a little book rather than a large one. 

This is a small book as compared with "The 
New Building Estimator," of which twelve edi- 
tions were issued up to date, but will be of great 
service to thousands who might at first consider, 
the larger work too comprehensive. This book 
will act as a feeder to the other. An endeavor has 
been made here to present facts in plain language. 

I gained my knowledge of estimating through 
experience; but on looking back I can see how 
much time and guesswork would have been saved 
had I simply had a small reliable manual to give 
a fair idea of what others had accomplished in a 
certain number of hours; and what amount of 
material is required for the different parts of a 
building. 

The book is especially written for building 
tradesmen, contractors, material men, and tech- 
nical students, but will be useful to all connected 
in any way with the construction of homes, 
barns, stores, and small manufacturing establish- 
ments. The heavier buildings are dealt with in 

the "New Building Estimator." 

... 
m 
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iv PREFACE 

A series of questions is put at the end of each 
chapter, as the book is meant to serve classes in 
Y. M. C. A/s, and in architectural and engineer- 
ing schools and colleges. One of the earlier edi- 
tions of the first little "Building Estimator" was 
largely sold to students in Y. M. C. A. and other 
classes. The "Key" is at the end of the book. 

Like the larger work, this one is used only for 
estimating. Nothing is said about plain construc- 
tion. But my "Contractors' and Builders' Hand- 
book" has about a third of its space devoted to 
the kind of architectural designing that ordinary 
builders and small investors are apt to need. It 
is written for them, and is plain enough to be 
easily understood. The "Handbook" is supple- 
mented by my other work, "The Home Builders' 
Guide," in which the construction of houses and 
ordinary buildings is dealt with in all its aspects. 
There is thus no necessity of saying anything 
here about planning buildings, or the practical 
way to erect them. 

Unless otherwise stated the cost figures are 
given net without profit, which must be added in 
its proper place at the end of the total estimate. 

The best friends and advertisers of a book are 
its readers ; and this "Estimator" would soon be- 
come a universal helper of building tradesmen 
and young contractors if those who use it would 
tell of its merit 3 to their acquaintances in the 
building business. For draftsmen, for classes in 



PREFACE V 

Y. M. C. A/s, students for civil service positions 
in government, state, and municipal offices, 
enough is presented to make this most important 
branch of technical work clear and of practical 
service. 

We live in an era of high and changing prices 
in all lines, building included. In the Physical 
Valuation chapter of The New Building Esti- 
mator this matter is fully discussed, and the 
United States figures for all commodities and for 
building materials given in graphic and ordinary 
forms. Great changes are shown there from 1890 
to 1910, and since then we all know how the 
price lists and the wage list have risen. To fore- 
stall all changes, up or down, the figures in this 
book are usually given in actual quantities re- 
quired and in actual hours of labor necessary to 
put them in place. Costs can then be adjusted to 
suit local conditions and all prices. The idea is 
thus to make the book what the engineers call a 
"constant" and not a "variable." 

Finally, the caution is given again that the 
figures never include profit, unless mentioned. 
Add profit at the end of the general estimate. 

William Arthur. 
December, 1916. 
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CHAPTER I 
Exciavation and Piling 

Measurement. — Excavation is measured by the 
cubic yard of 27 cu. ft. In this book the actual 
amount of material displaced only is allowed, 
and the price raised to suit difficult work. The 
other system, used too often, increases the quan- 
tities instead of the price for extra depth and 
other conditions where less work can be done. 

An Example. — Take a space 20 x 30 x 10 ft. 
deep. There are 6,000 cu. ft., and dividing by 27^ 
222 cu. yds. 

Extra. — An allowance of about a foot outside 
the walls must be made all around. When the 
footings extend only 6 in., less than this is 
made to serve, and some masons in fair soil ex- 
cavate to the exact size and cut under the bank 
for the extension of the wall. In rainy sections, 
however, the outside of the masonry ought 
always to be plastered with Portland cement mor- 
tar to keep out the damp, and the excavation 
ought to be wide enough to let the men handle 
trowels. The neglect of this simple and cheap 
precaution has spoiled many an otherwise good 
foundation. It pays to use Portland cement 
mortar below grade. 

In bad soils 50 per cent, of the contents for 
piers and such constructions has to be allowed 
extra for caving in. The banks in such soils must 

9 



10 ESTIMATING BUILDING COSTS 

either be sheet piled or cut to an angle as far back 
from the outside line of the wall as the depth is 
from grade. This applies to* the main building 
excavation, and not merely to piers. 

Rate per Hour. — A low rate is given, as 20 
cents per hour is a common standard on many 
railroads, and in the South ; it is easy to add 
50 per cent, to suit the local rate, or to double 
the amount. The main thing is to watch the 
quantity, and multiply by whatever the local rate 
may be in cents per hour. 

Time. — On thousands of yards in a very wet 
soil a fair average for one man to a cubic yard is 
2j4 hours. This is in summer; in winter, 4^. 
The material displaced is estimated simply 
thrown around the bank, and not carted away. 

On a large contract about 20 ft. below grade, 
in very wet soil also, each yard took 8 hours for 
one man. This included loading on wagons and 
taking away. The haul for about half a mile is 
included. That is, the total cost of the excava- 
tion is divided by the number of yards, and, the 
teaming being included, the rate per yard is $1.60, 
or 8 hours for one man at 20 cents per hour. A 
common price with a steam excavator is 70 cents 
on good soil. 

This $1.60 is a very high unit price, but the 
teams could not get down in the excavation, and 
the material had to be hoisted up part of the way. 

On another contract about 4,000 yds. were 
dug and taken away half a mile, at an average 
cost of 1.4 yds. for one man per hour. That is 
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28 cents, which shows the difference between 
good soil easily taken out and the wet kind. 
Allow 56 cents on a 40 cent per hour basis. 

On another building without any hauling and 
in good soil the cost was 1.2 cu. yds. for one 
laborer per hour. Much of this work was taken 
out by scrapers. This makes a still more reason- 
able price of 24 cents per yard, at 20 cents per 
hour ; and 56 at 40 cents. 

Where teaming was done the cost for man and 
team was about $4.50 per day. In some places 
teams can be had for $3.50; in others they cost 
$6 in busy years. With low wages, cheap teams, 
and short hauls, excavation is sometimes done for 
15 to 25 cents per yard. 

Rock Excavation. — The average runs to % 
cu. yd. for one laborer per hour. In some 
situations only half of this would be done. When 
there is a large body of rock to excavate men 
accustomed to the work are set at it, and good 
results are obtained; but when there is only a 
small job to handle, and ordinary laborers are 
used, it is certain to cost more. 

Average. — A fair allowance in an ordinary soil 
for an ordinary building would be 6 cu. yds. for 1 
man in 8 hours. This does not include hauling 
away from the premises. 

Backfilling. — For this work and for spreading 
common earth allow from two to three times as 
much per man as above, depending upon hard- 
ness of soil and other conditions. It is easy to 
forget that frost means extra expense. 
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Spreading stone and gravel, unfrozen, with 
laborers' wages at 20 cents per hour, a!mounts to 
7 or 8 cents per cubic yard ; at 40 cents per hour, 
14 to 16 cents. 

Trench work costs more than large excava- 
tions — 50 per cent., as a rough average. This is 
especiajly the case if the work is deep. With a 
double throw, 75 per cent, more is not too much 
to estimate. A man can work to a depth of 6 ft. 
Below that a platform is required, and the dirt 
has to be handled twice. If the ground is good 
there is no danger ; if not, it has to be shored, and 
sometimes sheet piled at a cost of 15 to 20 cents 
per square foot of bank of earth protected. The 
Chicago rule as to deep excavations adds 75 per 
cent, extra for pier holes and pits from 5 to 10 ft. 
deep; 150 per cent, more from 10 to 15 ft.; and 
450 from 30 to 35. If ordinary excavation is set at 
50 cents, the rate deeper than 30 would be $2.75. 

Irregular Ground. — Engineer's levels are often 
given for sites that are irregular, and the various 
depths can be had from them. If they are not 
supplied the contractor has to measure the 
. ground at various points and strike an average. 
Thus, if a site slopes evenly from front to rear of 
an excavation 20 x 40, with a depth of excavation 
at 5 ft. in front and 2 ft. in rear, the average is 3 ft. 
6 in. over the entire area to be excavated. If 
irregular slopes in various ways are encountered 
sufficient measurements have to be taken to form 
an average. 

All excavations below the general level for 
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boilers, pits, stairs, etc., have to be watched. Sub- 
basements are sometimes used, tunnels, etc., and 
all such extra§ have to be carefully included. 

Caissons. — In New York and Chicago especially 
these pits are sunk to bed rock, which is from 60 
to 100 ft. deep. The system is used in many 
cities; in others, again, it is scarcely ever seen. 
In Omaha, for example, with 175,000 people, very 
few of the buildings are supported by caissons. 
The First National Bank there, erected in 1916, 
has 37 running down 100 ft. Thick maple lag- 
ging was used as a "form." On a 40 cent basis 
for carpenters' wages it is worth $10 per 1,000 ft. 
board measure, to place this material. 

The cost of the excavation depends upon the 
size of the well ai>d other conditions ; in a narrow 
space the digging is difficult. With laborers* 
, wages at 40 cents an hour for this special work 
the cost of average excavation alone in a wide 
well and to a depth of 70 ft. should not be esti- 
mated at less than $3 per cubic yard. In some 
cases twice this amount might be required, as 
with extra depth, narrow well, wet soil, or rock 
not strong enough to support the building being 
encountered. 

As a rough average each man digging may be 
allowed 4 cu. yds. in an 8-hour day ; but a man is 
required to hoist the material, and laborers to 
take it away. 

Piling. — In ordinary soils the cost of driving 
wood piles with laborers' wages at 20 cents per 
hour is from 10 to 12 cents per lineal foot. This 
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14 ESTIMATING BUILDING COSTS 

includes pointing and cutting off the heads below 
the water level. Sometimes the cost rises from 
20 to 50 per cent, more on account of frost, bad 
conditions, few piles at a time, or other causes. 
To cut off the head alone is worth from 40 to 50 
cents a pile. 

Concrete Piles run from $1.25 to $1.75 per 
lineal foot in place, but this is on the basis of a 
reasonable number. It is with them as with 
wood piles in this respect. It takes about the 
same time to erect and take dbwn a driver for 
two piles as for a hundred. 

Wood (doping, or grillage, as it is called, for 
piles should be estimated for labor at $12 per 
1,000 ft. board measure for ordinary work with 
rough carpenters' wages at 40 cents" per hour. 
This means under the usual surroundings. Down 
in the worst kind of mud holes the cost might be 
doubled. 

Once when laying the foundation for a steeple 
scaffold, that went 200 ft. in the air, we had to 
walk over the feet in mud. Naturally the work 
does not go so fast under such conditions ; and in 
making up a bid the estimator has to see that the 
surroundings are to be about the average, or 
make an extra allowance. 

Review 

Name the important factors in an excavation 
contract relating to, 

1. The nature of the soil. 

2. The season of the year. 



EXCAVATION AND PILING 15 

3. The grade. 

4. What kind of excavation takes about five 

times as much as the ordinary ? 

5. What part of ordinary excavation takes 

most time? 

6. What is the best unit of measurement? 

7. How much is allowed beyond the building 

line for excavation? 

8. In wet soils how much extra is sometimes 

required for caving in ? 

9. What is a caisson; and about how much 

per cubic yard is the excavation worth? 

10. What is an approximate price for driving a 

large number of wood piles? 

11. How much per M is the labor on grillage 

timbers worth? 



CHAPTER II 
Concrete 

Measurement. — Only actual quantities are con- 
sidered in this book. There is no allowance for 
doubling corners, extras at intersections, or any- 
thing of that kind. The price should be raised to 
suit expensive work. Cubic feet or cubic yards 
are used. Some use cubic feet only, and on small 
work this suits, but yards are more convenient 
on heavy undertakings. 

Voids. — To begin with, an estimator should 
understand some facts about that mixture which 
we call concrete. Suppose you have a glass filled 
with small shot you can see that there is room 
for sand in between, and after the sand is in, for 
water. There are voids between the shot which 
the sand fills; and between the sand which the 
water fills ; and thus a glass full to the brim with 
shot can take in sand and water without over- 
flowing. It is the same with concrete. 

Proportion of Voids. — ^There are many theo- 
retical discussions of voids which we need not 
consider here. One authority gives 53 per cent, 
of stone and 47 of space; but with gravel and 
^ in. stone, probably 42 per cent, of voids is 
about right. Sand has about 65 solid to 35 of 
space or voids, according to some United States 
experiments. Other figures are from 31 to 38. 
These figures are sufficient for our purpose. 

16 
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Stone for the heaviest kind of work is from 2 
to 2l4 in. diameter; for reinforced concrete and 
V^ waterproof structures it is best at not more than 
^ in. Chips are used for fine work. 

The v6ids between the stone are filled up with 
sand, but those between the sand are filled up 
with fine cement. This makes the mass solid. 
The more cement the better the concrete, and the 
heavier. Water will go through an ordinary mix- 
ture, b^t 1 part cement, Ij^ to 2 parts of sand, 
and 4 of ^ in. stone will be water-tight, although 
even the best concrete sucks in water — ^not so 
much as a soft brick, but still more than is agree- 
able at times. Waterproofing is used to keep it 
back. 

Mixtures. — The right kind of concrete should 
have the voids completely filled so that one stone 
should not touch another, and one grain of sand 
should be separated from the next by the fine 
cement. 

The proportion for ordinary work is 1:3:6; 
for the best work 1:2:4. But 1 : 1 J4 : 4 is used 
for tanks, etc. The units are taken by measure 
and not by weight. 

Quantities. — Stone is usually crushed in three 
sizes — about 2 in., 1 in., and chips. Gravel is also 
used, and that is not always of the same kind. 
The amount of sand required to fill the voids 
therefore varies. A fair idea of the quantity may 
be obtained thus : Make a water-tight measure to 
contain 1 cu. ft. Fill it with the stone to 
be used. Then pour in water to the top, measur- 
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ing as it goes in. The amount of water gives the 
proportion of sand. 

The quantity of cement to suit the sand may be 
found by the same method. Sand may be coarse 
or fine, and the voids thus require more or less 
cement. The cement is ground so fine that it has 
practically no voids. 

Packed Barrel. — This kind of a barrel has 
always to be understood when dealing with the 
experts. That is, a certain number of cubic feet 
are set for the contents of a barrel, and the sand 
and stone have to be arranged to suit. Just as 
earth taken out of a pit occupies more room, so 
does cement when it is unloosed from a tight bar- 
rel. Of course it comes in sacks, but the contents 
of a sack are rated on the packed barrel basis. 
Naturally contractors want to measure cement 
like sand — unpacked, as less is thus used. 

Four sacks are equal to 1 bbl. of Portland 
cement, which is the only kind considered here, 
and a barrel contains 3.8 cu. ft. For those 
who do not know decimals we may say this is 
3%o> or 3% cu. ft. This % of a cubic foot we are 
short of 4 cu. ft. has to be taken into account 
when mixing, but just for even figures now let us 
assume that a barrel has 4 cu. ft. In a 1 : 3 : 6 
mixture there would be 1 bbl. cement, 12 cu. ft. 
of sand, and 24 cu. ft. of stone. In a 1 : 2 : 4 there 
would be 1 bbl. cement, 8 cu. ft. of sand, and 16 
of stone. 

Bank Mixing. — Sometimes the sand and gravel 
can be taken out of the bank in such proportions 



CONCRETE 19 

that they are ready to mix with the cement. In 
this case the amount must be regulated by the 
stone proportion alone. Thus, on a 1:3:6 mix- 
ture there would be taken 1 part of cement and 
6 parts of the mixed sand and gravel ; not 1 and 9, 
as some might think. For 1:2:4 the proportion 
would be 1 cement, and 4 of the "aggregate," as 
the materials other than the cement are called. 

The reason is, as already explained, that the, 
sand merely fills up the voids in the stones, and 
is already mixed. All that is now required is the 
cement to fill the sand. If in the first case we 
took 1 of cement and 9 of the aggregate the mix- 
ture would not be 1 : 3 : 6, but a good deal, weaker. 
The required proportion is really 1 to 6, if we 
assume the sand to be already mixed with the 
stone ; but it would be 1 to 9 in the other case. 

This means, as will be seen, that the amount 
of the finished concrete is just about equal to the 
amount of the stone. It must not be supposed 
that the cubic yards of the concrete will equal 
the total of the stone, sand, and cement. When 
a glass is filled with shot, then sand, then water, 
there is only a glassful, after all, and not the 
sum of the three added together. This is where 
many get "fooled" on concrete. For ^he average 
cubic yard of concrete {27 cu. ft.) there are from 
27 to 39 cu. ft. of materials required. 

Quality. — The mixture has to be regulated by 
the nature of the work. As already noted, 1:3:6 
is a good orditiary mixture. But for heavy mass 
footings, where the strain is evenly distributed, 



■y 



20 ESTIMATING BUILDING COSTS 

the proportions are often made 1:4:8. It is thus 
important for an estimator to see what is speci- 
fied. Much more cement is needed for l:lj4:4 
than 1 :4 :8; and cement is what costs. 

On some work, like concrete-cement blocks, 
for example, an ordinary mixture is made for 
the body, and a much richer one for the face 

A good mixture for the heaviest work may be 
had by using 2,300 lbs. of stone, % cu. yd. of 
sand, and l^^o bbl. of Portland cement to the 
cubic yard of work in the foundations. 

The following tables will be useful for the ordi- 
nary proportions. 

TABLE ONE 
Quantity of Materials Required for Concrete 

xj Concrete 

Mix ce^lnt ^^"^ Gravel Made.^ 

I'.VA'.S 2 2.8 cu. ft. or ^ bbl. 5.6 cu. ft. or 1^ bbl. 7.0 

1 :2 :4 2 3.8 cu. ft. or 1 bbl. 7.6 cu. ft. or 2 bbl. 9.0 

1:2^:5 2 4.8 cu. ft. or 1% bbl. 9.6 cu. ft. or 2^^ bbl. 10.9 

1:3 :6 2 5.8 cu. ft. or VA bbl. 11.6 cu. ft. or 3 bbl. 12.8 

TABLE TWO 
Materials for One Cubic Yard of Concrete 



Prop< 
men! 


ORTIONS BY 

t Sand 


Parts 

Stone or 
Gravel 


Bbls. 
Cement in 
1 Cubic 
Yard 


Bbls. 
Sand in 
1 Cubic 
Yard 


Bbls. Gravel 

or Stone in 

1 Cubic 

Yard 


1 
1 
1 
1 


2 
3 


3 
4 
5 
6 


2.00 
1.57 
1.29 
1.10 


3.00 
3.14 
323 
3.30 


6.00 

6.28 
6.45 
6.60 



Weight. — The weight of average concrete is 
usually taken at 140 to 150 lbs. per cubic foot. 
It depends upon density, for 1:2:4, for example, 
weighs more than 1:4:8. 
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Crushed rock with the dust taken oU|t is about 

89 lbs. to the cubic foot; stone passed through a 
2 in. ring and retained in 1 in., 87 lbs. 

Portland cement weighs from 376 to 380 lbs. 
net to the barrel, and this makes the sacks 94 to 
95 lbs. each. 

Cinder Concrete. — This material is only 75 to 

90 lbs. to the cubic foot, but many architects and 
engineers object to using it. Others, again, say 
that it is best for floor slabs. The Chicago ordi- 
nance allows it, but no cinders are to be more than 
1 in. in size. The mixture of sand and cinders 
must not exceed 8 times that of cement. In other 
words, it is 1 cement to 8 of the aggregate, or like 
the sand and gravel dug out of the bank already 
referred to — 1 : 2 : 6 .about. 

Heating. — Another factor that affects price is 
freezing weather. It is better not to put in con- 
crete while the thermometer is down near the 
zero line ; but we are in such a hurry in these days 
that it is often done. If the work is carefully put 
in, however, by those who are accustomed to it, 
there is no particitlar danger. The sand and 
water must be heated. 

A price set on railroad work shows the differ- 
ence between concrete mixed under ordinary con- 
ditions and that heated. For ordinary concrete 
50 cents extra is allowed per yard ; and the same 
iot reinforced work. This is for work of some 
size, and not for a little job where it would take 
more time to get ready than to do the heating. 

Labor. — With laborers' wages at 20 cents per 
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hour the average cost of mixing and placing con- 
crete by hand for ordinary work is set at $1 per 
cubic yard. This is so close to Yq yd. per hour that 
if we put the cost at $1.05 the figures will be even. 
Arrange price to suit local wages, but even with 
wages twice as high the $1 rate may be had on 
plain work if the men are experts and properly 
directed. 

A good rule is to allow 50 per cent, of the 
wages paid to a laborer for 8 hours for the cost of 
mixing and placing a yard. Some go as high as 
90 per cent., but this should not be required for 
common work, with which we are dealing here. 

Raw laborers do not make such good time as 
those accustomed to the methods of mixing. 

On several thousands of ya^^ds that I estimated, 
the cost was 95 cents put in place with hand mix- 
ing, at 18 to 20 cents per hour for laborers. This 
was for heavy foundations. On complicated ma- 
chine foundations the cost ran from $1.50 to $3. 
The average all through on this latter kind of 
work was $2.05, or more than twice as much as 
the main foundations. This shows that the char- 
acter of the design has to be considered. 

Machine Mixing. — With the machine, a Chi- 
cago contractor did the same foundation work on 
large shops for 75 cents. The machine cost runs 
from 50 cents to $1. If there is much work to be 
done a machine pays ; but an ordinary contractor 
does not care to buy one and let it lie idle most 
of the time. Machine mixing is generally con- 
sidered better than mixing by hand. But even if 
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a machine is owned it does not pay to start it for 
small amounts under 100 yds., unless every- 
thing is in good shape, so that a large expense 
will not be entailed by making runs, etc. 

Mixing. — For an ordinary job a platform 
10 X 10 ft. is lised. A smaller one may be made 
to serve when there are only a few yards. It 
should be made of matched boards — shiplap at 
the least, to keep the water from washing away 
the cement. A small strip should be nailed 
around the edges for the same reason. The ce- 
ment and sand are mixed dry. They should be 
turned over 3 or 4 times till a complete mixture 
takes place. Then the stone should be wetted 
with a hose either in the pile or the wheelbarrow, 
and thrown on top of the sand and ceijient. It is 
then all mixed. Do not put on too much water 
at once, but gradually. Do not wash the sand 
and cement away with a hose. Some will not 
allow one to be used, but insist on pails. Use 
the concrete as soon as mixed. There may be a 
delay in some cases, but no concrete should be 
used after it is mixed more than an hour. 

Caisson Concrete. — At ordinary city wages 
allow from $1.10 to $1.35 for mixing and placing. 
This does not include any work on steel rein- 
forcing that may be used. Allow, as a fair 
average, $10 per ton for unloading and placing 
this. 

Forms. — The additional cost of forms has to be 
taken into account for some kinds of work. If 
the concrete cannot be held in place by the soil 
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there must be a wooden "box" or form made to 
hold it until it hardens. All piers, for example,, 
with tapered shapes must have a form. 

Labor. — On several thousands of yards of large 
piers the cost of labor on forms was 28 cents per 
cubic yard of concrete in the wall, with car- 
penters' wages at 30 cents. This is practically the 
form labor for a yard per hour, but many of them 
were used several times over. 

On machine foundations the cost was $1.42. 
There are more angles to be made, and as each 
machine is different no form can be used twice. 

But on long walls the cost might be reduced to 
from 15 to 20 cents per yard in the wall. It must 
be remembered, however, that carpenters' wages 
are low in these calculations, and the local rate 
must be used. If wages were 35 cents instead of 
30 the yd. unit wolild be 33 cents. 

On one building with 700 yds. the total cost of 
unloading the material, making forms, mixing 
and placing the concrete was $2 per yard. 

Material. — Each 1,000 yds. of pier and founda- 
tions required 7,000 ft. B. M. of plank and 3 kegs 
of spikes. 

General Rule. — Get the number of finished 
square feet of concrete to be covered with forms 
and allow three times as much for the lumber in 
board measure. In some cases where the lumber 
can be used several times over this allowance 
would be too much. 

The proper way to estimate forms is by the 
number of square feet laid against the concrete, 
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for it is clear that a wall 12 in. thick does not need 
any more plank than another 24 in, ; and thus the 
cubic foot measurement is not a safe guide, al- 
though it spmetimes serves. 

Average Cost of Forms. — Under this square feet 
method, and as an average over a vast amount of 
reinforced and ordinary concrete work the fol- 
lowing figures are taken from the detailed tables 
in *'The New Building Estimator," and at ordi- 
nary city wages. In the country, and with 
laborers unaccustomed to the work the cost 
would likely run higher, even with lower wages 
per hour. The figures are from the records of 
The Aberthaw Company, and inexperienced con- 
tractors could not ordinarily get down so low. 
Multiply the concrete figures by 27 to get the cost 
per yard. It runs from 81 cents to $6.75. This 
is for actual labor only, and does not include 
"overhead,'* such as expense for pliant, teaming, 
etc. Fortunes of reasonable size have been lost 
in reinforced concrete construction. It is like 
gold mining. 

TABLE THREE 

Square Foot Costs of Forms in Cents and Cubic 

Foot Costs of Mixing and Placing Concrete 

(Labor only) ^^^^ 

Forms Average Concrete age 



Footing and mass work 


2 to 12 


6 


3 to 10 


5 


Foundation walls 


4 to 14 


7 


5 to 25 


9 


Concrete columns 


6 to 14 


8 


7 to 23 


13 


Walls above grade 


5 to 14 


9 


5 to 20 


11 


Slab floors 


7. to 8 


1V2 


5 to 17 


11 


Slabs between beams 


3 to 11 


6 


8 to 20 


12 


Beam floors, reinforced 


4 to 17 


7 


5 to 22 


13 
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Time of Removing Forms. — For heavy mass 
work, 1 to 3 days. Thin walls, 2 days in summer, 
6 in winter. Slabs i;p to 6 ft., 6 days in summer, 
12 in winter. Beams and structural members, 10 
to 14 days in summer, 20 in winter. Columns, 2 
and 4, but the weight of the beams must not be 
allowed to come on them. They have to be 
shored up independently. Removing forms too 
soon means danger. 

Exposure. — For heavy foundations the sun is 
allowed to have its way, but thin walls' and such 
structures should be protected from the heat, and 
sprinkled to keep from drying too soon. 

Details of Cost. — The system of arriving at the 
cost must now be given according to the mixture 
used. Taking the quantities set forth in the table 
we have 1.10 bbls. cement, 3.30 bbls. sand, 6.60 
bbls. stone. But in all work there is more or less 
waste. One large meeting of men who use much 
cement recommended an allowance of 5 per cent, 
extra of this material — but they did not have to 
pay for it themselves. Sand is easily wasted, and 
being cheaper is more popular for filling voids 
than cement ; and stone needs an extra allowance. 
Watch concrete proportions. 

The cubic feet in the table are 4.18 for cement ; 
12.54 for sand, and 25.98 for stone. Another table 
gives 26.2 cu. ft. for stone, so that no exact figures 
are to be found. Still another with gravel gives 
22.68. At 90 lbs. to the cubic foot for stone and 
Yi. yd. for sand we should have according to the 
table already given: 
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TABLE FOUR 
Detailed Cost of a Cubic Yard of Concrete at 

1:3:6 Proportions. 

Cement. 1.10 bbl., or 4.18 cu. ft., $1.75 per bbl., $1.92 

Sand, 3.30 bbl., or 12.54 cu. ft., allow 5^ cu. yd. .50 

Stone, 6.60 bbl., or 25.08 cu. -ft., 2,234 lbs.@5c. per 100 1.18 
Labor, at 30 cents per hour 1.50 

Water .15 

$5.25 

The weight of the stone selected might affect 
the total; and the local prices of material and 
labor have to be put in the place of those given 
above ; but the experience of a large company in 
building in all parts of the United States has been 
that high priced labor is often as cheap in the 
end as the low kind ; and that local prices do not 
affect the total so much as might be supposed. 
One item that is high is often balanced by another 
that is low. A fair average for ordinary concrete 
is given in the tables as $1.50. In many cases $1 
would be enough. 

Water is often cheaper than in the table. In 
Chicago, for example, it is 8 cents for 100 cu. ft. 
of concrete; 6 cents for 100 cu. ft. of rubble; 5 
cents per 100 brick in wall measure ; 5 cents per 
100 cu. ft. of hollow tile, and 15 cents for plaster 
per sq. yd. But if a well has to be sunk? 

TABLE FIVE 
Detailed Cost of 1 Cu. Yd. of Concrete at 1:2:4 

Proportions 

Cement, 1.57 bbls. or 6 cu. ft. at $1.75 per bbl. $2.75 

Sand, Vi yd. .50 

Stone, 2,160 lbs. at 5 cents 1.08 

Labor at 30 cents per hour 1.50 

Water ' .^S 

$5.98 
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This shows the difference in cost, and it all 
practically lies in the cement. On 1,000 yds. it 
would amount to $730* It is not a wise proceed- 
ing, therefore, to lump all "concrete" as the same, 
without seeing what the proportions are. 

Let us now take a weaker proportion of 1:4:8. 
The regular tables give 0.81 cement barrel ; y^ yd. 
sand; 1 yd. stone. 

TABLE SIX 
Detailed Cost of 1 Cu. Yd. of Concrete at 1:4:8 

Proportions 

Cement, $1.42 

Sand, Yz yd. .50 

Stone, 2,430 lbs, at 5 cents 1.22 

Labor and water 1.65 



$4.79 

This makes the last proportion cost $1.19 less 
per cubic yard than the 1:2:4 one. 

Examples. — The following figures show the 
costs of work actually done. They are higher 
than the detailed examples above, owing to local 
demands. But they show that "concrete" may 
mean from 14 to Z2 cents per cubic foot. The 
figures multiplied by 27 give price per yd. 

TABLE SEVEN 
Detailed Costs of Concrete 

Ratio of cement, 
sand, and stone 



1:2 

2:4 

3:6 

4:8 

5:10 

6:12 





Cost per cu. 




Bbls. of cement 


ft. of broken 


Cost per cu.ft. 


per cu. yd. 


stone concrete 


of gravel concrete 


2.8 


$0,314 


$0,274 


1.73 


.264 


.214 


1.2 • 


.23 


.18 


.9 


.21 


.16 


.71 


.20 


.15 


.6 


.192 


.141 . 
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Cautions. — Once more, the caution is given 
that np profit is included, and that local weights 
and prices must be watched. Gravel weighed 98 
lbs. and crushed stone 84 in some experiments. 
More br less would therefore be required accord- 
ing to weight depending upon the kind chosen. 
Take time, and figure out the proportions before 

setting a price. 

Sand is usually bought by .weight instead of 

measure, and there is a good deal of difference 

between wet ^ind dry. The average weight is 

about 2,600 lbs. to the cubic yard ; but it may run 

from 2,400 to 3,500. When buying by weight the 

contractor may not always get the measure he 

expects. 

Floors and Sidewalks. — The best way to esti- 
mate them is by the square yard. This is com- 
plete with top surfacing included. 

But for some of special thickness we can take 
the concrete base by the cubic yard, and add the 
top. On large surfaces the mixing by machine 
for the base is done for 50 cents per cubic yard. 
Small work costs more, for machines cannot be 
economically used on it. In a street there is some 
chance of doing work with a machine. 

Example. — Suppose we have a space 40 x 40 ft. 
to be covered with a 6 in. base and a 1 in. top 
surface, a total of 7 in. In the base there are 
close to 30 cu. yds. The price must be arranged 
to suit the quality of the mixture — probably, 
1:3:6. In some sections of the country concrete 
is taken by the cubic foot, and generally this is 
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the best method, although the yard is the unit on 
heavy work — on railroads especially. 

After the base comes the top. How many bar- 
rels of Cement are required ? We, have 40 x 40 x 1 
in. or 1,600 sq. ft. an inch thick. By referring to 
the table on page 31, we find that the proportion 
. of 1 to 2 X 1 in. thick takes 9.2 cement barrels for 
900 sq. ft. In the same proportion IGyi bbls. would 
be required for this surface. But the mixture has 
to be watched. It might be 1 to 1; 1 to Ij/^; 
1 to 2. The amount of sand is also given in the 
table. 

On a large floor I put down the. detailed cost 
was, sand and stone, 10 cents ; cement, 30 cents ; 
labor, 26. But the base was only 2 in. thick. 
Wages were 17)4 cents for the 2 laborers, and 35 
for the cement worker per hour. This was in a 
country town and at a time when wages were 
low. The top surface was included in this total. 
It is lower than such work is usually done for. 
Top surfacing is worth from 15 to 20 cents for 
labor alone per square yard. A fair allowance in 8 
hours is 70 yds. for 3 men. 

Cost. — In cities ordinary work in basements 
with a 4 in. base and J4 in. top is laid for $1 per 
square yard, including profit. Sidewalks run to 
$1.35. Where there are gutters and such extras, as 
in cow barns, from. $1.75 to $2.25 is nearer the 
mark than the ordinary figure. All on the basis of 
20 cents for laborers per hour, cement $1.80 ; sand, 
$1 per cubic yard, and stone, $1 per ton. In many 
small towns, and on nearly all railroads in the 
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southern part of this wide continent, such wages 
are standard ; but in most cities, and generally in 
the north, they are only half as much as the ordi- 
nary rate. The totals in such cases should be 
increased ; but what has been already said should 
be remembered — that low wages do not always 
mean proportionate results: the finished work is 
often turned out as cheap, and even cheaper, 
where wages are highest. 

Cinders must be included extra for a base, if 
they are specified. 

Surfacing. — The following table gives the 
amount required for the various mixtures. It is 
made out for 100 sq. yds. or 900 sq. ft. For larger 
or smaller surfaces the quantities can be reduced 
in proportion. 

TABLE EIGHT 

Surfacing Table for Concrete, Giving Cement arid 
Sand Quantities (For 100 sq. yds.) 

Proportion Thickness inches Cement bbls. Sand cu. yds. 



1 to 1 


V2 


6.6 


.9 


1 to 2 


V2' 


4.6 


1.3 


1 to 1 


Va 


10.0 


1.4 


1 to \y2 


Va 


8.1 


1.7 


1 to 1 


1 


13.0 


1.8 


1 to \y2 


1 


10.8 


2.3 


1 to 2 


1 


9.2 


2.6 



Review 

1. What are voids in crushed stone and in sand? 

2. Approximately, how are voids determined? 

3. What is meant by a mixture of 1 : 3 : 6, or any 

oth^- proportion ? 

4. What is a packed barrel of cement ? 
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5. State the proportions for an ordinary mixture, 

and for a waterproof one. 

6. How many sacks are in a barrel of Portland 

cement? 

7. How many cubic feet are in a barrel of Port- 

land cement? 

8. Explain the proportions for bank mixing on, 

say, a 1:3:5 concrete. 

9. About how many cubic feet of materials are 

required to make a cubic yard of finished 
concrete ? 

10. How many pounds of (a) crushed stone, (b) 

cubic yards of sand, and (c) barrels of 
cement are required for 1 yd. of average 
concrete ? 

11. What is the weight of a cubic foot of average 

concrete ? 

12. What is the net weight of a barrel of Port- 

land cement? 

13. As Portland always comes in sacks, what is 

the weight of a sack? 

14. What is the weight per cubic foot of cinder 

concrete ? 

15. About how much extra is required per cubic 

yard if sand and water have to be heated? 

16. About what proportion of a laborer's wages 

for 8 hours is required to mix by hand a 
cubic yard of concrete? 

17. How much a yard is it worth to mix, place, 

and smooth the concrete for machine foun- 
dations ? 

18. What are forms? 



CONCRETE 33 

19. Why are forms for machine foundations ex- 

pensive ? 

20. What is one of the worst risks in reinforced 

concrete work ? 

21. Why should a 1:3:6 proportion be listed at 

$5.25 net in this book, on the basis of the 
unit prices given, and a 1 : 2 : 4 be $5.98? 

22. Does the proportion of the mixture heavily 

affect the total cost ? 

23. If one sidewalk has a 2 in. base and another a 

5 in., both with the same surfacing, how is 
the estimate made ? 

24. What is the proper system of measurement 

for concrete work? 



CHAPTER III 

Brickwork 

Measurement. — Wall measure is always liy^ 
brick to the cubic foot, but kiln or actual count 
may run from 16 to 20, depending upon the size 
and quality of the brick. 

Wall measure is one of the trade rules that has 
a good base to stand on. Except as to this rule 
all measurements here are for actual quantities 
only. Corners are not doubled, openings are de- 
ducted, no allowance is made for intersections in 
measurement, piers and chimneys are not 
measured on two or three sides, and pilasters and 
cornices are taken as if they were walls of a cer- 
tain thickness. The allowance for difficult work 
is made in the price and not in the measurement. 
"The customer is always right," and for long 
years he has imagined himself to be cheated with 
trade rules. Quite often he has been. 

The trade rules vary in different states, and in 
cities of the same state even. Railroads run 
everywhere, and necessarily stick to actual quan- 
tities. All specifications should be made out to 
suit the actual quantity system only, especially 
for concrete, brickwork and plaster. 

Constant. — This 22j^ rule is a "constant," and 
works with any size of brick. It is so high that 
no bricks are made small enough to suit it, there- 
fore it never needs to be changed. It is like the 

34 
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high price lists of millwork or glass arranged by 
a discount sheet. 

Size. — The national and recommended size of 
brick is 8)4 x 4x2%. in. Allowing 2 per cent, for 
waste this takes from I6J/2 to 17 for an actual cu- 
bic foot of wall. Having figured the building on a 
22y2 basis we have to reduce in the proportion of 
22y2 to I6y2, or 15 to 11. For 100,000 brick wall 
measure we thus need only 73,333, or 74,000, as a 
contractor would order. But Chicago brick take 
18; some sizes with large joints take only 15j^. 

Example 1. — Take a brick wall 40 ft. long by 
10 ft. high, and 17 in. thick. In this thickness there 
are 30 brick to the square foot in wall measure. 
In our surface of 400 sq. ft. there are therefore 
12,000 brick. This is really all there is to esti- 
mating plain brickwork. The rest is a matter of 
detail. 

Example 2. — But suppose that in this wall 
there is an opening 4x7 ft., another 2x2 ft., and 
2 at 3 X 6 ft. The total is 68 sq. ft. of openings, 
vv^hich subtracted from 400 leaves 332 at 30 brick, 
equals 9,960. This is on the standard basis of 
22% brick to the cubic foot in wall measure. 

Example 3. — Assuming that the 40 ft. long is 
only one side of a house, and that it measures 20 
ft. across the end, we should have a total around 
the walls of 120 ft. But we have to deduct the 4 
corners at 17 in. thick to get the actual length of 
the wall. Tfiis leaves 1-14 ft. 4 in. Multiplying 
this by the height of 10 ft. we get a trifle over 
1,143 sq. ft. Deducting, say, 200 for openings, 
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which must be figured for each plan, we get 943 
sq. ft. X 30=29,290 brick in wall measure. 

Rule. — Figure the brick at liy^ to the cubic 
foot, no matter what the size of them is. If they 
are large the price of labor may be set a little 
lower than when they are small. 

The ordinary walls do not have to be reduced 
to cubic feet, for the following table is made out 
to suit the various thicknesses. The figures in the 
last column may be more or less, depending upon 
size of brick. 

TABLE NINE 

Table of Brick Required in Wall Measure and in 

Actual Measure 

Wall 
Measure , Actual 

Per sq. ft. 1 course or AVi" thick 7j^ brick 6 

Per sq. ft. 2 courses or 9" thick 15 brick 12 

Per sq. ft. 3 courses or 13" thick 22^ brick 18 

Per sq. ft. 4 courses or 17" thick 30 brick 24 

Per sq. ft. 5 courses or 21" thick Z1V2 brick 30 * 

Per sq. ft. 6 courses or 25" thick 45 brick 36 

In some cities the thicknesses are given in even 
figures instead of odd, as 4, 8, 12, 16, 20, etc. But 
a cubic foot is taken at either the 12 or 13 in. 
thickness. 

Example 4. — Taking again a wall 40 x 10 ft. we 
can see how many brick are required at the 
various thicknesses. At 9 in., 6,000; at 13 in., 
9,000; at 25 in., 18,000. But this does not deduct 
any openings, which must be done on an actual 
plan. 

Footings. — Plain walls as above are easily 
figured, but the footings give a little more trouble. 
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In many building codes these have to be at least 
12 in. wider than the width of the wall that rests 
upon them. In the Underwriters' code the offsets 
must not be more than Ij^ in. for a single course 
of brick, and 3 in. for a double one. If a concrete 
base is used, the first line of the brick may be 
back half the thickness; that is, on a base 12 in. 
thick the brick could be set back 6 in. 

Example 5. — If we take a 9 in. wall and extend 
it 6 in. on each side there is a base of 21 in. wide. 
The usual custom is to allow only 17 in., but the 
Underwriters want 21 in. Sometimes a double 
course is laid to start with, and on good soils it is 
occasionally omitted. L,et us figure the single 
course here. 

The first layer would be 21 ip. wide, the second 
17 in., the third, 13 in., and the 9 in. wall above. 
As will be noted the offsets are made 2 in. and 
not lj4 in. according to the Underwriters. 

Here, then, are 3 courses of brick, and the 
average thickness is 17 in. Instead of figuring on 
the flat let us suppose that the work is turned up 
on edge, and that it is to be 40 ft. long as before. 
We have a wall, 40 ft. x 17 in. high x 9 in. thick. 
According to the table we have 855 brick in wall 
measure, for the 57 sq. ft. It is taken at 9 in. 
thick, for the 3 courses would be close enough to 
use that figure, unless the brick were very small, 
in which case allowance would have to be made. 

If necessary each course may be taken by itself. 
It would be 3 in. high, or % foot, and would thus 
/contain J4 of the number to the square foot of the 
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thickness of 21 in., 17 in., or 13 in., as the case 
might be. 

The easiest way is to average the footings by- 
taking the width about the center and the thick- 
ness. The table may be used, or the whole turned 
into cubic feet and multiplied by 22y2, 

Chimneys. — Allow flue linings if they are 
called for ; and they should be. 

For solid heavy chimneys laid in common brick 
where the bricklayer gets a chance to move 
around the cost need not be much more than for 
a 9 in. wall. Thus one sees chimneys from 6 
to 8 ft. wide laid up about as fast as ordinary 
work. But in small corners and with pressed 
brick one has to allow anywhere from twice to 
five times as much as for a common job. It all 
depends upon the detail. The number of pressed 
brick and the price must be figured out. Then 
the best judgment has to be used as to the time 
that will be required to lay the work. This has 
to include scaffolding and laborers' time. If 
there is no other work going on the laborers will 
be likely to work only half the time on the first 
story, but the whole time has to be paid for. The 
worst danger is the mason's time at 60 to 85 cents 
per hour. On some fine chimneys it occasionally 
seems as if a bricklayer wastes time. 

Ordinary chimneys are often taken by the lineal 
foot. A few prices are given here. Flue lining 
and profit are included. No flue should be made 
less than 8x8 in., unless for a gas stove, where 
a 4x8 in. may be used. 
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TABLE TEN 

Cost of Chimneys 

17" X 17" chimney, 1 flue 8" x 8", per lin. ft. $1.15 
17" X 29" chimney, 2 flue 8" x 8", per lin. ft. 1.60 
17" X 21" chimney, 1 flue 8" x 12", per lin. ft. 1.40 
21" X 21" chimney, 1 flue 12" x IZ\ per lin. ft. 1.60 

. Mantels. — An inside ordinary brick mantel and 
fireplace may be averaged at $25 for labor alone. 
An architect could easily detail one that would 
cost several times as much. 

Pilasters and Cornices. — Figure a plain pilaster 
in the same way as a wall of 4J/2 in., 9 in., 13 in., 
or whatever the projection is. Thus, taking a 
pilaster 2 ft. wide, 20 ft. high, and standing out 
4y2 in. from the face of the wall, how many brick 
does it contain in wall measure? There are 40 
sq. ft. at 7^=300. No returns are figured, but 
only the plain face measurement. If the thick- 
ness were 9 in. the quantity would be 600. 

The same method is followed with cornices. 
But in this case there may be many offsets like 
those of a footing. Get the average and the cubic 
feet, and multiply by 22y2, or take each course 
separately, as a wall of so many square feet at 
4yi in. thick, containing 7^^ brick to the square 
foot. A cornice 20 ft. long by 2 ft. wide by 1 
course is really the same as a pilaster, only the 
one is plumb and the other level. If several lay- 
ers of brick are under this 2 ft., or on the face, 
the square feet of each must be taken. 

On a plain pilaster or cornice the labor is 
lumped in with the rest of the work, just as the 
extra time for laying the last board of a floor by 
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a carpenter is put in with the general average; 
but for the "fancy" kind of cornices and the re- 
cessed detailing an extra allowance has to be 
made. It is all a matter of judgment, and ex- 
perience. I know of one building with two brick » 
fronts that were spoiled with all manner of re- 
cessed panels, detailed pilasters and buttresses, 
angled brick and every ornament that an archi- 
tect could devise or plaster on. The bricklayer 
lost $1,800 on the job. 

Hollow Walls. — Figure these the same as ordi- 
nary walls of equal thickness, and allow $1.50 
extra per 1,000 brick wall measure, when both 
walls are 9 in., and $1 for 13 in. There is time 
taken binding them together. 

Pressed Brick. — For ordinary pressed brick 
figure out the wall as if it were all of common 
brick, at full thickness, and then add the price of 
the pressed brick without making any deduction. 
This gives a good profit on plain work. For ex- 
ample, if we have a wall 40 x 10 x 17 in., no open- 
ings, there are 12,000 common brick in wall 
measure in it. If it is lined on the face with * 
pressed brick at $20 per 1,000, get the actual 
number, not the wall measure number, at 6 to 7 
per square foot and add to the total. Allowing 
2,800, this would be $56 extra. The common brick 
left will be only 13 in. thick, and the number be 
9,000 instead of 12,000. Thus a saving oi the 
course of common brick is made in addition to the 
$56. At openings with more than a 4 in. reveal 
add the extra surface. 
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This is for plain work. When we get among 
fancy fronts with recessed panels, projecting 
brick, and all the detailed work that an architect 
sometimes puts on, the cost may run up out of all 
proportion to what is expected. 

This rule gives more on a high priced brick. 
Instead of $56 we should have twice as much if 
the brick cost $40, but the quality of the work has 
usually to be better for an expensive front. 

Shoved Work. — If well done this costs $1 more 
per 1,000, wall measure, than the common kind, 
but 50 to 75 cents is sufficient under the ordinary 
method of giving "a lick and a promise." The 
mortar is placed on the wall and the brick laid in 
it and shoved against the other already laid. This 
insures a full joint. 

Struck Joints require an extra allowance of J4 
cent per square foot of surface, outside or inside — 
if the work is well done. 

Details. — An example is said to be better than 
a precept, and a drawing often helps the begin- 
ner — and also the "ender." Fig. 1 shows an ordi- 
nary basement plan, with some special features. 
The thickness, or section, is shown at Fig. 2. The 
first two courses are 24 inches, the next course, 
20, and the one just below the wall, 16. On some 
plans these sizes are marked 25, 21, 17, and the 
wall above 13, instead of 12, but the brick are 
figured the same for both sizes. 

The easiest way is to average the footings and 
multiply by the length. Adding together two at 
24, one at 20, and another at 16 we have 84. 
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Dividing this by 4 we have an average of 21 in., 
or 1^ ft. The actual length is 116 ft. Multiply- 
ing 116 by l}i makes 203 cu. ft., which at 22^ 
each gives a total of 4,568 in wall measure for 
the footing. It is thus seen to be a wall 116 ft. 
long X 1^4 ft. high x 1 thick, for each course in a 
footing may be set at 3 in., although it is often a 
trifle less. Depending upon the thickness of the 




Fig. 1. Basement Plan. 

brick the 4 courses might be only 10j4 in. in all. 
Nice exact measurement is not taken with this 
part, where there is more than usual trouble in 
some of the work, getting started, etc. 

Detailed out we have the lower two courses 
extending 6 in. on each end. This m:kes them 
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41 ft. long. The ends, in between the side layers, 
are in all 17 ft. The total actual length is 116. 
The actual length of the two upper courses is the 
same. 

TABLE TWELVE 

Estimating Footings 

Two courses 116' x 2' x 6=1 16 cu. ft. at 22i^=2,610 
in wall measure. 

The next course is 116' xl' 8"x3"=116xl^ ft.= 
194 cu. ft. X 22^=4,343, but divided by 4, as the height 
is only 3 in. instead of a foot, the number of brick is 1,086 
in wall measure. 

The top course 116' x 1' 4" x 3"=116 x XVz ft.=155 
X 225^=3,488, but divided by 4 again= 872 
in wall measure. -- 

The total brick in wall measure is 4,568 

The main wall above is the easiest part. The 
actual length is 116x8x 12 in., or 13 in., as it is 
often called. Here we have 928 sq. ft., and as 
each square foot is a foot thick, we multiply by 
22J/2, giving a total of 20,880 in wall measure. 
With the footing this makes 25,448. To get the 
actual number required, for average sized brick, 
reduce in the proportion of 16j4 actual to 22J/2 as 
figured, and the result is 18,662. 

By taking 16^^, or 16.5, we find that 11 and 15 
can be used to get actual quantities, for 16.5 and 
22.5 stand to each other in this relation. By set- 
ting the figures to the left it is easy to multiply 

by 11. Thus, 

25.448 
254,48 

15)279,928(18,662 
But the brick may be very large and have wide 
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joints so that 15^ would serve; or they may be 
very small and 19 or 20 W necessary. The aver- 
age is given at 16j^ to 17. 

Change. — Had the main wM been only 7 ft. 
6 in., as shown on one side, the figures would 
have been 116 x 7 ft. 6 in., or 870 sq. ft. at 22>4— 
19,575 in wall measure. 

But in this foundation, it will be observed, 
there are some pilasters — all of which have the 
accent on the second syllable. They are shown 
for estimating purposes only. The outside o 



Fig. 2, Sechon of Wall. Fig. 3. Section of Cornice. 

ones project one course, or 4 in., and are 2 ft. 
wide. Here, then, we have a "wail" of one brick 
thick X 4 ft. X 8 ft. high. This is 32 sq: ft. x 7}4= 
240 brick in wail measure. Really the width is 
only 3 ft. 8 In. in all, but in such a case the width 
of both faces is taken. It does not do to get even 
the actual quantity method "down too fine." 
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Inside there is one pilaster at 9 in. projection 
from the wall 2 ft. wide x 8 ft. high, or 8 ft. x 2=' 
16 sq. ft. at 15 bricki=:240, again in wall measure. 
On the other side the pilaster extends 17 in. x 2 ft. 
wide X 8 ft. high, or 8 x 2 x 30 brick=480 in wall 
measure. 

These pilasters are here figured only to the top 
of the footings, but, as may be seen, they ought 
to go further down, especially the last one, which 
also requires an extended foundation. The prin- 
ciple only is illustrated here. 
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FiGt 4. Elevation, Showing Pilaster and Cornice 

There are no openings shown in the plan. If 
there were, they would have to be deducted under 
the actual quantity system. 

The wall shown in section at Fig. 3, and in 
elevation at Fig. 4, should be easily figured. In 
Fig. 3 it is a wall 1 ft. thick x 7 high, by what- 
ever length may be chosen; and on the face of 
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this wall there is another 4 in. thick, Or one 
course, x 2 ft. 9 in. high. 

In Fig. 4 the same wall is seen looked at from 
the front. The pilaster — always with the accent 
on the second syllable — is 4 in. x 1 ft. 4 in. x 
whatever the height of the building may be. It is 
figured as a "wall" put on the front of the main 
one. The length is not given, but is cut off by 
the two lines. 

The wall is covered with terra cotta wall 
coping, costing about 35 cents per foot. 

Pressed Brick. — If pressed brick are used 
above grade in Fig. 1, we have to multiply 120 by 
3 ft., supposed to be distance above the ground, 
and then by 6 to 7 to the square foot of the ordi- 
nary kind. About 2,200 would be ordered. Open- 
ings are deducted unless very small. But brick 
must also be estimated for the "reveals," or re- 
turn of the wall into the window or door frames, 
when these are more than 4 in. back. 

Custom. — The old system of measurement is so 
well known, especially among the "old timers," 
that the modern one is not much admired. As an 
illustration of what the old one would do, take 
the basement of Fig. 1 : 

The length of the foundation would be girted, 
and would be 124x1^^x1=4,878 in wall 
measure. 

The main wall above would be 120x8x1 = 
21,600, a total of 26,478. This is about 1,000 
more, but in putting in a bid the cost per 1,000 is 
set a little lower to suit the measurement. 



BRICKWORK 47 

It is when we come to the extras, however, that 
the two systems part company. The outside 
pilasters would be measured 4 ft. 8 in. for width ; 
the inside 9 in. one 3 ft. 6 in. instead of 2 ft., for 
the face and two ends are figured for width ; and 
the large one, 3 ft. 6 in. instead of 2, thus taking 
in the face and one end. There is no end to the 
jumble.^ The full instructions are given in my 
"New Building Estimator." The best system is 
to take actual measurements and raise the price 
instead of the quantity for difficult work. 

What has been shown here is a trifle ; on some 
large buildings with many corners, cross walls, 
pilasters, cornices, panels and angles the differ- 
ence is serious. Naturally the "customer" objects 
when the bill is sent in and he finds double 
measurement. Instead of frankly charging for 
silk an extra measurement of cotton is put in the 
bill. 

Wages. — Bricklayers' wages run all the way 
from 50 to 85 cents, and even $1 per hour. This 
being so, it is not a question of how much a thou- 
sand it costs ta lay brick, as expressed in dollars, 
but of how many a bricklayer lays in an hour, 
and this will give the unit price for the selected 
locality. 

Example 6. — On the extra heavy footings of a 
large basement each bricklayer laid 400 per hour 
for an 8-hour day. This made a big day's work 
that is seldom equaled, and it was in Portland 
cement mortar. Allowing 1^4 laborers to each 
bricklayer, with 25 cents per hour for the one 
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and 65 cents for the other, the total is 96j4 cents 
per hour for 400 brick. The rate is $2.41 per 
1,000 for labor. This is the lowest limit on the 
plainest and heaviest work. Few contractors 
ever expect it. With 40 and 80 cents wages the 
rate per 1,000 actual or kiln count, as these figures 
are, would, be $3.25 ; with 30 and 70 cents, $2.69. 
The following table gives actual quantities 
laid : 

TABLE THIRTEEN 

Number of Actual Brick Laid by 1 Bricklayer 
and 1^ Laborers per Hour 

Plain, heavy, common cement work in basement 350 to 400 
Heavy engineering work in cement mortar 300 

Warehouse common work in half and half mortar, 

heavy walls above grade 220 

Same on 13" walls 160 

Railway shops, manufacturing buildings, 13" and 17" 

high walls 20^ to 40' 120 

Stores and Flats not more than 3 stories high. com. 

brick 130 

Stores and Flats with pressed brick and ornamental 

fronts 90 

Heavy walls faced with pressed brick not more than 

1 story 160 

Veneering 40 

Fine pressed brick work with panels, buttresses, pro- 
jecting brick, etc. 40 
Small passenger stations with fair pressed brick 60 

Note. — ^The pressed and common brick are 
allowed together, as it is easier figuring in this 
way. The cost of the laborers' wages is included, 
allowing 1%. laborer to each bricklayer. Some- 
times 2 laborers to 3 tradesmen, or even 4 to 5 
is the proportion. 

Example 7. — Cost: To arrive now at the cost 
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of common brick let us again take a wall 40 x 10 x 
17 in. =12,000 in wall measure. The common 
way when wages are about 70 cents for trades- 
men and 30 cents for laborers is to allow from 
$3.50 to $4 extra in wall measure on the cost of 
the bfick laid down. Thus brick at $7.50 de- 
livered would be put in the wall for $11.00 to 
$12.00 per 1,000 wall measure, depending upon 
the kind of the work. When brick are low in 
price a higher figure should be used to keep clear 
of danger ; for with a low priced brick there is not 
so much gain on the difference between wall 
measure count and actual number used. This 
difference is required for mortar, profit, etc. 
Thus, using the figures in the next paragraph, we 
have 12,000 and 8,800, with 3,200 not required. 
With $6 brick the contractor has a margin of 
only $19.20; with $8 brick, $25.60. On a large 
building this mounts up. 

The 12,000 in wall measure would at national 
size require only about 16^4 actual to the cubic 
foot instead of 22 J/^. Reducing in the proportion 
of 15 to 11, we have 8,800. At $7.50 the cost is 
$66. Further on the' mortar allowance is given. 
Let us now allow a little less than 1 bbl. of 
lime at 90 cents. If- to each barrel of lime there 
is a quarter barrel of Portland cement, for ex- 
ample, we must add this to the total given below. 
The cement would probably cost 50 cents, and we 
should save 25 cents on the lime. 

We have then the actual cost without profit as 
follows : 
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TABLE FOURTEEN 
Detailed Cost of Brickwork 

8,800 brick laid down at the building, $7.50 per M $66.00 
8 bbls. of lime delivered@90 cents 7.20 

5 cu. yds. sand (H to H y^- to M)@$l 5.00 

Labor on ordinary stores and flats in common brick 

130 per hour=68 hours at $1.07^ 73.10 



$151.30 

The wages for bricklayers are assumed at 70 
cents, and for laborers at 30 cents, with 1^ to 
the bricklayer, or 37y2 cents. 

There are 12,000 in wall measure. Dividing 
$151.30 by 12 we have an actual cost of $12.61 
per 1,000 laid in the wall. 

There is no gain with openings or corners 
under this system, and the figure runs higher 
than the ordinary price. As a matter of fact a 
small brick contractor would take such a build- 
ing for that price and make a profit out of it. 
The chances are that he would work himself, and 
that more than 130 brick would be laid. There 
is water that runs up to a little, insurance, and 
other incidental expenses. Scaffolding has to be 
considered also, but the ordinary way is to make 
no allowance for this, and when the old planks 
wear out buy new ones. 

Example 8. — But if we take the 'heaviest kind 
of basement work as given in the first rate of 400 
per hour, laid in cement mortar, the total would 
be changed — and it must be remembered that 
brick laid in Portland cement means $1 per 1,000 
extra. The gain here is owing to the heavy foot- 
ings and basement walls, and the number laid : 
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TABLE FIFTEEN 

8,80CUhard brick at $8 delivered $70.40 

12 bbls. Portland cement at $2 24.00 

5 cu. yds. sand 5.00 

Labor, 22 hours at $1.07>^ 23.65 



$123.05 



This is a cost price of $10.25 per 1,000 wall 
measure. But just as a contractor would prob- 
ably expect his men to lay more than 130 brick 
each per hour on the other class of work, so he 
would be inclined to doubt if the rate of 400 per 
hour would be kept up all through on a large 
basement, although this record was from actual 
work done. 

The following figures are from actual records. 
They are made out for 1 bricklayer and 1J4 
laborers in 8 hours, and actual or kiln count. 

TABLE SIXTEEN 

Labor on Brickwork (AB) 

Flats, 4 stories with pressed brick 1,200 

Four story bldg., 4 fronts, pressed brick 1,240 

Heavy walls, ground level, pressed brick 1,450 

Heavy footings, warehouse basement walls 3,200 

Heavy warehouse work on an average all 

through 1,800 to 2,000 

Plain work on buildings on 13" and 17" walls 1,000 to 2,000 

To get the rate per 1,000 according to the 
wages paid allow 1 bricklayer and 1^ laborers. 
Thus, if the one is getting 70 cents per hour, and 
the other 30 cents, we have for the 8 hours a total 
of $8.60. At 1,200 actual brick in a day the cost 
for labor alone would be $7.17 per 1,000 kiln 
count ; at 3,200, $2.69. 
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An Example. — On a 4-story plain building with 
750,000 actual brick, and shoved joints, the labor 
cost $5.50 per 1,000 kiln count. The wages were 
45 cents, for bricklayers per hour ^nd 17j^ to 20 
cents for laborers. The first ran to $3.50 per 
1,000, and. the laborers' to $2. On a basis of 70 
cents for masons and 30 cents for laborers the 
unit price would be $8.83 — which is different from 
$5.50. The front was of common brick selected. 

On the (AB) buildings already given the 
pressed brick work ran to 15 or 20 per cent, of 
the total. On a 13 in. wall it would be %. 

TABLE SEVENTEEN 
Mortar Allowance Per 1,000 Actual Brick 

Portland cement, 1^ bbls. to 1^. 

Best lime, % bbl. 

Mortar color, 50 lbs. to 1,000 brick, y^ in. joints. 

Fire clay, 40 lbs. to 100 brick. 

Mortar color is priced according to shade. Red 
is about 1^ cents per pound, and black, 3 cents. 

Sand.— Allow yi to ys yd- for each 1,000 brick. 

Fireproofing Work. — This is gone into in "The 
New Building Estimator,'' for floors, partitions 
and ceilings, both tile and reinforced concrete. 

Brick Cisterns 

They are often built complete for 90 cents a 
barrel of 32J/2 gallons. Excavation is included, a 
4 in. brick arch, and iron cover, and the hard 
earth well plastered with Portland cement 
mortar. 
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The estimate can be worked out in the usual 
detailed way, and then we can get the cost of any 
size. 

Let us take one 6 ft. inside diameter x 6 ft. deep 
from the bottom to the spring of the arch. We 
shall suppose it is to be as just described — plas- 
tered on the hard earth, and holding 40 bbls. 

We require a space of 6 ft. 2 in., allowing for 
about an inch of plaster all around. Looking in 
a table of areas of circles we see that a 6 ft. 
diameter has 28.27 sq. ft. Circles are to each 
other as the square of their diameters. A 
diameter of 6 ft. is 72 in., and what we need is 
74. Squaring 72 we get 5,184; and 74 gives 5,476. 
Therefore the area we require will be to 28.27 as 
5,476 is to 5,184. This is 29.86 or just about 30 
sq. ft. 

Generally speaking an excavator does not need 
to figure this up, as he knows what the work 
costs. Here the principle of getting the area is 
set forth, for this use and for others also. 

Allowing for neck and arch we require a depth 
of about 8 ft. 3 in. At 30 sq. ft. this gives a total 
of 9 yds. excavation, which at 50 cents comes to 
$4.50. But, as we have seen under Excavation, 
the Chicago rule is to add 75 per cent, extra for 
holes and pits from 5 to 10 ft. deep. Here the 
figure is set at 75 cents. 

To build the arch and neck should not take a 
bricklayer and laborer more than 7 hours, but for 
cleaning up, etc., allow 8. At 70 cents and 30 
cents per hour this is $8.00. 
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For 250 brick at $7 allow $1.75 ; % bbl. cement, 
65 cents; sand, 15 cents; cast iron rim and 
cover, $4. 

Plastering 20 sq. yds. at 50 cents, $10, for labor 
and material. 

TABLE EIGHTEEN 
Summary of the Cost of a 40 Bbl. Cistern Brick 

Lined 1 In. 

Excavation $6.75 

Wages 8.00 

Material 2.50 

Cast iron cover 4.00 

Plastering 10.00 

Hauling 1.00 



Total $32.25 

For such cisterns the price used to be from 
$35 to $40. There is a profit in the plastering at 
$10, and thus $40 may be considered a reasonable 
price. This does not include pipe connections to 
downspouts, or anything of that kind. At the 
rate of 90 cents per barrel the total would be 
about $36. With a brick lining on sides and bot- 
tom the figure would have to be raised to suit. 

Assume now that a cistern for 100 bbls. is 
required. This is 3,150 gals. Any diameter 
may be chosen, and the depth has to be made to 
correspond. In this case, 9 ft. 6 in. inside size is 
taken. In the cistern table on page 156 the 
capacity per foot deep for this diameter is given 
at 530 gals. A depth of 6 ft. is therefore 
necessary. This is on the basis that the water 
comes only to the spring of the arch, although 
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there is room for a good deal between that and 
the overflow pipe. 

Allowing for a brick lining and plaster the 
total diameter of the excavation has to be 10 ft. 
4 in. 

For the arch and neck allow 3 ft. 3 in. down 
from the surface, and 3 in. for the bottom lining 
of brick, thus making the total depth 9 ft. 6 in. 

The area of a circle 10 ft. 4 in. in diameter, or 
124 in., as given in the, table on page 159 is 84 
sq. ft., which multiplied by the depth, and divided 
by 27 y gives approximately 30 cu. yds., which at 
a unit price of 75 cents per cu. yd. makes the cost 
of excavation $22.50. 

The paving on the bottom, laid flat, may be put 
at 8 cents per square foot, or $6.72. 

To the center of the brick the distance is 10 ft., 
or 120 in. Looking in the circumference table at 
120 the distance around is set at practically 377 
inches, or close enough to 31 ft. 6 in. to call it 
that. This makes 186 sq. ft. of wall lining, which 
has to be considered. 

For the cistern neck and arch an allowance of 
80 is sufficient. This with the wall lining makes 
a total of 266 sq. ft. at 7j4 brick for a single 
lining, or 2,000 brick in wall measure. Laid in 
Portland cement mortar, as such work should be, 
at $18 per 1,000, the cost is $36. 

Put cover and ring delivered at $4, as before. 

The plastering of 30 yds. of wall, and 9 of 
bottom, at 40 cents per yard, comes to $15.60. 
The cost is less on brick than on earth. 
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TABLE NINETEEN 

Summary of the Cost of a 100 Bbl. Cistern, Brick 

Lined 4 In. 

Excavation $22.50 

Brick on bottom 6.80 

Brick on sides and arch 36.00 

Cover 4.00 

Plastering 15.60 

Hauling 1.00 



$85.90 



This would be actual cost without any profit. 
Of course there should be a margin in the brick 
and plaster. 

Large cisterns holding from 100 to 3,000 bbls. 
rels are usually built without an arch. A low 
roof is put over the top. If a solid top is required 
a slab of expanded metal and concrete is often 
used. 

Cesspools may be figured out in the same way 
as the above cistern. They are usually deeper, 
and the labor costs more, especially on excava- 
tion. (See Chicago rule.) The labor on brick 
may be set at from $12 to $17 actual 1,000. 

Pointing. — For cleaning and pointing fitie 
fronts allow from Ij^ to 3 cents per square foot. 

Unloading. — Allow from 40 to 50 cents per 
1,000 from the cars to the building when close to 
the tracks. This at ordinary city rates. 

Review 

1. An important distinction, not nearly so well 
known as it ought to be, is made in brick- 
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work between wall measure and kiln or 
actual count. What is the difference ? 

2. What difference is there between trade rules 

and the actual quantity system? 

3. How many brick in wall measure are there in 

100 sq. ft. at 13 in. thick, or 12 in., as in 
some building codes? 

4. How are footings figured? 

5. How are pilasters and cornices figured? 

6. How is a plain pressed brick front figured? 

7. Explain how mortar and brick are shoved. 

8. How many brick do a bricklayer and 1J4 

laborers lay in an hour? 

9. There is a danger in estimating brickwork 

that many are not aware of. What is it? 

10. What is required to mix mortar? 

11. About how much (a) Portland cement, 

(b) lime, (c) mortar color, (d) or fire clay 
are required for 1,000 actual brick? How 
much (e) sand? 

12. Can you make a detailed estimate of a cistern 

of any size? 

13. What items outside of the ordinary estimate 

ought to be included by brick and other 
contractors ? 

14. Is profit, as a rule, included in the calcula- 

tions throughout this book? 

15. What is a constant in brickwork measure- 

ment? 



CHAPTER IV 

Stonework 

Measurement. — Take only the actual- quan- 
tities. Do not allow ^anything extra for corners, 
and take out openings. Raise the price a little 
higher to make up. 

Use only cubic feel or yards. It is much better 
to get accustomed to this system rather than to 
use cords, although this is the Chicago unit; or 
perches, which differ so much in various parts of 
the country. It is dangerous to estimate on 
perches unless we know how much to allow, but 
cubic feet and yards are always safe. 

Allowances for Rubble. — The proportion of 128 
at the quarry to 100 in the wall is allowed. The 
extra is required for waste. More stone is used 
on the best work, for the mortar joints are 
smaller, and there are fewer of them. 

Mortar. — Allow 1^ bbls. of Portland cement 
and 1 yd. of sand to each 100 cu. ft. of 
finished wall for a 1 to 4 mixture. For lime mor- 
tar use lyi bbls., and 1 yd. sand for the same 
amount of wall. If water has to be paid for the 
cost should be noted. The amount is so small, as 
a rule, that it is included in the unit' price estab- 
lished, just as with brickwork it is put in the $11 
per 1,000, or whatever the price may be. 

Labor. — A mason and a laborer will lay 3 cu. 
yds. of ordinary rubble in an 8-hour day ; and in 
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some kinds of walls below ground, 5 to 6. One 
laborer can attend 2 masons if everything is 
handy, but if much wheeling is required it takes 
about man to man. 

Cost. — Ordinary rubble is laid at from $5.50 to 
$7 with masons' wages- at 60 to 70 cents per hour ; 
coursed rubble, $12 to $14. An ordinary profit is 
included at these figures. The difference in cost 
is owing to cheap material, etc. In some sections 
of the country stone may be had for almost 
nothing. To get the cost the material must be 
figured out according to the local standards, and 
the labor estimated to suit the class of work. 

A wall with two exposed faces costs more than 
one laid against a bank. Thin walls cost a little 
more per cubic foot than thick ones, especially 
if there are two faces. 

TABLE TWENTY 
Cost of (1) Cubic Yard of Ordinary Rubble in 

Cement 



35 cu. ft. of stone delivered at 7c per 100 lbs. 

y2 bbl. Portland cement 

J4 cu. yd. sand 

Mason 3 hours@70c 

Laborer 3 hours@30c 

Water 

Same in Lime 

35 cu. ft. stone 

Yz bbl. lime \ 

y^ yd. sand 

Labor and water 


$2.45 
.88 
.25 
2.10 
.90 
.02 


$6.60 

$2.45 

.30 

.25 

3.02 



$6.02 
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This is actual cost for good work. Good rubble 
work requires more stone than poor, and less 
mortar. An allowance of 33 cu. ft. is enough with 
the best stone. Experience and not the word of 
the quarryman has to decide this. 

Ashlar 

Ashlar. — Bedford (Ind.) stone is commonly 
used for good work from the Atlantic to the 
Middle West and beyond. For base courses, 
bands, sills, lintels, and plain trimmings allow 80 
cents to $1 more per cubic foot than the material 
is delivered for at your job. This allows for a 
stone-cutter's profit. 

For the whole front of a building, order the 
number of square feet from the quarry according 
to the thickness required, and the quarryman will 
allow for waste. Rock faced work requires 2 
in. more than the thickness specified. This 
means that ^ 4 in. facing would really have 
to be figured at 6 in. for cubical contents. 
Coursed rock face, 90 cents per square foot. Flag- 
stone, 4 in., 45 cents per square foot; 6 in., 83 
cents. 

A cutter will finish about 20 sq. ft. ' of 
broken ashlar in 8 hours, and 25 of coursed. 
When saws are used it is cut to thickness and 
pitched by hand, and a man can then handle 
about 100 sq. ft. With polished stone sawed, 125 
sq ft. can be done. For plain cut stone allow 35 
to 40 cents per cubic foot for labor. 

Setting. — Allow from 20 to 30 cents per square 
foot at the thickness of 4 in. ; for heavier stone 
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about 5 cents more. Washing and pointing comes 
to 3 to 4 cents per square foot extra. 

Price sills, lintels, steps and coping from $1.60 
to $2.00 per cubic foot, unset, depending upon 
size, quantity, etc. 

Cement Stone 

Cost. — In general, good cement stonework 
costs more than common brickwork. A wall 
faced with a fair quality of pressed brick, and a 
rock faced cement stone one cost about the same. 
Where there is no brickyard but plenty of sand, 
gravel or stone the blocks have the advantage. 
The danger is that too much sand will be used 
and too little cement in making them. 

Walls are put up complete with 8 in. blocks 
for 25 to 32 cents per square foot. Some dealers 
get the cost of a 12 m. wall down near the same 
figures, pointed and washed. 

Each manufacturer usually gives a table of the 
materials required for his kind of block. With 
such tables it is possible to get the amount of 
cement, sand, and gravel or stone for any par- 
ticular job. 

Labor Making Blocks. — One large manufac- 
turer allows 1.7 cents per block 8 in. thick; 
one owner who used 183,000 blocks in putting up 
a large factory found that a laborer made 300 in 
a 10-hour day. He must have been kept tolerably 
busy. At $2 per day this is only %o cent per 
block. For making an 8 in., 5 cents seems a 
small figure; and 7 cents for a 12 in. 

With hand mixing 3 men will make 75 8 in. or 
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50 12 in. blocks with % openings per day. With 
a mixer the cost is considerably less. 

A standard table gives the cost as follows at 
factory : 

TABLE TWENTY-ONE 
Cost of Cement Blocks 

Material Labor Total 

8x32 inch, Ys space 10.3 7 17.3 cents 

8 X 32 inch, ^ space 7.7 6 13.7 cents 

12x32 inch, ^ space 15.4 10.5 25.9 cents 

12x32 inch, 5^ space 11.6 9 20.6 cents 

This is actual cost. The same writer gives, the 
selling cost at 30 cents for 8 in. blocks and 40 
cents for 12 in. blocks. 

Labor Laying. — This is set at from 5 to 10 
cents per block according to size and rate of 
wages. 

Drayage. — For a reasonable distance a charge 
of from 2 to 5 cents per block is allowed. 

Material. — It must not be supposed that blocks 
are stronger if made of sand and cement only. 
They require gravel or stone for strength. "A 
mixture of 1 to 12^ of properly proportioned 
sand and gravel is, in fact, stronger than 1 to 4, 
and nearly as strong as 1 to 3, of cement and 
sand only." 

But with face work a finer mixture is required 
to keep out moisture. Dry slaked, or hydrate 
lime, is also used for the same purpose. If a 
richer face than 1 to '2 is used fine cracks are apt 
to appear. Machine mixed work is best, as it is 
more uniform than hand mixed. 



STONEWORK 63 

A mixture of 1 cement to 5 of aggregate is 
about the poorest that should be used for the 
body. A safer proportion is 1 to 4. 

Water. — Do not mix with too little water. This 
leaves the blocks too porous. 

Data. — A barrel of Portland cement, or 4 sacks, 
contains 3.8, or, say, 3^ cu. ft. ; weight of ma- 
terial only, 380 lbs. 

A cubic yard of sand contains about 7j4 bbls. 

A yard of sand and 3^ bbls. of cement makes 
a 2 to 1 mixture. 

A yard of sand and gravel and Ij^ bbls. of 
cement makes a 5 to 1 mixture. 

The above gives the quantities for face, and 
also for body of blocks. 

An approximate allowance given by one manu- 
facturer is this: 

For 100 hdllow blocks 8 x 8 x 16 take 2.24 bbls. 
cement, 0.68 yd. sand, and 1.06 cu. yds. of gravel. 
This is practically 2^ bbls. %o yd. of sand, and 
a yard of gravel Or broken stone. 

For facing alone, 1 cement to 2 sand, at ^ in. 
thick, allow J4 bbl. of cement to 100 blocks 8 x 16. 

To Find the Number of Blocks Required for a 
House of Any Dimensions 

Find the number of feet around the walls, mul- 
tiply by 3 and divide by 4. This will give 
approximately the number required for one 
course (not taking window or door openings into 
account). The height of wall, in inches, divided 
by 8, gives the number of the courses, which 
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when multiplied by the number in one course, 
gives. the number of blocks for the whole build- 
ing. For example: A building 30 ft. square 
would be figured as follows : 30 x 30 equals 120 
ft. around, times 3, divided by 4, equals 90 
blocks in one course, 240 in. high, divided by 
8, equals 30 courses. 30 times 90 equals 2,700 
blocks. 

Review 

1. What is the best system of measurement for 

stonework ? 

2. About what weight of stone is required for a 

finished cubic yard of rubble wall ? 

3. How much mortar is required for 100 cu. ft. 

of finished rubble wall ? 

4. How many cubic yards of rubble can a mason 

and a laborer lay in an 8-hour day? 

5. What is the best stone for ashlar? 

6. How does the cost of cement stone compare 

with common brickwork? 

7. Are cement blocks stronger or weaker when 

stone or gravel is added to the cement and 
sand? 

8. Are cement blocks for fine face work made of 

the same proportions clear through the wall ? 



CHAPTER V 

Plastering 

Measurement. — In "The New Building Esti- 
mator" tables are printed giving the number of 
square yards in several thousand rooms of 
various sizes. This saves the trouble of measur- 
ing up plaster in the ordinary way. 

The rule here is to get the exact number of 
square yards and deduct all openings. This is on 
the basis carried all through this book of dealing 
only with actual quantities. The price per yard 
has to be a little higher, depending upon the 
number of openings in the building. 

Kind of Work. — Two coat work is the usual 
kind, but it is really 3 coat. The first part of the 
first coat is the one with fiber or hair to make the 
mortar stick, and the second part is the brown- 
ing. These 2 coats are put on at the same time 
without letting the mortar dry, and are known as 
the first coat in 2-coat work. The last or finish 
coat is the usual white coat, or probably sand 
finish. 

Three Coat Dry. — With this style of plaster 
each coat is allowed to dry before the next is put 
on. This makes excellent work if well done, 
either by the old lime system or the new hard 
wall plaster. 

Metal Lath Work. — Three coats must be put 
on this lath, as the first coat has to be thin. 

65 
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TABLE TWENTY-TWO 
Cost of Plaster per Yard with a Profit. 

2-coat work on wood lath 34 cents 

3-coat dry on wood lath 38 cents 

Metal lath work 65 cents 

For sand finish add 3 cents per yard. 

Wages. — For plasterers 65 cents per hour; for 
laborers, 35 cents. This is a fair allowance, but 
some cities list 50 cents for the first, and others, 
87^ cents. 

Material.— Allow 1,450 to 1,500 wood lath per 
100 yds. This is for lath of the standard length 
of 48 in. to go over 3 spaces. There is also a 
32-iri. lath that spans 2 spaces. Allow 2,200 of 
this kind. 

For metal lath get the exact number of yards 
and allow 3 per cent, for waste and laps on ordi- 
nary surfaces. 

Cost of Lath. — Wood lath costs about 12 cents 
per yard nailed on ; metal, from 23 to 26 cents. 

Nails and Staples. — For wood lath at 16 in. 
centers allow 9 to 10 lbs. of 3d fine nails; at 12 
in., 12 to 13 lbs. If the short lath are used a 
little extra allowance has to be made, for there 
are more joints. 

For metal lath allow 9 lbs. of }i in. staples to 
the 100 yds. of plaster. 

TABLE TWENTY-THREE 

Hard Wall Plaster Table for 100 Yds. 

For 2-coat work on wood lath allow 10 to 10^2 sacks 

For 3-coat on metal lath 20 to 24 sacks 

For 3-coat on wood lath 15 to 16 sacks 

For 3-coat on brick or tile 14 to 15 sacks 
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In the above the quantity required for a white 
finish is allowed — 2 sacks. 

The above is for white plaster. If the dark is 
used on wood lath 1 to 2 extra sacks are required ; 
on metal, 2 to 3. 

Finish. — For plaster of Paris finish allow 1 to 
lj4 sacks to the 100 yds., and a little less than 
a barrel of lime. When this is done deduct on 
the allowance of 2 sacks in the table. 

TABLE TWENTY-FOUR 
For 100 Yds. of Lime Plaster 

3]/2 bbls. lime 

lJ/2 to 2 yds. sand 

2 bushels hair 

100 lbs. plaster of Paris. 

Sand. — For metal lath, 2y2 to 2^ cu. yds. to 
100 sq. yds. of plaster. For wood lath or brick 
walls from lj4 to 2 cu. yds. A good average for 
wood lath is 1^ cu. yds. 

Labor on Lath. — With lathers' wages at 45 
cents wood lath costs from 3^ to 3^ cents per 
square yard ; and metal, 4 to 4^ cents. With 65 
cents wages, 5 to 6 cents for wood; and 5^^ to 
6^ cents for metal. 

Labor on Plaster. — On metal lath with wages 
at 55 and 25 cents per hour the rate of one large 
building was 4 cents per yard for the first coat, 
7 for the second, and 4 for the finish, or 15 cents 
in all. The proportion of hours ran to 9 for a 
plasterer and 5 for a laborer. On a wage basis 
of 75 and 35 cents per hour the rate would be 24 
cents per yard, and Gyij 11, and 6j4. 
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Heating. — If this has to be done add from 3 to 
4 cents per square yard according to price of 
coal, etc. 

Sackett Board and finish is worth from 35 to 
42 cents per yard on the wall ; Compo Board, 39 
cents. 

Portland Clement plaster for outside work 
should be put at $1.25 to $1.75 per square yard, 
finished complete on metal lath. Some of the 
metal lath companies have records far lower, but 
they are not reliable. On a large surface the 
work is naturally done cheaper than on a small, 
as in a gable. On masonry or wood lath allow 
80 cents to $1 for 2-coat work, and $1.10 to $1.25 
for 3-coat. 

These prices for outside plaster seem high, but 
it all depends upon the quality of the work done. 
About a generation ago the tin roofets began to 
economize in the quality of their tin. Poorer 
roofs were given to customers, and in time tin 
became unpopular. The roofers have repented, 
and now use good material. A tin roof may be 
so laid as to last for half a century. 

So with stucco and other outside plaster: I 
have lived in a house with "rough-cast" on it that 
was probably a hundred years old, for this is an 
old-new outside covering. I see some buildings 
only five and ten years old with the outside plas- 
ter already worthless. The plasterers have a 
new and excellent development of their trade in 
their hands, and in an age when we are often 
told that the forests are disappearing this is 
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worth much to them, but if they follow the 
methods of the tin trade they also will have to 
repent before this outside covering for walls 
comes back. 

Cellar Plaster of Portland cement 1 to 3 sand, 
on hard earth, 1 in. thick, 55 cents per square 
yard ; ^, 45. On brick, 45 to 35 actual C9st, for 
1 to 2. 

Review 

1. How is planter measured? 

2. How many coats has the ordinary kind of 

plaster ? 

3. How many coats does metal lath require? 
4* Does sand finish cost less or more than the 

ordinary white? 

5. How many different lengths of wood lath are 

. there? 

6. How many wood' lath are required for 100 

yds. of ordinary work? 

7. What is the difference in cost between wood 

lath and metal lath work? 

8. How much sand is required for 100 yds. of 

plaster (a) on wood lath ; (b) on metal 
lath? 

9. How much extra is heating worth per yard? 
10. How much per yard is cement plaster worth 

on the outside ? 



CHAPTER VI 
Wcxxiwork 

Profit is not included ; add at end of total esti- 
mate. 

Posts, Girders, and Sills. — These are easily- 
seen, and must be taken off and listed either 
separately, or so many lineal feet. 

If the contractor is sure of getting the contract 
it is better to take off the exact lengths at first, 
in shape for the lumber yard; if not, the other 
method is much easier. Extra long lengths have 
to be watched on account of higher price. 

The usual safe way for beginners is to take off 
every piece of timber in detail. I did this myself 
for years, but now I see that it was because I 
did not know any better. It is a very slow 
process, and men in the business should never 
need to do it unless in possession of the signed 
contract, and to make out the lumber bill. Be-, 
ginners are apt to get the price per square too 
high or too low, however, and often feel safer if 
they get a figure on the lumber, and have the 
total labor itemized apart from that. On the 
other hand, the square method is sure to include 
everything in that square. If for a wall, the 
studs, sheeting, paper, labor and nails once fig- 
ured out are sure; while if taken off separately 
one item might be forgotten. Either method 
works well with practice. 
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Square Method.— A square means 100 sq. ft. 
If the cost of a floor, a side wall, a partition, 
or a roof is figured out for one square it is 
only necessary to find the number of squares in 
the building and multiply by the unit figure. Use 
$1, for illustration, as the value of a square of 
some material set in place. If 20 squares are 
required the total figure is evidently $20. This 
system saves the time of taking off materials in 
detail. 

Method. — With a plan, the best way is to take 
off all the lumber and then clear the table before 
beginning to figure up the cost ; but here we can 
make up the total as we go along. 

Floors. — In making up a price per square for 
joists we have to take them full length, for that 
is how they are paid for. Thus, we might need 
joists only 16 ft. 6 in., but we should have to 
allow at 18 ft. In "The New Building Esti- 
mator," where all sizes are detailed out for differ- 
ent centers, 2 x 10 joists are put at $6.80 per 
square, with lumber at $28, labor at 40 cents per 
hour, and everything in place, including bridging. 
When figuring out the tables a space of 22 
squares was taken instead of 1, so as to get a fair 
allowance of doubles for stairs, wall joists, etc. 
It gives to each square a proportion of all such 
extras. 

The number of feet board measure — which 
from this time on we shall call B. M. — required 
per square for 2 x 10 joists set 16 in. centers is 
140; and 22 lin. ft. of bridging. 
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TABLE TWENTY-FIVE 

Actual Cost Per Square of 2 x 10 Joists Set 16 In., 
Lumber, $28; and Labor, 40 and 50 Cents 

Per Hour 



\ 


40c . 


, 50c 


Lumber 140 ft. B. M. 


$3.92 


$3.92 


Labor 


L12 


1.40 


Anchors and nails 


1.00 


1.00 


Bridging (including labor) 


.76 


.90 



$6.80 $7.22 

As will be noticed the amount handled for 
$6.40, a day's wage for 2 carpenters, is 800 ft. 
B. M. per day. This is at the rate of $8 per 1,000, 
B. M. on a 40 cents basis. 

Local rates of wages have to be used. The 
price of lumber is much cheaper in Washington 
or Georgia. The system only is shown, and the 
change can be made to suit. In the other "Esti- 
mator" the difference in cents is given for every 
dollar rise or fall in the price of lumber. In the 
above, for example, 16 cents have to be taken. 
With lumber for joists and bridging at $20 there 
would have to be a deduction of 16cx8=$1.28. 




Fig. 5. Joists and Bridging 

Bridging runs from 70 cents to $1.00 per 
square, depending upon the kind and the centers 
of the joists. (See Fig. 5.) 
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Anchors are from 80 cents to $1.25 per square. 

Let us now figure out another size so that any 
floor may be estimated. A basis of 22 squares 
will be taken ior the sake of the extras. Take a 
store floor with 2x 14 joists set 16 in. centers on 
a 22 ft. span. We have nothing to do with the 
girder below, but with joists only just now. 

The space selected is 22 x 100. There are 75 
spaces which require 76 joists. For doubling at 
stairs, partitions, elevators, wide chimneys, etc., 
an allowance of 7 extras is given all through the 
tables. Some floors would not require that many ; 
others would need more. All we can take is an 
average. 

This makes a total of 83 joists 2 x 14 x 22= 
4,261 ft. B. M. 

The allowance for bridging given in the table 
is 620 lin. ft. Roughly, 3 ft. to the foot is 
ample, and gives some material that is often used 
for other purposes, such as braces, ladders, etc. 
Joist lumber is put at $30 for this size. 

TABLE TWENTY-SIX 
Detailed Cost of 22 Squares 

4,261 ft. B. M. at $30 $127.83 

Anchors for store, $1.25 per square 27.50 

Nails .75 

Labor on joists, $8 per M at 40c per hour 34.09 

Bridging, 2 x 4, 660 lin. ft., 413 B. M. at $24 9.91 

Bridging, labor at $30 12.39 

$212.47 

Divided by 22 this gives a cost of $9.66 per 
square. The other "Estimator" table is $9.55. 
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The trifling difference is due to another allow- 
ance for anchors, or bridging. 

On a frame building there would be no anchors 
required, but an extra allowance for spikes. 

Change of Wage Rate. — The table is made out 
on a basis of 40 cents per hour for a carpenter, 
and 800 ft. B. M. handled by two men in a day of 
8 hours. Their wage is $6.40. At the same rate 
it costs $8 to handle 1,000 ft. But $8 on a 40- 
cent basis would be $10 if 50 cents were paid. 

TABLE TWENTY-SEVEN 
Detailed Cost of 22 Squares 

4,621 ft. B. M. at $30 $127.83 

Anchors 27.50 

Nails ' .75 

Labor on joists at $10 42.61 

413 ft. B. M. of bridging at $24 (lumber) 9.91 

413 ft. B. M., labor at $38 15.70 

$224.30 

Dividing by 22 we find the cost of a square on 
this basis is $10.20. (But see main table of Car- 
penter Labor for bridging time, as it makes a 
difference when 1 in. material is used.) 

Labor on Posts, Sills, and Girders. — When the 
lumber is all taken off the best way is to lump 
everything together at so much per 1,000 — heavy 
timbers, joists, studs, sheeting, and all plain ma- 
terial. There is a distinction between heavy tim- 
bers, and joists, and light boards. There is often 
framing on the one and none on the other; but 
once an average is struck over a building less 
time is taken when the whole thing is Jumped, 
and the method is just as safe for ordinary work. 
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But when work is taken by the square as above, 
the timbers have to be attended to separately. 
The following figures will give a fair idea of the 
cost, but on such work as cutting for joists in 
sills there might be considerable difference in re- 
sults achieved by gangs. Wages for carpenters 
are put at 40 and 50 cents per hour. 

On one building the oak posts and yellow pine 
bolted girders were put in place at the rate of 
270 ft. B. M. in an 8-hour day by 2 men. They 
had to be dressed. This is the best kind of work 
that is apt to be called for in a warehouse. This 
is near $24 per 1,000 at 40 cents, but the timbers 
were comparatively light. Heavier ones would 
have been done at a cheaper rate, for the same 
chamfering would have served. On the 50-cent 
basis the figure is $30. 

On ordinary work half that price is sufficient, 
if there is a reasonable quantity to be put into 
place, under fair conditions. 

On sills for a frame house cut for joists at 16 
in. centers and laid in place allow $30 and $38 
per 1,000 B. M. For 12 in. centers, $36 and $45. 
In an ordinary sill for a house of the average size 
there are only about 500 ft. It is hard to set a 
price for such work, as bay windows and angles 
change the figures considerably. The above 
prices ought to do the sills with the most angles 
on a 40 and 50 cents per hour wage. 

If the sill is not cut for the joists, it should not 
cost more than half of the price given. 

It has often happened that contractors have 
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lost money on account of cold weather that 
makes it hard for men to do a day's work. 

TABLE TWENTY-EIGHT 
Allowances Per Square for Material 

Sheeting, 8", laid straight, 116 ft. B. M. 

Sheeting, 8", laid on angle, 130 ft. B. M. 

Sheeting, on roofs, plain and cut up, 120 to 140 ft. B. M. 

Sheeting, on roofs, open joints, no extra. 

Shiplap, add 10 per cent, to above allowances. 

Plank, 2", double above allowances. 

TABLE TWENTY-NINE 
Flooring, Ceiling, Etc. 

For 6" (554 face) % extra For 2" (1^ face) ^2 extra 
For 4" (354 face) V^ extra For 6" square edged % extra 
For 3" (2^ face) % extra For 4" square edged ^/^ extra 

(Compare the Ferge Tables as to flooring, etc.) 
Sheeting, shiplap, flooring and milled stuff re- 
quire an extra allowance to make up for ripping 
and matching. 

Angle work requires more material if joists are 
close than if wide, for usually more joints are 
necessary. One building might require 7 per 
cent, for this waste, and another 10. 

Building Paper is worth from 30 to 50 cents 
on the wall per square, according to quality. This 
does not include the expensive kinds. 

TABLE THIRTY 
Labor on Covering for 2 Men in 8 Hours 

Sheeting 1,000 ft. B. M. 

Shiplap 1,000 ft. B. M. 

Both above on angle, 800 to 850 ft. B. M. 

6" flooring, ^, ' 5 squares 

^" flooring, % , 3 squares 

2^4" flooring, ^, 2 to 2^ souares 

2 x 6" floorng, on floors, 1,500 to 2,0Qp ft. B. M. 

2x6" flooring, on high roofs, 1,000 ft. B. M. 
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On joists the figure per square for labor can be 
easily found. On the 2 x 14, 16 in. centers al- 
ready given, for instance, the cost is, at 40 cents, 
$1.55 per square, not including bridging. But if 
this method is followed the centers must be 
watched. At 12 in. the cost would be $2.05. At 
a 50-cent rate, $1.94 and $2.56. 

On the maple flooring above the kind of work 
has to be considered. I have seen 2 men work 
hard and lay less than a square in a day. With 
a small room and crooked material no progress 
is made. 

In the following figures, compiled from the 
data in my "New Building Estimator," labor is 
put at 40 and 50 cents per hour for an 8-hour day. 
The B. M. quantity is made out for one man and 
not for two, as elsewhere in the book; but the 
rate per 1,000 being given the cost is easily seen 
and changed to suit local prices. 

If the rate per hour is 60 cents add the differ- 
ence between 40 and 50 to the latter ; if 45 or 55 
take half. Thus No. 1 at 40 cents per hour gives 
$11.50 per 1000 ft. B. M. ; at 50 cents, $14.50, or a 
difference of $2.90. At 60 cents the figure would 
thus be $17.40 per 1,000. A difference of 5 cents 
per hour would be $1.45 per 1,000 ft. B. M., up 
or down. 

With No. 2 we have $8.50 and $10.65. For a 
10 cents difference per hour this gives $2.15, and 
$1.08 for each 5 cents. 

It is again worth while to add the caution that 
these are cost figures without profit. 
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TABLE THIRTY-ONE 

Carpenter Labor 

Ft. Cost per M 
Description B.M. 40c 5Qc 

1. A block of (6) 2-story and base- 

ment flats, first story veneered 
with brick, rest covered with 
slate, with towers, dormers, and 
bays; all lumber '275 $11.60 $14.50 

2. Same if with plain fronts 375 8.50 10.65 

3. Two-story and basement brick 

schoolhouse, no flooring 400 8.00 10.00 

4. Three-story business building 475 6.75 8.45 

5. Heavy- warehouse, mill construction 550 5.80 7.25 

6. Plain 2-story warehouse, 2" flooring 

on roof, and plank under floors, 

all lumber except ^ upper floors 385 8.30 10.40 

7. A 6-story building with 3x14x22' 

joists, and covered with sheeting 

— all lumber on first 3 floors 550 5.80 7.25 

8. On 4th and 5th floors of same 

building with more framing to 

do, material hoisted with steam 400 8.00 10.00 

9. Joists, including sizing on an elec- 

tric light building (on above 

Nos. 7, 8 joists came sized) 400 8.00 10.00 

10. Plank floor in a warehouse 500 6.40 8.00 

11. Bridging, 2x4 150 21.30 26.65 

12. Bridging, 1 x 4 or 1 x 3 75 42.60 53.20 

13. Sleepers, 6x8 on 4 ft. centers, laid 

in sand in a shop 150x400' 750 4.25 5.30 

14. Plank floor on above sleepers 3" 1000 3.20 4.00 

15. Purlins on roof of same building, 400 8.00 10.00 

to 

60 ft. high 530 6.00 7.50 

16. Plank flooring on same purlins, 2" 460 7.00 8.75 

17. Sheeting for floors 800 4.00 5.00 

to 

1000 3.20 4.00 

18. Sheeting for roof of 6-story bldg. 500 6!40 sioO 

19. Sheeting on frame buildings 500 5 40 8.00 

"• " " " 700 4.50 5.75 
(If sheeting is laid diagonally add 
15 to 20 per cent, to labor.) 

20. Rafters for plain gable roof, 2 x 6 300 10.70 13.40 

21. Rafters for hip roof, 2x6 125 25.60 32.00 

22. Roof boards on plain gable roof 600 5.35 6.70 
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Ft. Cost per M 

Description B.M. 40c 50c 

23. Roof boards on hip roof 400 8.00 10.00 

24. Studding, 2x4 250 12.80 16.00 

25. Studding, 2 X 6 350 9.15 11.45 

26. Sill and plates, plain 6x8 320 lO.OO 12.50 

27. Sill gained for joists at 16" centers 107 30.00 37.50 

28. Warehouse platform on posts with 

heavy girders and joists 400 8.00 10.00 

to 
500 6.40 8.00 

29. Board fence, 1750 ft. long, 8 high, 

2x4 rails and sheeting — posts 

already in place 360 8.90 11,15 

TABLE THIRTY-TWO 

Labor on Floors 

Description Squares Cost per sq. 

30. Yellow pine, 3J4 face, laid on 

sheeting, putting down paper, 

smoothing joints only 2 1.60 2.00 

31. Same all through a 6-story bldg., 

but well smoothed and sand- 
papered 1^ 1.80 2.25 

32. Same laid on bare joists, no 

smoothing 3 1.10 1.35 

ZZ. Squafe edged 3^ x ^ maple on 

large shop bldg. 2\i • 1.40 1.75 

34. Y. P. 3^ face in warehouse 2^ 1.30 1.65 

35. Y. P. X 354 cut in between base, 

well smoothed and sandpapered 1^ 2.15 2.70 

36. Same iti small rooms 1J4 2.60 3.25 
(No quarter round used on 35 

and 36) 
Zl. Maple tongued and grooved, ware- 
house, 2^ face, no smoothing 2 1.60 * 2.00 

38. For houses and offices, well 

smoothed 2^4 1 3.20 4.00 

39. Same 1^ face x ^ ^ 4.30 5.40 

40. Smoothing old maple by hand 1 3.20 4.00 

41. Oak, best work, glued, smoothed 

and well laid with border 34 12.80 16.00 

42. Y. P. on under floor, 5^ face, no 

smoothing 2^ 1.30 1.65 

43. Same laid on bare joists 3j/^ .90 1.15 

44. Same on plain pitched roof 2 1.60 2.00 
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TABLE THIRTY-THREE 
Labor on Ceiling, Wainscoting, and Siding 

Description Squares Cost per sq. 

45. Wood ceiling on stores 1^ 2.15 2.70 

46. Wainscoting on schoolrooms, walls, 

3' high complete • 1^ . 1.80 2.25 

47. Plain 6" siding ly^ 1.40 1.75 

48. Drop siding with casings and cor- 

ners nailed on face 35^ .90 1.15 

49. Same with joints butted against 

casings and corner bds. 25^2 1.30 1.65 

TABLE THIRTY-FOUR 

5Q Shingling: Labor 

Plkin roof 2^ 1.30 1.65 

Fancy roof 1^ 1.80 2.25 

Plain side walls 1^ 2.15 2.70 

Difficult side walls 1 3.20 4.00 

TABLE THIRTY-FIVE 

Labor on Base 

Lin. ft. 

per man Cost per lin. 
for 8 hours ft. in cents 

51. Description 40c 50c 
In a bldg. with many pilasters y. p. 50 6j^ 8 
3-member hardwood, average number • 

of miters 50 6H 8 

On 6-story bldg. scribed to floor, one 

piece only, y. p. 80 4 5 

On 4-story bldg., birch, 1 piece, no fit- 
ting to floor which was cut in 
between 100 3^ 4 

Plain quarter round base 100 3}4 4 

TABLE THIRTY-SIX 
Labor on Doors, Windows, and Blinds 

52. Time* Cost of each 

40c 50c 

Window frames putting together on bldg. VA $0.60 $0.75 
Window finishing complete, pine, frame 

bldg., plainest kind 5 2.00 2.50 

Same in oak, plain 6^ 2.60 3.25 

Same in pjne brick bldg., plain 6j^ 2.60 3.25» 

♦ Hours on each for 1 man. 
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» 

Time* Cost of each 
40c 50c 
Same in oak brick bldg., plain 9 3.60 4.50 
30-light, lOx 14, no inside finish 7 2.80 3.50 
60-light, 10 X 14, no inside finish 10 4.00 5.00 
Transom fixed 1 .40 .50 
Transom hung 1 .80 1.00 
Door complete, including grounds, com- 
mon style with transom 10 4.00 5.00 
Door, birch, no transom 7 2.80 3.50 
Door, l)ine, no' transom, common l^ 5 2.00 2.50 
Door, swinging, pine, no hardware except 

hinges • 4 1.60 2.00 
Door, pine, schoolhouse, high, wide panel 

jambs, inside, transom 10 4.00 5.00 

Same in hardwood 13 5.20 6.50 
Pair of sliding doors complete, no 

framing of partitions, pine 32 12.80 16.00 

Same in oak 48 19.20 24.00 

Pair outside doors, pine, 6x8 complete 10 4.00 5.00 

Same in oak 14 5.60 7.00 
Railroad shop double doors, 12' 8" x 18' 

4" 32 12.80 16.00 

Sliding barn doors, 12 x 18, single 18 7.20 9.00 
Outside blinds, if fitted before frames 

are set, per pair ^ .30 .40 

Same after frames are set 1 .40 .50 

Plain inside blinds, pine - 3 ^.20 1.50 

Same, hardwood 5 2.00 2.50 

♦Hours on each for 1 man. 

TABLE THIRTY-SEVEN 

Shelving and Sideboards: Labor 

A large quantity of shelving in a storeroom ran 
to only 8 ft. per hour for 1 man. At least 12 
should be done. This is on the basis of dadoing 
in small compartments. Ordinary shelving can 

be put in at the rate of 30 ft. in an hour. 

53. Cost of each 

40c 50c 
Sideboard, ash, milVwork in knock down, 

8'x8' $52.00 $65.00 

Sideboard, oak, not so elaborate as first 40.00 50.00 

Sideljoard, pine 25.00 31.25 

Sideboard, fine 80.00 100.00 
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TABLE THIRTY-EIGHT 

Labor on Stairs 

54. Cost of each 

Two flights on schoolhouse 6' wide, y. p. plain $26.00 $32.50 

Three flights, oak, 5' wide, good stairs 94.00 117.50 

Three flights, oak, 4' wide, better quality 120.00 150.00 

Box stairs, 1 flight, pine 10.00 12.50 

Box stairs for cellar or attic with winders 11.00 13.75 

Plain stairs for a 6 to 8 room house, pine 25.00 31.50 

Same for a 9 room house in oak 40.00 50.00 

The following useful tables were supplied me 
by Mr. Henry Ferge, contractor, Milwaukee. It 
will be noticed that there is no allowance for 
extra joists, or anything of that kind, but the 
exact amount is given. Thus, in a room 10 x 10 
we need 11 joists at 12 in. centers, but there are 
only 10 in the table. Therefore allow doubles 
where required, as under partitions, at stairs and 
chimneys, and other extras. No labor is included, 
but material only. Allow labor at $8 to $10 on 
joists, for a 40 cents per hour rate; and $10 to 
$12.50 for 50 cents per hour. Quantities are 
given. Thus, a square of 2 x 10 set 20 in. centers 
has exactly 100 ft. board measure (B. M.) in it. 
A building 20 x 100, inside sizes, with 2 x 10 
joists set 20 inches on centers would have 2,000 
ft. B. M. But the joists would have to be longer 
to rest on the walls, and 22 is the next size. This 
means really 22 squares, so far as cost of lumber 
is concerned, or 2,200 ft. B. M. It is thus easy 
to get the exact number of feet for any size of 
building, but whatever extras' are required for 
doubling, etc., have to be added. Prices are given 
from the lowest likely to be used to the highest. 
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Note. — If material in these tables costs more 
than the rate of $35 the new total is easily found 
by simple proportion or by doubling. At $70 the 
total would be twice the $35 figure; and if ^23, 
for example, costs $5.08 for a square, then $43 
would run to $9.50. 

See Index for joists, flooring, siding, etc., to get 
labor on tables, and allow anchors, nails and 
profit at the end of the final estimate. 

Backward. — We have been anticipating a little, 
and putting down the oak floors, as it were, be- 
fore the roof is on, but the idea was to put all the 
large tables together. We can now go back to 
the joists. The ordinary floor ones may be priced 
as already shown, but we have to consider ceiling 
joists, collar beams and such special members. If 
there is a good sized span of them the price can 
be figured out as for the floor joists. Or the 
lineal feet may be taken, and the lumber bill 
estimated. 

There is a table in "The New Building Esti- 
mator" made out on the 22 square basis. Quoting 
from that we find as follows : 

TABLE FORTY 
Lineal Feet of Joists to the Square 

At 12" centers 108 At 20" centers 68 

At 16" centers 83 At 24" centers 58 

At 18" centers 75 

From this table the number of feet B. M. miay 
easily be obtained according to size. For ex- 
ample, there might be 10 squares of collar beams. 
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2 X 4 set 16 in. centers. That would make up 830 

lin. ft, or 554 ft. B. M. 

40 cents 50 cents 

Lumber, 554 ft. at $24 $13.30 $13.30 

Labor at $12 and $15 6.65 8.31 

Nails .20 .20 



$20.15 $21.81 

This is a cost price without anchors or profit 
of $2.02 at a 40-cent rate; and $2.18 for 50 cents 
per hour. But it is for the plainest work. 

With short cuts, angles and fitting the labor 
might easily be 50 to 100 per cent, higher. Never- 
theless, no matter if the most difficult work was 
figured on this basis, some one would have a 
lower bid. It often seems that frame bouses are 
taken at $1 a day for the contractor. 

Sleepers. — The supports for the floor in the 
basement are joists, in a sense. The amount per 
day is set at 400 ft. B. M. for 2 x4 stuff, and 1,000 
for 6x8. This is for two men in an 8-hour day. 
But, as often happens, we have to qualify: In 
some cellars and basements 400 ft. would have to 
be cut in two. 

The other side of the question comes with the 
6x8*s. We put them down on a shop 150x400 
ft. at the rate of 1,500 to 1,600 ft. B. M. per day 
for two men, while only 1,000 is given above. But 
it is not often that a floor of such size and 
straightness has to be laid, and a small one could 
not be handled so quickly. Both with light and 
heavy sleepers the surroundings have to be con- 
sidered, and a "gamble" made at the number of 
feet that can be put in place. 
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Walls. — By looking back at the labor table it 
will be noticed that No. 1 was put up at the rate 
of 550 ft. for 2 men in a day. This takes in 
all lumber. Possibly 600 might be done; and 
other contracts carried through in cold weather 
might total up only 450. For a general guide to 
walls, etc., this will serve. But with the square 
method we have to take the walls by themselves. 

Studs. — Some of the difference in bids on 
frame houses would be done away with if all had 
to make solid corners around walls and ceilings. 
This takes lumber, and also labor. It is cheaper 
to let the lath run through. 

On partitions it takes about a stud to the foot, 
when set at 16 in. centers, ind plates besides. 
On walls, not quite so many are needed, but more 
than is generally allowed. The easiest way to 
figure 2x4 studs on outside walls, set 16 in. 
centers, is to get the exact surface of the wall 
in square feet, including gables, and everything 
else, and then allow % of that in Board Measure, 
for studs, plates, and ribbon strip, complete. 
Some go so far as to say that the whole surface 
should be considered covered with boarding, 
which should then be reduced to 2x4's. For 
ordinary work % will be enough. 

Example. — Take a house measuring 124 ft.' 
around the walls, and 22 ft. from the top of the 
sill to the top of the wall plate. The area is 2,728 
sq. ft. Assuming that gables and dormers have 
300 sq. ft. of walls, the total is 3,028 sq. ft., or 
30.3 squares. Allowing % for studs gives 80 ft. 
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TABLE FORTY-ONE 
Cost of a Square of 2" x 4" Studs, at 16" Centers 

40 cents 50 cents 
80 ft. B. M. at $24 $1.92 $1.92 

Nails .15 .15 

Labor at $15 and $18.75 1.20 1.50 



$3.27 $3.57 

This figure does not include any sill. 

Average. — On some long plain walls a figure 
of $12 per 1,000 on a 40-cent rate is enough, and 
$15.00 at 50 cents; on the cut-up kind with bay 
windows, stair extensions, and projections at all 
corners, the cost might be $20 to $30 per 1,000. 
It should be remembered all through that on No. 
1 with towers and dormers the cost per 1,000 for 
labor on a 40-cent basis was $11.60, but this was 
not for studding alone. All lumber was included. 
At 50 cents per hour the figure is $14.50. 

If a wall is set at 12 in. centers the allowance 
should be increased in the proportion of 3 to 4. 
But this style can be handled a little easier, as 
there is less moving around. There is also a 
slight decrease with plates. 

But there is a word of caution required here: 
The figures given above for wall studs, and for 
rafters and partitions farther on, are merely for 
the plainest work under the best conditions. As 
a matter of fact, the cost is so small in compari- 
son to the total Carpentry that one can allow a 
better price of the framework without getting far 
out of the way. 

When I made valuations of all kinds of railroad 
buildings for the State Railway Commission of 
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Nebraska, and there was so much detail I had to 
follow the square method most of the time, ex- 
cept on the large and heavy shop structures. 
When I came to walls, roofs, and partitions I 
allowed a much larger unit price than is given 
here, especially on cut-up work. 

I sent in valuations for over $5,000,000 worth 
of structures. 

For a wall with 2x6 studs the figures should 
be increased about 45 per cent. The nailing is 
practically the same as for a 2 x 4 one, the ribbon 
strip is the same, and the material does not re- 
quire quite 50 per cent, more time to handle it. 
When we come to sheeting, paper, siding, and 
paint the cost is the same for both. 

TABLE FORTY-TWO 
Cost of (1) Square of Wall with 2x4 Studs Set 

16 In. Centers 

116 ft. B. M. sheeting at 127 

Nails 

Labor at $8 and $10, plain work 

Paper 

Siding, 6", at $35 (120 ft.) 

Siding, nails 

Siding, labor with corner boards 

Studding at 16" centers 

$14.22 $15.29 

Changes. — If prices are different it is easy to 
fill in the figures to suit. If 4 in. siding is used 
the quantity may be found from the tables 
already given. The labor on the 4 in. is worth 
about $1 per square more than on the 6 in., and 
this is on the basis of corner boards above. If 
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mitered corners are used add $1 more for labor 
on either style. If there are many corners this 
might not be enough. If sheeting is angled allow 
as already set down ; if 2 x 6 studs are used, add 
for them. A really good frame wall is expensive. 
Paint is not included above. 

Roofs 

Method. — I have wasted a good deal of tinle in 
taking off roof areas in the common way of figur- 
ing each slope from the roof plan or the eleva- 
tions. The roof plan is safer, as each plane can be 
seen and marked off. Much time and drudgery 
will be saved by using the method described 
below. 

But the first thing in taking up a plan is to 
decide what the estimate is for — whether merely 
for a bid or with the certainty of getting the con- 
tract. If one is sure of the job, it is best to take 
the actual lengths of all dimension lumber and be 
done with it. If for a bid, the quicker method 
should be followed. Of course, here as all through 
a building, if any extra long lengths are required 
a special note has to be made to raise the price. 
For the ordinary roof, 12, 14, 16 and 18 ft. lengths 
suit, and the price is reasonable. 

Rule to Get Area of Roof 
Get the exact number of square feet over the 
walls and add percentages as follows : 

For V2 pitch, 42% For ^ pitch, 25% 

"For Vi pitch, 20% For Y^ pitch, 60% 

For ^ pitch, 12% For ^ pitch, 80% 
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Pitch. — The pitch of a roof is taken thus:* A 
house 24 ft. wide over the walls and with a ridge 
1.2 ft. high above the level of the wall plates, is 
said to have a half pitch ; with 8 ft. of a rise the 
pitch is a third ; with 6 ft. a fourth, and so on. 

No matter how many slopes there are, or what 
is the size of them, the rule ^w^ill hold. 

If the projections are all regular on the main 
roof they can be taken in as w^ll, to begin with, 
only they are sometimes not regular. The pro- 
jections 'of the dormers or anything that cuts 
through the roof cannot be included. The main 
roof can be taken in one operation by measuring 
out to the level of the eaves, or the "plan," and 
also the overhang 6n the end. 

The reason all through is that the slope on a 
certain pitch, no matter what, will cover a certain 
area on the level. Thus 100 sq. ft. on the level 
needs on a J4 pitch slope 142 sq. ft. to roof it 
over. This is a valuable rule to any builder, and 
it is always safe. Why trouble taking off areas 
in the old and slow way? 

If there is a deck the area of the roof can be 
deducted in the proportion of 142 roof to 100 deck 
on a J4 pitch. 

Example. — Suppose we have a plan 40 x 22 ft., 
and an L extension, 8x 16 ft. The area is 1,008 
sq. ft. The area of the roof strictly plumb with 
the outside of the walls will be for J4 pitch, 1,432 
sq. ft.; for 1/3, 1,210; for J4, 1,129; for ^, 1,815. 
Add projections. But now let us take a Yz pitch 
\o illustrate the deck area. 
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If there is a deck on this house 7x8 ft, that 
means 56 ft. on the level and, in the required pro- 
portion, 80 sq. ft. on the rake. Therefore 80 must 
be deducted from the shingle or slate surface be- 
fore adding the projections. 

Example 2. — But take again, a building 60 x 24 
ft., with a Yz pitch roof. Assume that the cornice 
projects 2 ft. on the level over the side walls, and 
also over the gables. The total area on the plan 
would be 64x28, or 1,792 sq. ft. Adding 753 sq. 
ft., for the 42 per cent., makes thie total roof area 
2,545 sq. ft., or 25^ squares, as it would be 
figured. This includes all offsets, gables, and 
angles, even on a cut-up roof, but does not in- 
clude projections of dormers, etc., because a 
double roof is used there — the one projecting over 
the walls of the dormer, and the main roof direct- 
ly below, running in to the walls. In other 
words, this system, for any pitch, will include the 
total surface once, clear out to the edge of the 
cornice all around, regardless of shape of plan, 
but will not take in any duplications. 

Any pitch of a roof may be treated in the same 
way. Find out how much on the rake 12 in. on 
the level needs, and arrange in the required pro- 
portion. A carpenter sees that when he sets up a 
square and finds that from 12 to 12, which is a J/^ 
pitch, the distance is 17; and 142 is to 100 as 17 
is to 12. Of course, fractions are not given nor 
required. The length from 12 to 12 is really 
16.97, but all carpenters use 17 in. 

The Figs. 6 to 10 will help some to understand 
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the principle better. Fig. 6 represents the plan 
of the plain ordinary roof on a house with a gable 
at each end. The houSe inside of the dotted line 
is 26x 30, or 780 sq. ft. But the cornice projects 
2 ft. at each end, and also the same on the level 
at the eaves — on the level, not the rake. This 
makes the entire roof 30 x 34 looking down upon 
it from above, or in plan, as it is said. The total 
area is therefore 1,020 sq. ft. Adding 42 per cent. 
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Fig. 6. Plan of Roof Figs 7. Plan of Roof 
for a J4 pitch we get 1,448 for the complete roof. 
By the square root method the total is 1,442. No 
one expects mathematical exactness in taking off 
such areas. The method given above is much 
more exact than the detailed one is likely to be. 
Of course, on such a plain roof the best way is 
just to measure the length of the sides and multi- 
ply by the 34 ft. 

On the third pitch we have to add 20 per cent., 
or 204 sq. ft., making in all 1,224. We get the 
same figures by square root. 

On the fourth pitch we add 12 per cent., or 122 
sq. ft., equals in all an area of 1,142 sq. ft. The 
square root total is 1,139. 

Fig. 8 shows the three pitches. 
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Coming to Fig. 7 we see the advantage of this 
method of taking off areas. It is not really re- 
quired on such a roof as shown in Fig. 6. In this 
plan the building line is shown solid, and the 





Fig. 8. Pitches Fig. 9. Elevation 

projections are dotted. The dotted projection at 
the dormer shows why all such duplications have 
to be added extra. The main roof directly below 
the dormer projections is necessarily included in 
the first total, and when a roof above a roof is 
built it has to be added extra. Fig. 10 shows this 




Fig. 10. Side Elevation 

at A and B. The slopes at Bare taken in by the 
first main estimate, for 42 per cent. — in the case 
of a J^ pitch roof — is added for all the area, and 
therefore the dormer projections at Fig. 10 must 
be included in addition. 

Fig. 7 shows the same plan, 26x30 inside the 
wall line, and 30 x 34 over the cornice. There is 
also an L, 8 x 12 wall line, and 8 x 16 over the 
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cornice. Fig. 9 shows the elevation without the 
cornice. A contractor taking off the area for a Yz 
pitch, as shown here, and following the foregoing 
method, would simply multiply 30x34=1,020,' 
and add 8x 16=128, making a total of 1,148, plus 
42 per cent, for the rise, 482 sq. ft., equals in all, 
1,630 sq. ft. Adding 36 ft. for a narrow cornice 
at the dormer the roof area for this pitch is 1,666. 
Change of Pitch. — But some roofs have a reg- 
ular pitch almost down to the wall plate, and then 
change to a flatter one, and for this reason it is 
sometimes better to estimate the area strictly to 
the wall line and add the projections of the main 
and dormer cornices separately. This is especially 
the case with wide cornices, if they are not reg- 
ular in pitch. 

TABLE FORTY-THREE 
Board Measure to Square of Roof for 2x4 Rafters 

12" centers 81 ft. 20" centers 51 ft. 

16" centers 68 ft. 24" centers 41 ft. 

18" centers 58 ft. 

The table includes rafters only — no ties or any- 
thing else. It is made out for ordinary roofs to 
save the trouble of taking off the lumber. If the 
40 slope kind are being figured, the best way is 
to suppose the entire roof covered with board 
measure. There is a good deal of waste in this 
kind. The plainest plan really requires only half 
the area covered with board measure for 2x4 set 
16 in. centers. There is no doubling of studs for 
corners or openings, no wall platts doubled, and 
no solid corners for lath, as in a wall. 
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TABLE FORTY-FOUR 

Cost of a Square of Roofing 

40 cents 50 cents 

r X 4" set 16", 68 ft. B. M., at $24 $1.63 $1.63 

Nails .15 .15 

Labor at $18 and $22.50 1.23 1.53 



$3.01 $3.31 
This is for a plain ordinary roof. The one with 
40 slopes cost $6 per square for rafters only, but 
they were 2x6. This would put the 2x4 style 
at $4, and this shows that there is a difference 
between roofs. It must be remembered that this 
is for rafters only. 

Extras. — Collar beams, ties, and such members 
have to be added. Allow at $15 and $20 per 1,000. 

TABLE FORTY-FIVE 
Shingle Quantities per Square 

At 4" to weather 990 and 1012 
At W2' to weather 880 and 900 
At 5" to weather 790 and 800 . 

The first allowance is for the plainest roofs ; the 
second for cut-up ones. There are many qualities 
of wood shingles, and two thicknesses — the ordi- 
nary one of 6 to 2 in. at butt, and the 5 to 2 in. 

TABLE FORTY-SIX 
Cost of Roof Per Square 

40 cents 50 cents 
2" X 4" rafters, as per table 
116 sheathing at $27 
Nails 

Labor at $10 and $12 
Wood Shingles, 880 at $5 per M 
Labor (2 squares in 8 hours, 1 man) 
Nails, galvanized or zinc coated 
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This is for a plain roof, and without profit. 
Instead of $3.31 for the f afters a figure of $4 is 
not so very high. A house 30 x 30 over the walls 
has about 17 squares on a J^ pitch; this makes a 
difference of only $12 on the entire rafters. 

On the roofs of 40 slopes the labor would run 
from 50 to 75 per cent, more than on the $3.31 
roof. Change for any other roof covering. 

Partitions 

Take off the lineal feet from the plan, and check 
each one with a light pencil mark to show that 
it is included ; or take them the long way of the 
building first and then the short way. 

Reduce the lumber to board measure, one stud 
to the foot, for 16 in. centers, an4 add the labor 
at from $8 to $10 on a 40-cent basis, and $10 to 
$12 at 50 cents per hour wages, depending upon 
the angles, etc. 

Example. — Take a partition 100 ft. x 10. There 
would be 100 studs 2 x 4 x 10, and 200 lineal for 
plates on an ordinary partition, not supporting 
joists. This is a total in B. M. of 800 ft. 

TABLE FORTY-SEVEN 
Cost of Ten Squares of Partition 

40 cents 50 cents 
800 ft. B. M. at $24 $19.20 $19.20 

Nails, 20 lbs. .60 .60 

Labor at $9 and $11 7.20 8.80 

$27.00 $28.60 
This is $2.70 and $2.86 per square. Some com- 
mon partitions would cost less. With long 
straight stretches, $7 to $9 would be enough for 
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labor. Much depends upon the quality of the 
work. When doubling is done, openings trussed, 
corners made solid, and base nailings put in, it 
takes much more time to put up a partition than 
when the work is done in the way we see too 
often. 

Grounds. — Allow 2j4 cents per lineal foot for 
labor and material on wood studs ; and 4 cents 
for brick. For wainscoting allow from 3j4 to 4 
squares per 8-hour day for 2 men for labor, when 
the plugging is done in masonry. On wood, 5 
squares can be done. 

Furring. — For 1x2 set on 16 in. centers allow 
4 squares per day for 2 men. On ceilings, 1 x 2, l2 
to 15 squares ; 2 x 2, 10 to 12. The lumber is easily 
figured at whatever centers it is at. On the 1x2 
allow 10 per cent, ior waste, unless the material 
is sound. 

Porches. — Some take them by the square feet, 
and others take off the lumber in the usual way. 
Whichever way is adopted it is best to put the 
plain work in with the rest of the house, and then 
make an extra allowance for the special work in 
a lump. A contractor who has had some experi- 
ence among porches can make a good guess at 
how long it will take to put on the extras. 

On one 6x22 ft. without rail 2 men worked 5 
days, but this included making all the posts, and 
getting out the cornice lumber. The floor was 
already in place. This porch was of the plainest 
description. 

On another 6 x 30 ft. the time was 7 days. The 
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square paneled posts on it were made by hand. 
Figure up everything that can be figured, and 
then guess at the rest. 

Cornice. — It used to be that a fair width was 
2 ft. ; now we have 4 ft. Before deciding how 
long a time is required the width must be first 
settled on. 

For the ordinary cheap cornice, known from 
the Atlantic to the Pacific, set the labor for 2 men 
at 40 to 50 lin. ft. in an 8-hour day. For the wide 
ones, take off thje ceiling underneath and allow 2 
squares per day for 2 men. If above the rafters, 
take % of the flooring time. By detailing out the 
work in this way a fair idea of the hours can be 
arrived at. 

Smoothing Floors by Machines. — In the tables 
the time is given for this work by hand. Here, 
we shall say a little about the machines. 

There are two kinds — ^hand power, and motor 
or gasoline driven. The hand power ones for 1 
man can clean from 6 to 10 squares per day ; the 
others from 20 to 30. A lower rate should be 
figured on : From 2 to 3 cents per square foot for 
machines. 

The hand machines cost about $50 ; the others 
from $200 to $600. 

Pantries. — There are many different rooms and 
fittings known under this name. Allow from 1 to 
4 days for 2 men. 

China Closets from 2 to 6 days. Neither on 
pantries nor china closets can any guess be made 
without knowing what the details are. 
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Cost of a Sun Parlor 8 x 12 Ft. 

Sun parlors are often built against the side of 
an existing house, and only 3 new walls are 
needed. Thie one is figured on such a basis. The 
door is supposed to be already in place, and is 
therefore not allowed. If a new door is required 
it must be added to the total. For the door, 
jambs, casings, hardware, labor and painting at 
least $12 would have to be allowed; and such a 
door might be chosen as would cost $60. If the 
studs came in the right place a day would be 
enough to cut out the opening, and another to 
put in new studs, trim up the siding for the jambs, 
and make all secure. But there might be so much 
plaster knocked oflF as would mean patching, and 
an entire room to be repapered^ Say, $12 for 
door, and $8 for cutting wall. 

The parlor is supposed to stand out 8 ft. from 
the house, and the 12 ft. run the long way. On 
each side two full hung windows are put in, and 
four on the front. 

TABLE FORTY-EIGHT 
Detailed Estimate of Cost of Sun Parlor 

Excavation, 6 yds. at 40 cents $2.40 

Brick, 2400@$12 28.80 

Sill, 6x6 3t 28=84 ft. $25 and $25 (Material and 

Labor per M) 4.20 

5 joists 2x8x 12 ] 

40 lin. ft. 2x4 plate f $24 & $11 ( M. & L. per M ) 4.03 

241in.ft. 1x4 bridging, 115' J 

Shiplap for angle under floor, 120 ft., $24 and $6 3.60 

50 lbs. tar paper and laying 1.20 

13 studs 2 x 4 x 10 1 

150 lin. ft. plate 2x4 } $24 and $12 8.64 

80 lin. ft. studs, 2 x 4, 240 ft. J 
1 square of 2 x 4 ceiling joists 2.00 
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Detailed Cost — Continued 

1.8 sqs. of roof, rafters, sheeting, shingles, $14 25.20 

64 sq. ft. of ceiling soffit, 80 ft. B. M. $35 6.00 

36 lin. ft. of cornice 7.20 

180 ft. B. M. sheeting on walls $24 and $6 5.40 

30 lin. ft. outside base and watertable 3.00 

30 lin. ft. window sill and mold below 3.00 

30 lin. ft. window lintel band 1.50 

2 pr. corner bds., and 2 half cor. bds., $3 and $2 5.00 

85 sq. ft. flooring 9.00 

8 window frames and sash for oil finish 48.00 

8 sides of finish for same 6.00 

Labor on above 16.00 

40 ft. of picture mbld 1.20 

40 ft. lin. of base 4.00 

Furring old wall 2.00 

^ Plastering, inside, 35 yds. at 40 cents 14.00 

Painting, including floor, but no plaster 14.00 

Hardware for windows, etc. 10.10 
Plastering, outside, on expanded metal lath, 18 yds. 23.50 



$258.97 

After allowing a profit one might say that $300 
is about right. It seems a high price. I have 
built a little cottage for $500, with a shingle roof, 
three or four rooms with pantry, set on a light 
brick foundation, plastered, painted and finished. 
We became so accustomed to low prices that we 
are still astonished at the present high ones. 
Lumber was $15 instead of $25 and up, car- 
penters' wages were 30 cents instead of 45 to 55 
cents ^nd bricklayers got 35 to 40 cents instead 
of 65 to 80 cents. 

In order to keep down the total the 40-cent 
rate of wages per hour is used, as much of this 
work is done in country towns and in the South, 
where wages are lower than in northern cities, 
but even thus "cut to the bone" we see a higher 
price than is desirable. If masons, plasterers, 
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carpenters, painters and others get the highest 
wages, what then ? The labor might be increased 
from 50 to 75 per cent. 

But that is not all for this modern luxury — we 
still require fly screens. I like the ones that cover 
the entire window. Unpainted, the cost is about 
8 cents per square foot delivered. Each window 
would cost $3.50 or $28.00 additional to the total. 

Electric light or gas would also have to be ex- 
tended. With a "stylish" fixture this means more 
money. If a rug is bought to correspond another 
dip is made in the bank account. 

Then the finish of the old room has to be con- 
sidered if a new opening is cut. It may be that 
the style of Asings, etc., is not now sold, and a 
special running has to be made. 

A yellow pine floor was figured. If an oak one 
is wanted, that means more expense. If pressed 
brick are put on the outside the cost has to be 
added. So on it goes. A plasterer and painter, 
for example, have to make two or three attacks 
on this little fort, for they have to wait till their 
work dries. Thus their price has to be higher 
per yard than for a large building. 

Putting the cost at $300 this is $3.13 per square 
foot of floor, and 76 cents per square foot of wall 
surface. It would be the easiest thing in the 
world to make even such a small parlor cost $400 
at city rates of wages now. The cornice might 
be run over 4 ft. instead of 2, and oak floors, 
pressed brick, plate glass, and shades to match 
would do the rest. Our modern high prices are 
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discouraging; customers think they are robbed, 
but contractors know better. 

Enclosing Porches. — This method of getting a 
sun parlor is becoming very fashionable. It is a 
good plan. It really makes a new room. 

The old style porch is too narrow for this room. 
At least 6 ft. is required, and 8 ft. is much better. 
Many porches are now built 10 ft. wide. 

One of the great advantages of square hollow 
posts is that they can be used for window boxes 
without change. 

Let us assume that we have a porch 8 ft. wide 
by 21 ft. long with 8 in. square posts on the cor- 
ners and one in the centen How much will it 
cost to enclose it with glass ? * 

On the ends we can use 2 full windows, and on 
the front 3 to a space. The door space has to be 
divided differently. We can put in a sash and a 
door. 

TABLE FORTY-NINE 
Cost of Enclosing a Porch 8x21 Ft. with Glass 

36 ft. of continuous sill 2 x 10 $3.00 

72 ft. mold below same 1.00 

36 ft. lin. plain band on inside below sill .60 

2 square door posts 4.00 
9 window frames and sash complete, with stops, oil 

finish 50.00 

1 glass door with transom, tr. bar, and stops 6.00 

6 ft. porch rail at sides of door 2.40 

100 ft. B. M. ceiling for present rail on outside 3.60 

Hardware for doors, windows, etc. 12.00 

Painting new work only 15.00 

Carpenter labor complete 36.00 

Profit 26.40 

$160.00 
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The rail is supposed to be in place, but open. 
We have to ceil it up. 

The carpenter labor and profit are too low, but 
such work is often done by a carpenter himself, 
who makes wages out of it at a lower price, but 
the owner has to watch that no helpers are hired. 
In case of accident or death this might mean a 
verdict of $5,000 to $40,000. In my "Contfrac tors' 
and Builders' Handbook" there are several of that 
size noted. The owner is held liable as well as 
the carpenter who employs the men. 

The cost per square foot of wall is about 54 
cents in this case, and $1 per square foot of floor. 
A much larger surface is obtained for less money 
than on the sun parlor. Electric light and screens 
are not included. 

Review 

1. Why do extra long timbers have to be listed 

separately ? 

2. What is the safest way of estimating labor on 

ordinary lumber? 

3. Name another system. 

4. What labor time is required on the various 

parts of woodwork in a building? 

5. An important difference is made between the 

actual surface covered, and the amount 
ordered from the lumber yard or mill? 
Why is this? 

6. If a space is 21 ft 4 in. what length has to 

be ordered for a joist? 

7. What are solid corners in walls, partitions, 

ceilings, etc.? 
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8. How is the area of roofs found? Is there a 

short rule for this? 

9. Can the number of feet in board measure be 

approximately determined for rafters ? 

10. What is board measure? 

11. How many shingles are required to a square? 

12. What is a square in building measurement? 

13. Which is the better way of smoothing floors? 

14. State the cost of a sun parlor, and the length 

of a string. 

15. Is liability insurance now more necessary 

than ever in building work? 

16. Should the labor figures in this chapter ever 

be changed? 

17. Where should profit be put in an estimate? 

18. What decides the "pitch" of a roof? 



CHAPTER VII 
Millwork and Glass 

The estimator should have a millbook and a 
discount sheet. Most wholesale dealers hand out 
books to contractors. The mail order houses also 
send out catalogs and price lists. 

Glass. — The prices of some selected lights are 
given here. They are without putty, and unset. 
S. S. means single strength, and D. S. double 
strength. 

TABLE FIFTY 
Glass Prices 

Size Price S.S. 

8 X 12 5 cents 

10x18 10 cents 

10x24 13 cents 

12x16 10 cents 

12 X 24 17 cents 

12x32 24 cents 

14 X 16 12 cents 

14x30 27 cents 



Size 
16x20 


Price S.S. 


Price D.S. 
$0.26 


16x30 




.46 


18x32 




.53 


18jc52 


68 


.95 


20x36 


.50 


.71 


26x28 


,*,,,, .31/ «••••• 


.71 


30x36 


. • • • ./o ...... 


1.09 


32x40 


1.03 


1.39 


36x36 


1.03 


1.39 


40x40 




1.66 


44x46 




2.48 


48x52 




3.90 


50x54 




4.91 
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Setting. — About 20,000 lights on large railroad 
shops were set for the low price oi 1% cents each. 
The man who set them supplied no material, like 
putty or points. For every 25 lin. ft. of putty 
allow 34 lb. 

Plate glass is set for about one-tenth of cost. 

For a single light of glass SO cents might be 
required for labor setting. Then, it might be 
several miles away from the shop. It is more 
than the actual cost that has to be considered. 

Plate. — Cost of a plate 10x24 is 50 cents; 
10x72, $2.53; 36x72, $9.51; 48x48, $8.27; 
60 X 96, $22.00, all unset — say, 55 cents per square 
foot on average sizes. 

Leaded Glass. — Common, no color, from 50 
cents to $1.00 per square foot; leaded beveled 
plate from $1.50 to $3. 

Plain Wire Glass 20 to 23 cents per square 
foot; polished wire like plate, 60 cents on small 
sizes to $1.25 on large. 

Ribbed Skylight 10 to 15 cents per square foot, 
J4 in. thick. 

TABLE FIFTY-ONE 

Sand Blast Art Lace Designs 

22 X 58 to 20 X 56 each, $2.25 

20x42 to 24x46 each, 2.00 

22 X 30 to 28 X 34 each, 1.75 

Geometric Chipped and Ground Glass 

Per square foot 45 cents 

Colored and Fancy Glass 

Chipped, single process, per sq. ft 15 cents 

Chipped, double process, per sq. ft I ... 18 cents 

Rolled Cathedral, per sq. ft 18 cents 
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Radiant, per sq. f t 25 cents 

Maze, per sq. ft 18 cents 

Moss or Syenite, per sq. ft 18 cents 

Ondoyant or Riffled, per sq. ft 18 cents 

Irridescent, per sq. ft 25 cents 

Enamel Glass 

Semi-Obscure, per sq. ft 20 cents 

Full-Obscure, per sq. ft 25 cents 

TABLE FIFTY-TWO 

Sash Prices 

(For Cellars, Attics, Transoms, etc.) 

The ordinary sash come glared single strength. 

The size is given over all, and not the glass size. 

The thickness is 1^ ; for 1^ add 75 per cent, of 

the open price. 



ONE LIGHT 
Size 

30x16 

32x20 

34x24 

42x20 

34x36 

40x44 



Open 
$0.26 
.32 
.45 
.47 
.60 
1.00 



Glazed 

$0.55 

.70 

1.10 

1.15 

2.55 D.S. 
3.20 D.S. 



TWO LIGHT 
Size 

48x14 

54x20 

60x24 

66x18 

66x30 

72x34 



Open 
$0.53 

.65 
.75 
.75 
.87 
1.10 



Glazed 
$0.95 
1.50 
1.85 
1.70 
2.55 
3.40 



D.S. 
D.S. 



TABLE FIFTY-THREE 
Cost of Ordinary Check Rail Windows 



Size 
16x30. 
18x40, 



2-Light, l%y No Frames 

Open Glazed 

$0.50 $1.00 S.S. 

.75 1.90 and 



$1.40 
2.45 



D.S. 
D.S. 
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22x48 


1.05 


2.85 and 


3.60 D.S. 


26x30 


.55 


1.50 and 


1.95 D.S. 


28x36 


.65 ... 


1.95 and 


2.55 D.S. 


28x48 


1.15 


3.80 and 


4.80 D.S. 


30x50 


1.25 


, 3.85 and 


4.90 D.S. 


34x36 


1.00 




4.30 D.S. 


36x50 


1.65 




7.55 D.S. 



TABLE FIFTY-FOUR 
4-Light, as above 

Size Open Glazed 

lOx 16 $0.40 $0.75 S.S. 

12x24 47 1.05 S.S. 

12x48 1.15 2.85 S.S. 

14x32 65 1.55 and $2.30 D.S. 

15x34 80 2.25 and 3.05 D.S. 

15x48 1.25 3.65 and 4.80 D.S. 

TABLE FIFTY-FIVE 

8-Light, as above 

Size Open Glazed 

9x 12 $0.45 $0.85 S.S. 

10x20 80 1.80 S.S. 

12x 14 55 1.12 and $1.45 D.S. 

14x24 1.20 2.90 S.S. 

For 1 J4 add 75 per cent, of the price of the open 
l}i window to either open or glazed, but 10 per 
cent, additional to the total for a glazed window. 
For oil finish work add 20 per cent, to the total. 

Example.— A 16x30, 2-lt., 1% is listed above 
at $1 glazed. For an open 1^ add 75 per cent of 
the open 1^, which is 37>^ cents. Allowing 38, 
the amount is 88 cents open, $1.38, plus 10 per 
cent. (14 cents, in even figures), $1.52, for 1^ 
glazed. For oil finish add 30 cents, $1.82. "Oil 
finish** means left "in the white," ready for 
painter. Ordinary sash get one coat of paint at 
mill. They would not suit an "oil finish" job. 
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The above openings may be filled in the regular 
way with 2 hung sash to an opening, or the whole 
window may be in one piece with a division bar 
in place of the check rail. The single sash style 
costs from 10 to 15 cents more than the usual 
style. (Table 56.) 

In all cases the large light is plain D. S. glass. 
If plate is wanted add as noted. 

The variation in price is owing to the style of 
finish usually in the upper sash. Thus, Nos. 1 
and 2 have leaded glass divided into 57 pieces, 
the first one straight and the second curved; 3 
and 4 have art glass ; 5, 6, 7, 8, 9, have lace glass ; 
10 and 11 have beveled plate set in lead. The 
prices are for sash only, and not for frames. 

TABLE FIFTY-SEVEN 

Window Frames, 1% Casings, 1% Sash 
(Not nailed together) 

Box 
Opening Price Frames 

2-^ys X 5—8 and under $1.65 $2.35 

2—8^ X 8-^ and under 2.15 3.00 

3—0^ X 5—8 and under 1.85 2.50 

3— 6^ X 8— 8 and under 2.25 3.10 

4—Sys X 6—8 and under 2.20 3.10 

6—Oys X 8—8 and under 2.65 3.80 

Window frames are nailed together at the mill 
for about 30 cents each. Elsewhere allow 60 cents 
for a frame building, and 80 cents for a box 
window. 

If the sash are 1^ instead of the standard 
thickness of 1^ add from 15 to 25 cents per win- 
dow, for the frames only. 
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No pulleys are included with the frames. The 
plainest kind cost 25 cents per frame at the mill ; 
but much more if set by hand. 

Plain drip caps are figured. If molded ones are 
wanted add 20 cents. 

TABLE FIFTY-EIGHT 
Complete Cost of a Plain Window 

1 Window frame for 1^ sash , $1.73 

Extra for 1^ plain drip cap frame .15 

Extra for 1^ outside casings • .15 

Extra for ordinary pulleys and setting at mill .25 

Nailing frame together at mill .25 

Sash, \H 3.28 

Sash, extra for 1^ .97 

Sash, extra for oil finish, 20 per cent. .85 

Inside casings, stool, apron, and stops 1.00 

Hardware complete 1.00 

Carpenter labor complete, 5 hours@50c 2.50 

$12.13 

Data. — A window, 2-lt., 32x36, D. S., is 
given. Profit is not allowed here any more than 
anywhere else unless stated. For a box frame the 
difference would have to be added. Pine sash are 
allowed. 

Storm Sash are the same price as the 1^ win- 
dows to which they correspond in size — that is, 
the one storm sash, Ij/i thick, costs the same as 
the two sash 1^. 

Cost of Doors 

For ordinary doors a square foot price is given 
below that will serve if -the regular millbook is 
not at hand; there are 40 "extras** in the mill- 
books, and they must be consulted for the various 
styles and finishes. 
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OG, 4-panel, 1%, 17 to 18 cents per square foot; 
20 cents for the largest. 

OG, 4-panel, 1%, 26 to 28 cents; largest, 30 to 
35 cents. 

OG, 5-panel, 1^, 16 to 18 cents; largest, 20 to 
22 cents. 

OG, S-panel, 1%, 26 to 27 cents ;-4argest, 30 to 
35 cents. 

Doors with raised moldings one side, 35 cents ; 
both sides, 40 cents. 

TABLE FIFTY-NINE 

Cost of Special Doors 
Made-to-Order Veneered Doors 

Net prices per square foot surface measure, not 
over 2 in. thick, flat panels, either four panel, five 
panel, or five cross panel. Cove and Bead, or O. G. 
Sticking, or flush molded. 



Note. — No door figured as containing less than 17j^ 
square feet. 

White Pine (for paint) 

Yellow Pine 

Cypress 

Plain Oak 

Unselected Birch 

Ash 

Maple 



Bracket No. 1. 
Per sq. ft... 30c. 



Red Birch "] 

Quarter Sawed Red Oak t5«..^i 4. xt o 

Sycamore Sawed V p^^^^^^L^^',?- 

White Maple ( ^^^ ^'^- ^^^"^^''• 
White Pine (for oil) 

Quarter Sawed White Oak ) Bracket No. 3. 

Quarter Sawed Sycamore f Per sq. ft. . . 40c. 
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Curly Yellow Pine 
Curly Birch 
Cherry 
Walnut 

Curly Maple 
Birds Eye Maple 
Mahogany 



I 



Bracket No. 4. 
Per sq. ft... 55c. 



Bracket No. 5. 
Per sq. ft... 70c 



All veneered doors are made with flat panels 
unless otherwise specified. 

TABLE SIXTY 
Veneered Door Extras 

For raised panels add per panel .15 

For doors over two inches thick, for each % inch, 

add $0.50 net 

For doors over 3 feet 6 inches wide, for each 6 

inches, add * 50 net. 

For doors over 8 feet high, for each additional 6 

inches, add 30 net. 

For doors, veneered with two kinds of wood, 

figure at price of more expensive wood used, 

and add 50 net. 

For Extra Panels Over 5 For Front Door Astragal 

To Bracket No. 1 . . 
To Bracket No. 2.. 
To Bracket No. 3.. 
To Bracket No. 4.. 
To Bracket No. 5.. 

For Raised Molding 
Add per Panel 

Bracket No. 1, molded one side $0.20 

Bracket No. 1, molded two sides 30 

Bracket No. 2, molded one side 22 

Bracket No. 2, molded two sides 32 

Bracket No. 3, molded one side 25 

Bracket No. 3, molded two sides 35 

Bracket No. 4, molded one side 27 

Bracket No. 4, molded two sides 37 

Bracket No. 5, molded one side 30 

Bracket No. 5, molded two sides 40 



$0.10 


To Bracket No. 


1.. 


..$0.60 


.15 


To Bracket No. 


2... 


.. .75 


.20 


To Bracket No. 


3.. 


.. 1.00 


.25 


To Bracket No. 


4.. 


.. 1.10 


.35 


To Bracket No. 


5.. 


.. 1.25 
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TABLE SIXTY-ONE 

Veneered Doors 
Unselected Birch and Plain Red Oak 

Six Cross Panels, Cove and Bead 

Birch. Oak. 

2-0x6-8 1^, to 2-6x6-6 $2.40 $3.00 

2-0x6-8 IH, to 2-8x6-8 2.50 3.10 

2-0x7-0 1>^, to 2-6x7-0 2.90 3.60 

2-8x7-0 1^ . . . . , 3.00 3.80 

3-0x7-0 IH 3.20 4.00 

2-8x6-8 IK 2.90 3.60 

2-4 X 7-0 154, to 2-6 X 7-0 3.40 4.10 

2-8 x 7-0 1^4 3.50 4.20 

2-10 X 7-0 1^, to 3-0 X 7-0 3.60 4.40 

2-6x 7-6 IK 3.80 4.60 

2-8x 7-6 IK 3.90 4.80 

3-0 X 7-6 IK 4.20 5.10 

Sash Door Open 

2-8x6-8 IK 3.10 3.80 

2-8x 7-0 IK -.- 3.70 4.40 

3-0 X 7-0 IK 3.80 4.60 

TABLE SIXTY-TWO 
Detailed Cost of an Inside Door 

1 set pine door jambs for a 6" partition $0.63 
Stops .15 

2 sets casings and plinth blocks .90 
1 door Z 8'^x 6' 8" x 1^, 4-pan y. p. 2L60 
Extra for ordinary oil finish work .40 
Hardware complete 1.25 
Carpenter labor, 6 hours@50c 3.00 

$8.93 

If there is a transom the bar has to be added at, 
say, 30 cents, and the extra allowed for length of 
jambs ; also the sash ; and $1 for labor. 

This is only for a fair door ; from $10 the cost 
might run to $50 and up. 
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TABLE SIXTY-THREE 
, Hardwood Flooring 

Maple 

H X VA and 2 in. face, clear $50.00 

^%e X 2% in. face, clear 70.00 

i%e X 2J4 in. face, selected 60.00 

i%e X 254 in. face, factory 38.00 

Plain Red Oak 

^ X 2 in. face, clear 52.00 

i%6 X 2% in. face, clear 68.00 

^%e X 2% in. face, selected 56.00 

Plain White Oak 

f^ X 2 in. face, select 50.00 

^?i6x254 in. face, clear 68.00 

Quartered Red Oak 

^ X 15^ and 2 in. face, clear 67.00 

i%6 X 2% in. face, clear 95.00 

Quartered White Oak 

}i X VA and 2 in. face, clear 67.00 

i%6 X 1 5^ and 2% in. face, clear 105.00 

Birch Flooring 

Clear red )^ x Ij^ and 2 in 50.00 

i%6x254 in 70.00 

Casings in stock patterns $36 to $38 per 1,000 
ft. B. M., or 1,000 ft. board measure, for those 
who forget. 

Base, 8 in. and 10 in., yellow pine, $40 per 1,000 
ft. B. M. 

Stair Newels, ordinary patterns, $3 to $6 in 
yellow pine; $1 extra for oak. From this the 
price might run to $50. 

Stairs. — The prices of the various parts of a 
stair are now given per step. 
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For a figure set complete allow pfer step for the 
average pine stair, one side against the wall, and 
a rail on the other, $3.50 to $4.00. For the same 
in oak, $5 to $7. Some oak stairs would cost 
double; and others several times as much. 

For the millwork part alone, allow for a pine 
box stair of the average width, $1.40 per step ; in 
plain oak, $2.10. For an open pine stair of the 
same width, $1.75 to $2.00; in plain oak, $2.30 to 
$2.60. Add, if there is a paneled string, 75 cents 
per step. 

Rail, straight, yellow pine, 18 cents per lineal 
foot; oak, 28 cents. For each crook add $3.50 to 
$4.00, when made at the mill. 

Paneling in y. p., 25 to 30 cents per square, 
foot; in plain oak, 30 to 40 cents, and 40 to 50 
cents for quartered white. For paneling on the 
rake add 20 per cent. 

Winders in pine, 50 cents extra; in oak, 70 
cents. 

Starting step, large circle, $5 ; for the largest, 
$7. This is for a single end rounded. 

Cellar plank stairs of cheap variety, $1 per step 
in place. With risers and of better quality. $2. 

Outside plank stairs, $1.50 to $2.00 in place. 

The labor setting is given in the Table, page 82. 

Special. — For stairs of great width and thick 
material the right way is to be sure of the ma- 
terial by taking it all off in detail. Then the labor 
for millwork and setting has to be allowed. Car- 
riages have also to be included for most stairs — 
2x 10 in. plank. 
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Counters. — Take off all the lumber in detail 
and price in the regular way. Estimate as much 
of the plain work as possible separate from the 
special designs. 

Counters of the ordinary make in pine are 
worth from $2 to $3 per lineal foot. In plain oak, 
$4 to $5 ; for quartered oak, $10 if the design is 
good; and any architect could design a $20 
counter in this wood if he wanted to. 

Damp. — It is unfair to a contractor to force 
him to put kiln dried millwork in a building that 
has not dried out. The material swells, the grain 
rises if the filling and one coat of finish has not 
been applied, and when the heat is turned on 
there is a shrinkage of both doors and floors. 

Review 

1. What is the difference between S. S. and D. S. 

glass ? 

2. How thick are ordinary sash? 

3. How does the cost oi l}i in. storm sash com- 

pare with that of 1^ in. windows? 

4. What is the cost of a door per square foot 

delivered at building? 

5. What kind of oak floor is the most expensive ? 

6. What is the easiest way of approximating the 

cost of a stair? 

7. What is the chief danger to millwork delivered 

at a building? 

8. What is the chief danger from improperly 

dried flooring, and inside finish ? 



CHAPTER VIII 

Solid and Sheet Metal 

Classification. — Cast iron columns, steel and 
wrought iron come under the head of solid metal ; 
and galvanized iron, tin, and copper are sheet 
metal products. 

Tables. — In my "Contractors' and Builders' 
Handbook" tables of cast and wrought iron and 
steel are printed. 

Weight. — If no book is at hand find out how 
many cubic inches there are in cast iron, and 
multiply by .26 for the weight in pounds. This 
is just a trifle over a quarter of a pound to the 
cubic inch. The price runs from 2^ cents per 
pound on plain work, where special patterns do 
not have to be made, to Syi cents on small orders 
like sill plates. An expensive pattern that has to 
be made for only one casting naturally costs 
much more than when 100 castings can be run 
from it. 

Example. — Suppose we have a plate of cast 
iron 47 in. long, x 9j4 in. wide, x J^ in. thick, how 
heavy is it? We have 47 x 9.5 x 7-^-8=391 cu. 
in. X .26=1 101.66, or 102 lbs. as a contractor would 
put it. 

But suppose this plate is perforated with 20 
holes, as fire escape plates often are, for example. 
Allowing the holes 1 in. in diameter we find by 
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looking in a table of areas of circles that 1 gives 
.7854 sq. in. We thus have .7854x20=15.7 sq. 
in. x7-f-8=: 13.74 cu. in. x .26=3.57 lbs. to be de- 
ducted from the former figure. 

Details. — The lugs and seats of columns, ribs 
of base plates and every little detail has to be 
figured out, unless the pattern is sta^ndard and the 
weight known. The shafts of columns are easily 
estimated, but the caps and bases have to be 
watched, for each one might be different from 
another. 

The weight of a few columns are given here 
per lineal foot, but this is for the plain part only. 

For 6 in., Yz metal, 26.95 lbs., or practically, 27 ; 
6 in., ^, 38.6; 6 in., %, 44; 6 in., 1 in., 49; 7 in., ^ 
1 in., 59; 8 in., ^ in., 53.3; 9 in., ^ in., 60.65; 
10 in., 1 in., 88.3. This is for the outside diameter. 
The decimals are not given in some cases. 

For any special column get the exact number 
of cubic inches and multiply by .26 lb. Every- 
body should understand simple decimals, for they 
are easy and useful, but for those who do not, 
figure ^ lb. to pvery cubic inch, and allow an 
extra pound for every 100 cu. in. 

Standard Table of Weights 

Cast iron 450 lbs. to the cubic foot, or .26 to 
cubic inch. 

Wrought iron, 480 and .28. 

Steel, 490 and .28. 

The exact figures given by Jones and Laughlin 
are .263, .281, and .283. Contractors do not re- 
quire such exactness. 
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Labor Setting. — Allow $5 per ton for ordinary- 
work like store fronts, girders below floors, and 
such construction. Plain work can sometimes be 
set for as low as $3 with laborers' wages at 20 
cents per hour and everything handy. This means 
that a derrick is used. If only a couple of beams 
are set and the hoisting has to be done by ha^d 
$10 might not be enough. 

Heavy Structures. — ^The actual cost of setting 
about 2,000 tons of steel is given in the "New 
Building Estimator" and the matter gone into in 
detail, but such construction is outside the 
province of this book. 

Anchors, etc. — This light wrought iron work 
is usually priced at 5 to 6 cents per pound ; and 7 
cents is sometimes paid for it. ' 

With all building materials distance from mills 
and factories affects price. 

Find out the number of square inches and mul- 
tiply by the weights in the following tables: 

TABLE SIXTY-FOUR 
Weight of Plate Iron per Superficial Foot 

Thickness Weight Thickness Weight 

in inches. lbs. in inches. lbs. 

%2 1.25 %6 12.58 

He 2.519 Vs 15.10- 

%2 3.788 %6 , 17.65 

i/s 5.054 ^ 20.20 

%2 . . . .' 6.305 %6 22.76 

%e 7.578 H 25.16 

1i2 8.19 ^ 30.20 

J4 10.09 ^ 35.30 

%2 11.38 1 40.40 
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TABLE SIXTY-FIVE 
Weight of Flat Bar Iron 

Thickness in Inches. 

W'thHe ^ %6 54 %6 Vs ViQ y2 H V4 U I 
Inch. lbs. lbs. lbs. lbs. lbs. lbs. lbs. lbs. lbs. lbs. lbs. 

V2 .11 .21 .31 .42 .52 .63 .73 .84 

H .13 .26 .40 .53 .66 .79 .92 1.06 1.32 

^ .16 .32 .47 .63 .79 .95 1.11 1.26 1.58 1.89 

Ji .18 .37 .55 .74 .92 1.11 1.29 1.48 1.85 2.22 2.58 

1 .21 .42 .63 .84 1.05 1.26 1.47 1.68 2.11 2.53 2.95 3.37 
Vs .24 .47 .71 .95 1.18 1.42 1.66 1.90 2.37 2.84 3.32 3.79 
% .26.53 .79 1.05 1.32 1.58 1.84 2.112.63 3.16 3.68 4.21 
Vs .29 .58 .87 1.16 1.45 1.74 2.03 2.32 2.89 3.47 4.05 4.63 
y2 .32 .63 .95 1.26 1.58 1.90 2.21 2.53 3.16 3.79 4.42 5.05 
H .34 .68 1.03 1.37 1.71 2.05 2.39 2.74 3.42 4.11 4.79 5.47 
^ .37 .74 1.11 1.47 1.84 2.21 2.58 2.95 3.68 4.42 5.16 5.89 
7/s .40 .79 1.18 1.58 1.97 2.37 2.76 3.16 3.95 4.74 5.53 6.32 

2 .42 .84 1.26 1.68 2.11 2.53 2.95 3.37 4.21 5.05 5.89 6.74 

V 

TABLE SIXTY-SIX 
Weight of Square Iron per Lineal Foot 



nches. 


Pounds. 


%6 


.1184 


'A 


.2105. 


%6 


.3290 


H 


.4736 


%6 


.6446 


H 


.8420 


%6 


1.066 


Vs 


1.316 


^%6 


1.592 


^ 


1.895 


l?i6 


2.223 


H 


2.579 


l?i6 


2.960 




3.368 


Me 


3.803 


Vs 


4.263 


%6 


4.750 


H 


5.263 



Inches. 


Pounds 


1%6 


5.802 


Vs 


6.368 


%6 


6.960 


H 


7.578 


%6 


8.223 


H 


8.893 


H 


10.31 


n 


11.84 


2 


13.47 


Vs 


15.21 


% 


17.05 


Vs 


19.00 


V2 


21.05 


H 


23.21 


^ 


25.47 


H 


27.84 


3 


30.31 
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TABLE SIXTY-SEVEN 
Weight of Round Iron per Lineal Foot 

Inches. Pounds. Inches. Pounds. 

?i6 .0930 2H 14.92 

%2 .1266 ^ 16.53 

H .1653 H 18.23 

%2 .2093 ^ 20.01 

%6 .2583 Ji 21.87 

"^2 .3126 3 23.81 

Vs .3720 14 27.94 

i%2 .4365 i/^ 32.41 

%6 .5063. ^ 37.20 

^ .6613 4 42.33 

9i6 .8370 ^ 47.78 

H 1.033 ^ 53.57 

1^6 1.250 ^ 59.69 

M 1.488 5 66.13 

i%6 1.746 14 72.91 

^ 2.025 ^ 80.02 

i%e 2.325 ^ 87.46 

1 2.645 6 95.23 
We 2.986 14 103.3 

>i 3.340 i^ 111.8 

%6 3.730 ^ 120.5 

'A 4.133 7 129.6 

%6 4.557 14 139.0 

^ 5.001 ^ 148.8 

yi6 5.466 8 169.3 

'A 5.952 ^ 191.1 

%6 6.458 9 214.3 

H 6.985 ^ 238.7 

K 8.101 10 264.5 

H 9.300 ^ 291.6 

2 10.58 11 320.1 
Vs 11.95 ^ 349.8 
^ 13.39 12 380.9 

Wall Hangers, Beam Hangers. — All such 
special work is best estimated from the catalogs 
of the manufacturers, or priced at the local store. 

Square Fo6t. — An easy rule to remember is 
that wrought iron 1 in. thick weighs 40 lbs. to the 
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square foot, or 480 to the cubic foot. This means 
that when it is Yz in. thick it weighs 20 lbs. ; and 
J4 in., 10 lbs. Steel is 10 lbs. more to the cubic 
foot, but for a rough figure the same weight of 40 
lbs. may be used. 

Another rule that is convenient to carry around 
is that a bar of square iron, 1x1 in. x 3 ft. weighs 
10 lbs. It is really 10%o> but the even figure is 
used. 

Sheet Metal Work 

Number. — The standard kind of galvanized 
iron is No 26; No. 28 is lighter; No. 24 heavier. 
A high number means a light iron. The innocent 
who took a sixth part rather than a fourth be- 
cause it sounded larger is matched by his brother 
who takes a galvanized iron with a high number. 

Metal Ceilings. — There is a good deal of differ- 
ence in price of the raw material. Some kinds 
run from $4 to $5 per square, and others to $9. 
The figures do not include cornice, center pieces, 
or ornamental work. Much of the material is 
manufactured in Ohio, and the prices are natu- 
rally lower there. 

Furring. — The ceiling has to be furred with 
wood strips. Some one has to supply this. Allow 
$1 to $1.50 per square complete in place. 

Labor. — On ordinary work with wages at 40 
cents per hour for tradesmen, allow $1.50 to $1.75 
per square. On good work a man and a helper 
will not put on more than 3 or 4 squares in a day ; 
on large surfaces ^nd pkin designs 6 to 8 squares 
may be done. 
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TABLE SIXTY-EIGHT 
Labor for Two Men in 8 Hours 

Plain tin roof 4 squares 

Hanging ordinary gutter 200 ft. 

Lining box gutter 150 ft. 

Flashing and counter-flashing 150 ft. 

Downspouting 200 to 400 ft. 

Ridge 100 to 200 ft. 

Corrugated iron roof 12 to 15 squares 

Steel siding 9 to 12 squares 

Wainscoting 7 to 8 squares 

Cornices. — The standard weight of iron used is 
No. 26. 

Price. — There are so many designs that the de- 
tail has to be seen before a price can be set. For 
straight moldings alone allow from 1^ to 2 cents 
per inch of width for each foot. Thus, if a cornice 
went into the wall 2 in. at bottom, then measured 
28 in. by exactly following the curves of the mold- 
ing, and had 13 in. from the outside edge back to 
the wall, with a turn up of 3 in., and 2 in. more 
into the masonry, the total would be 48 in., and 
the cost unset 60 to 96 cents per lineal foot, de- 
pending upon wages and material. 

All extras, like end trusses and ornaments, 
would have to be added. 

Setting of cornices might be done for 15 cents 
per foot, and it might cost 50. An average cor- 
nice, 24 in. high and 12 in. out from the wall, 
should be set on straight work for about 25 cents 
with city wages. But this would mean that all 
soldering of miters ^nd auch work was already 
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done at the shop. On a building with many 
angles and soldering to be done while erecting 
the cost might be doubled. 

Skylights. — There are several styles of these — 
the ordinary single slope ; the kind with two 
slopes and two gables ; and the 4-slope ones with 
hips. Taking the single slope one as a basis, the 
gable style runs to about 50 per cent, more in 
price; and the 4-slope ones about twice as much 
as the single slopes. 

As a fair estimate take the size of the hole in 
the ceiling and multiply by 65 to 70 cents for the 
price of a single slope skylight set in place. As 
the size gets larger the price is cut down to prob- 
ably 55 cents, depending upon style and require- 
ments. This is on the basis of using ordinary ^ 
in. glass, and not the wired article at 18 to 20 
cents per square foot. Near the manufacturers 
the prices can be cut. Large skylights, 20 x 500 
ft., are discussed in the "New Building Esti- 
mator." 

Ventilators. — For a 4 in., $1 ; 6 in., $2 ; 9 in., $3 ; 
12 in., $4. But different makers give prices that 
vary. 

Downspouts. — In place, 2 in., 12 cents per foot ; 
3 in., 17; 4 in., 23; 5 in., 28, all of No. 26 corru- 
gated iron. 

Gutters. — These cost about 2 cents per inch of 
girt hung in place. Thus, if the exact measure- 
ment of a gutter is 8 in. around, the price would 
be 16 cents for good No. 26 iron painted one coat 
of mineral. Some grades are set at 12 cents. 
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Plain Work. — For valleys, window caps, flash- 
ing, etc., allow 10 to 14 cents per square foot put 
in place, of No. 26 galvanized iron. This material 
seems to have taken the place of the tin that was 
always used in past years. 

TABLE SIXTY-NINE 
Cost of Roofing per Square 

No. 26 galv. iron $9.00 

I C common tin 10.00 

I X common tin 11.00 

For Old Style and the best brands add $1. On 
large surfaces the tin prices can be cut. 

A first-class tin roof well laid and painted every 
four years or so will last half a century. Tinners 
themselves did more than any one else to kill the 
popularity of this roof by using poor material and 
doing poor work. 

Review 

1. What is the weight per cubic inch of cast iron? 

2. How much a ton is it worth to set ordinary 

store front columns and steel beams? 

3. What is the weight of (a) a cubic foot of cast 

iron ; (b) wrought iron ; (c) steel ? 

4. What is the weight of a square foot of wrought 

iron, 1 in. thick? 

5. What is the weight of a bar of iron 1 in. x 1 in. 

X 3 ft. long? 

6. What is the cost of an average metal ceiling? 

7. What number of galvanized iron is mostly 

used to make cornices? 

8. Is No. 28 heavier or lighter than No. 24? 



CHAPTER IX 

Roofing 
Measurement. — Take actual area only. 

TABLE SEVENTY 
Cost per Square of 100 Sq. Ft. of Roofing 



Gravel 


for ordinary 


$3.50 to $5.00 


Gravel 


for the very best 


6.00 to 7.00 


Slate 




10.00 to 20.00 


Tile 




16.00 to 28.00 


Copper 




35.00 to 40.00 


Tin and galv. iron 




9.00 to 12.00 


Carey 




4.00 to 4.50 


Ruberoid 




3.00 to 4.50 


Elaterite 


• 


3.25 to 4.50 



The last 3 are patent roofs. For labor on small 
fiat roof buildings allow about 6 squares in a day 
for one man; on large ones, 10. Some of the 
manufacturers claim that 20 squares is a day's 
work on large surfaces, but that is far too much 
to figure on. As a rough figure 50 cents per 
square is often allowed. The price shows that 
there are different qualities. 

Slate differs considerably as to size and quality. 
Large slates are easier laid than small, and natu- 
rally cost less. The best sizes are 8x 16, 10 x 16 
and 9x 18. The weight runs from 650 lbs. to 800 
lbs. to the square. Distance from Vermont and 
Pennsylvania affects the price a good deal, for 
the freight costs about $1.50 per 1,000 miles per 
square. 

129 
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Tile require* even a better framework for a 
roof than slate, for it weighs more. The ordinary 
kinds run from 900 to 1,350 lbs. Some of the 
heaviest varieties when laid in mortar weigh from 
2,000 to 2,500 lbs. 

Green tile cost about $5 per square extra above 
red. Glass tile cost about 60 cents a piece. They 
match with the ordinary tile in the roof. 

Labor. — On Spanish tile allow from 8 to 10 
squares in a day for 2 men. On a 40-slope roof 
half of this would be enough. Shingle tile go on 
a little faster. On the 40-slope roof 2 men laid 
3.6 squares of slate, while on a plain straight roof 
twice that much could be done. 

Canvas. — This kind of roofing is not much used 
in the western part of the country, but it is popu- 
lar in the East. It should weigh about 1 lb. to 
the square yard. The edges are lapped about an 
inch and nailed down with 17 oz. tinned carpet 
tacks. It is then wetted and afterwards given 
several coats of linseed oil and white lead paint. 
Price from $7 to $10 per square. 

Shingle roofs are attended to elsewhere. Prob- 
ably we are living in the decline of the Wood 
Shingle Age. 

(See also Chapter VIII for tin roofing.) 

Barrett Specification Roofs are in a special 
class. They are gravel roofs, but superior to the 
ordinary kind. More material is used than on an 
ordinary gravel roof, and better workmanship. 
The cost is naturally higher, say, from 25 to 35 
per cent. The company has its headquarters in 
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New York. The safest way to estimate on this 
class of roofing is to send for the latest specifica- 
tion to get quantities and conditions of Surety 
Bond. Different specifications are used on wood 
and on concrete. It is unsafe to make an esti- 
mate without knowing all details. 

Certainteed roofing runs from $1.25 for one 
ply, $1.55 for two, and $1.90 for three unlaid. 

Asbestos shingles run from $8 to $11 at the 
Keasby Mattison factory. Ambler, Pa. Freight 
and laying must be included. Allow about two- 
thirds of the time required for wood shingles. 

For Flex-A-Tile shingles write the Heppes 

Company, Chicago. It is a good idea to sub- 
scribe for one of the building trade journals and 

watch the advertising of roofing materials. 

Review 

1. How many squares of prepared roofing can 

one man lay in an 8-hour day? 

2. How many square feet are in a square of build- 

ing work? 

3. How heavy is a square of ordinary slate 

roofing? 

4. What is the weight of a tile roof per square? 

5. Next to a good foundation, what is the most 

important feature in a building? 



CHAPTER X 
Painting 

Measurement. — Only actual surfaces are taken, 
and the price raised to suit. But this does not 
mean that balusters, grilles, and such "ginger- 
bread" work is all figured accurately. Such work 
will always be figured solid, and even then one 
has to make a guess at what it is worth. 

There would be less difference in estimates if 
good work was insisted on. 

Material. — For work both outside and inside 
white lead and linseed oil have long held sway. 
Generally speaking, this is the best paint mixture. 
The French government passed a law forbidding 
the use of white lead paint on buildings, inside or 
outside ; the Austrian law allows it outside. This 
is on account of health requirements. 

Zinc. — As the result of experiments that lasted 
for a year between lead and zinc it was found as 
follows with tests on 162 specimens, or "ex- 
hibits" : 

"The lead priming and zinc coating is generally 
good for tin, galvanized iron, poplar and white 
pine. 

"Sheet iron showed up best with both coats of 
mixed paints. 

"Yellow pine appeared best with the first coat 
of lead and the second coat of lead and zinc 
mixed. 

132 
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"Poplar retains paint better than white pine. 

"Black iron seems to retain the paint better 
than either tin or galvanized iron." 

The manufacturers of zinc paints assert that 
they will last from 10 to 20 years. 

In view of the action of th^ French govern- 
ment, and the fact that many object to using so 
much lead, a few notes on zinc paints will be of 
service here. The New Jersey Zinc Co., New 
York, has made the following combinations : 

Primer 2nd coat 3rd coat 

A Pure lead Pure zinc Pure zinc 

B Pure lead 1/3 zinc, Ys lead pure zinc 

C Pure lead ^ of each ^ zinc, 5^ lead 

D ^ of each 5^ of each ^2 of each 

For E, straight zinc, 4-coat work, the primer 
should be pure zinc with a pint of turpentine to a 
gallon of paint ; 2nd coat, pure zinc with /^ pint 
of turpentine to the gallon of paint ; 3rd coat, pure 
zinc with 1 gill turpentine to the gallon ; 4th, pure 
zinc ground in pure linseed oil without turpen- 
tine. This is for a pure white color. 

Tints may be made with 1 per cent, of lamp- 
black, ochre, or umber in oil. 

Enameling. — First coat pure lead and linseed 
oil ; 2nd, j/2 lead and ^ zinc ; 3rd, % lead and % 
zinc with sufficient varnish to make a gloss. But 
the best enameling requires more coats than this. 

A common way of finishing the bed room floor 
of an ordinary house is to have enameled trim 
with mahogany stained doors. In making an 
estimate of this kind of work painters should be 
careful, for the best enamel costs heavily. 
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TABLE SEVENTY-ONE 

Price per Yard at 40 Cents per Hour, Not 

Including Profit 

Ordinary painting on wood, lead and oil, 1-coat 10 cents 

Ordinary painting on wood, lead and oil, 2-coats 18 cents 

Ordinary painting on wood, lead and oil, 3-coats 26 cents 

Sizing on plaster 3 cents 

Stippling 3 cents 

Mineral paint, 1-coat 6 cents 

Mineral paint, 2-coat 11 cents 

Plaster can be done for 20 per cent, less on very 
large surfaces. 

Inside work should be figured 10 to 15 per cent, 
higher if a good job is to be done. Sometimes we 
see work both outside and inside that does not 
look worth 10 cents a yard, no matter how many 
coats it has. 

TABLE SEVENTY-TWO 
Natural Finishes per Yard 

Finest work $1.50 

2 coats floor finish .25 
Varnishing paint .10 
Graining .40 
Rubbing down extra .10 to .20 
Rubbing down slightly .08 

3 coats white shellac .40 
Ordinary 1-coat inside natural color finish .40 

Cold Water Paint.— In "The New Building 
Estimator" actual quantities required and labor 
are given on 33,500 yds. of large railroad shops. 
The average quantity was J4 lb. to the yard for 
2-coat work. It seems a good deal of material. 
On speaking to a painter he told me that on 400 
squares, or 4,444 yds., he had just used 1,100 lbs. 
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< 
for 1 coat. This is practically the same as the 

other allowance. The second coat takes a little 

less in proportion. 

The manufacturers' catalogs are not reliable as 
to quantities. They mix too much water with the 
powder for good work. One at hand gives 1 lb. 
for 50 to 75 sq. it., 1 coat on wood ; on stone and 
brick, 25 to 40. 

The shops referred to were nearly all on wood 
and metal. And the actual measurements of 
joists were taken, not merely the squares of roof. 
Taken by the square the bottom only of the joist 
is included ; but the sides are forgotten. The bot- 
tom takes the place of the straight ceiling. 

Labor. — With laborers' wages at 30 cents the 
labor on the 2-coat work ran to Ayi to 7 cents. 
Much of it was done with compressed air; but 
also large surfaces with brushes, and by painters. 

TABLE SEVENTY-THREE 
Material Required for 100 Yards 





lbs. gals. 


Lead and oil priming 


40 2'/^ 


Same and 1 coat 


60 to 80 35^ to 5 


Same and 2 coats 


100 6% 


For brick allow from 7 to 10 per cent. 




more 




Mineral on rough surfaces, 1 coat 


21 2 


Same on smooth surfaces, 1 coat 


16 VA 


Same on tin 


13 \% 


Putty 


21/^ to 3 


Paste filler 


20 to 25 


Water stain 


1/2 


Spirit stain 


2^2 


Vamnh, 1 coat 


1^ to 2 


Varnish, 2 coats 


zy2 to 4 


Varnish, 3 coats 


5^ 
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It should be remembered that varnishes for ex- 
terior work cost $4.50 to $5 per gallon. This is 
twice the price of some inside ones. 

One large company gives the following quan- 
tities as the result of experience: 

100 lbs. white lead. 
4 gallons pure linseed oil. 
1 gallon turpentine. 
1 pint turpentine drier. 



This makes 8 gallons genuine old-fashioned paint. 

Special Painters' Materials 

Carbolineum. — On shingles, 1 gal. to 1 square, 
2 coats. 

One coat covers 200 sq. ft. of rough lumber, 
and 250 of smooth. Some kinds are advertised at 
250 for rough and 350 smooth. The price is 80 
to 90 cents per gallon. 

Shingle Stains. — ^^1 brush coat 1 gal. to 150 sq. 
ft. ; 2 brush coat 1 gal. to 100 sq. ft. 

Dipping and applying 1 brush coat after shin- 
gles are laid, 3 gals, to 1,000; dipping alone, 25^ 
to 2^. Price from 65 to 90 cents per gallon. Be- 
ware of the cheap greens. Green is the most ex- 
pensive. 

"Conserve" Wood Preservative. — 1 gal. to 200 
sq. ft. of dressed lumber. Price, 40 cents per gal- 
lon, in Boston. 

Graphite. — This paint is used for steel and iron 
work. The cost is from $1 to $1.25 per gallon, 
depending upon color and quantity. 

Covering Capacity. — A large firm of steel 
makers gives 1 gal. for 360 sq. ft, 1 coat. Some 
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manufacturers allow 1 gal. for the first coat to 
500 ft.; and 550 to the second. Others give 600 
to 800 on metal and 550 on wood, 1 coat. 

The material comes ready for use by stirring, 
and must not be thinned. Two coats should be 
used. The manufacturers mix it with linseed oil. 

I , 

Blanchite is another good material. It was 
largely used in the New York subway on iron and 
steel. For 2 coats, 1 gal. covers 300 sq. ft. 

Red Lead. — Steel and iron work should receive 
2 coats of this paint, if it is selected. The mixture 
should be from 30 to 33 lbs. to 1 gal. of pure 
linseed oil. Mixing should be done 24 hours be- 
fore using. The 2 coats are put on in places that 
can not be easily reached after the steel is 
erected; otherwise the ordinary process is fol- 
lowed. 

Fire escapes, smokestacks, gutters and such ex- 
terior metal work should receive 3 coats — the last 
one with a pound of pure lampblack mixed with 
every 28 lbs. of the red lead. 

Alabastine. — A 5-lb. package covers from 350 
to 450 sq. ft., depending upon surface. It costs 
50 cents for the white, and 55 cents for the tints. 
There are 15 shades. 

Cementico is another product for tinting walls. 
It also is sold in 5-lb. packages. The covering 
capacity on a smooth wall is 500 sq. ft., 2 coats ; 
on a rough wall, 400. On a brown coat of plaster, 
stippled, 250 sq. ft. 

Kalsomining. — Allow from 65 to 85 cents per 
square for 1 coat of size and 1 of kalsomine. 
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Ready Mixed paints, as a rule, are not very 
good ; but such of them as the established, stand- 
ard manufacturers sell are reliable. The cheap 
ones are cheap in other respects than the price. 
This runs from 40 cents per gallon for barn paint 
up. Good paint costs $2 per gallon. 

Wall Paper. — Find the exact number of square 
feet in a room, deduct 20 for each ordinary side 
of a door or window, then divide by 30 to get the 
number of single, or 60 to get the number of 
double rolls required. A double roll covers 72 sq. 
ft., but the extra is allowed for waste. The ceil- 
ing has to be taken separately, for different paper. 
Double rolls of paper are not cut, so anything 
over the measurement means an extra roll. 

For border, if there is any, take fhe distance 
around in feet and divide by 3 for yards. 

Wall paper is printed on stock 19j^ wide, and 
for border the roll has to be cut in the middle. 

Do not mistake a double roll for a single one. 

Review 

1. How is painting work measured? 

2. What is the best paint, as a rule, made of? 

3. What other base than white lead may be used ? 

4. What kind of material is used for shop walls, 

etc.? 

5. How does the cost of exterior varnishes com- 

pare with that of interior ones ? 

6. Is ready mixed paint reliable? 

7. How is wall paper measured? 



CHAPTER XI 

Plumbing and Heating 

There are chapters on plumbing, gasfitting and 
heating in "The New Building Estimator," and 
only a few notes are required in such -a book as 
this. The common practice is to let the contracts 
for plumbing and heating to contractors for these 
branches, and this is best for all. 

Water Supply. — Sometimes an ordinary, every 
day contractor has to play engineer as far as to 
say what size of a pipe has to be put in to serve 
so many families. 

It is necessary to estimate the amount of water 
required. When meters are used and people haye 
to pay for waste it is cut off. From 40 to 25 gals, 
have proved to be sufficient under this system 
per family. In general from 50 to 100 are 
allowed. One city used 220. Meters would 
change that state of affairs. 

Allowing 80 gals, per family per day as a fair 
average, and 20 families on a branch line, what 
bore of a pipe would be required? All that can 
be given is an average figure, for fall, velocity, 
and other factors change the total discharge. The 
table is made out for a pipe 500 ft. long, and a 
"head," or height, above discharge, of 10 ft. The 
table is made out for 24 hours, but all of the de- 
mand usually comes inside of 12. We can there- 
fore double the allowance. 

139 
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TABLE SEVENTY-FOUR 
Flow of Water through Pipes 

H" bore 576 gallons ^" bore 3,200 gallons 

5^" bore 1,150 gallons 1" bore 6,624 gallons 

H" bore .... 2,040 gallons 1^" bore .... 10,000 gallons 

A ^ in. pipe would thus suit us. But in course 
of time pipes may clog up a little and the dis- 
charge be lessened. The cost of an 1 in. pipe is 
only a few cents more per foot, and the capacity 
is 50 per cent, greater. Even an 1^ in. pipe is 
not much more expensive than a ^ in. one — per- 
haps about 4* cents per foot. Digging and every- 
thing else is the same. 

The pipe should be galvanized to avoid rust. 

Labor. — I kept time on }i in. pipe, and found 
that 300 ft. were laid in 36 hours for a laborer, 
and 3 for a plumber to make connections. Only 
about J4 of the line is dug, and the rest is bored. 
This was in good soil that did not require bracing. 
In the north, the pipe must be laid from 3-6 in. 
to 4 ft. deep. 

Tanks. — On lines with little pressure a tank is 
often set in the attic to help out. They are made 
to hold about 150 gals, for ordinary requirements. 

Much depends upon the family. If there is a 
hbrse, cow, or automobile, more water has to be 
provided for. The trouble with many private 
lines is that when several faucets or garden hose 
are going at the same time the force is not strong 
enough to do much good. The situation is like 
that on the steamboat we have heard of. There 
was force enough to keep the boat moving until 
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the whistle began to blow, but it had to stop till 
the tooting was over. 

Lead Pipe. — This was formerly almost ex- 
clusively used for supply, but now galvanized iron 
has taken its place solely on account of cheapness. 
Where the pressure is heavy, extra strong lead 
should be used, if that material is selected. 

Sewers. — Allow about 8 to 15 cents per lineal 
foot for digging and backfilling for ordinary work 
and sizes in ordinary soil, and 6 cents per foot for 
laying the pipe itself. For 10 in. and 12 in. pipes 
set the laying figure at a cent an inch — 10 cents 
for 10 in., and 12 cents for 12 in. 

In good soil the digging should not run to more 
than 50 cents per cu. yard. One actual cost was 30 
cents for 14 ft. deep, with wages at 20 cents, but • 
this could not often be safely figured on, for 
wages are much higher in cities. 

Soil Pipe. — ^Allow for labor 40 to 100 ft. per day 
of 8 hours for a plumber and helper. 

Vent Pipes. — For the small sizes, set the labor 
at 75 to 100 ft. per day for a man and boy; and 
35 to 40 cents for the larger. It depends upon 
how many angles there ,are for soil pipe and vent 
pipe. These figures might be easily doubled on 
straight work. 

Fixtures. — The average fixture can be set for 
$4 to $5, but it is better to allow a little more 
when wages are high. A plumber can easily run 
up a bill of $8 on a fixture. This is not for put- 
ting the supply and waste pipes in place, but for 
the work around the fixture itself. 
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TABLE SEVENTY-FIVE 
Material 

Sewer pipe 4", 8 cents per ft. 

Sewer pipe 6", 12 cents per ft. 

Sewer pipe 8", 18 cents per ft. 

Sewer pipe 10", 25 cents per ft. 

The curves dost from 3 to 4 times as much as 
the straight pipe per foot. The traps about 10 
times as much. But while the straight pipe is 
figured on the basis of the lineal foot, the whole 
curve or trap is taken, and this would cut the cost 
about in two, if considered on the basis of 12". 

TABLE SEVENTY-SIX 
Cost of Soil Pipe 

Soil pipe, cast iron, single hub 4" 6" 8" 10" 
Extra heavy $0.23 $0.36 $1.15 $1.50 

Standard .16 .26 .65 1.00 

Extra heavy should be used so that the pipe 
will not burst when calking is done. 

TABLE SEVENTY-SEVEN 

Wrought Iron Pipe. — 

Inside Standard Wt. Price Extra strong Price 

diam. per ft. in lbs. Wt. per ft. in lbs. 

V2" .84 4 cents 1.09 7 cents 

y^" 1.12 5 cents 1.39 7 cents 

1" 1.67 6.6 cents 2.17 9 cents 

VA" 2.24 9.0 cents 3.00 12 cents 

VA" 2.68 11.0 cents 3.63 15 cents 

Water Closets. — In place they cost from $25 
up to any price desired. This does not include 
the supply or waste pipes. 

Urinals. — In ordinary styles they cost from $4 
to $6. Allow for the setting and the pipes extra. 

Sinks. — For the ordinary enameled cast iron 
kitchen sink allow from $3 up. Roll rim and 
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back, $10 ; with drain board and back extending 
clear across, $20. This is for material only. Allow 
$6 to set, and all pipe extra. Proper height from 
floor, 2 ft. 10 in. Back-breaking height, 2 ft. 6 in. 

Baths. — Unset, they run in price from $20 up 
as high as any one wants. Get all the pipe as 
well as the fixture proper. There are sewer, sup- 
ply, waste, and vent to consider. 

Boiler. — A 30-gal. costs about $8; a 40-gal., 
$10. With coils about 20 per cent, extra. But 
this price is for ordinary boilers ; the extra strong 
ones are higher and must be watched if specified. 

Gas Piping costs from 12 to 15 cents per foot 
put in the building. It is sometimes figured at 
$1.60 to $1.80 per outlet. 

Acetylene piping costs the same as that for gas. 

This light piping amounts to so. little in com- 
parison with the total cost of a building that it 
should be put in all buildings if there is any 
prospect of gas or acetylene being installed after- 
wards. Villages grow; and farmers are using 
acetylene everywhere. 

Heating 

Furnaces. — Allow from $18 to $20 per room to 
be heated for a complete approximate price. Close 
to the foundry, where there are no freight rates 
to consider, this price can be cut to some extent. 

Allow in detail $4 for all pipes to first floor 
level ; and $9 for all to second. This is in place, 
including box and shoe, but no registers. 

Labor. — Allow from $20 to $30 for all labor in 
connection with a furnace. 
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Give the pipes as much slope as possible. No 
pipe should have less than 1^ in. to the foot. 
Make the pipes as short as can be done. The 
heat rises easier in an upright pipe than in a level 
one. 

Steam Heating. — For an approximate figure on 
a plain building 2 cents per cubic foot of space is 
often found about right. Large manufacturing 
buildings are heated for less than half of this, not 
including boiler and supply pipes. 

For ordinary buildings get the cubic feet inside 
the rooms, divide by 45 to get the square feet of 
radiation and multiply this by 85 cents for the 
cost complete without boiler, and $1 with the 
boiler. This is for direct radiation. The indirect 
requires about 50 per cent, more square feet of 
radiation. 

Hot water heating, both direct and indirect, 
needs from 20 to 25 per cent, more area of radia- 
tion than steam. 

In all cases the glass exposure has to be con- 
sidered. It requires about 8 times more heat for 
glass than for wall space. 

Hot water is higher in cost than either steam 
or furnace. It takes less fuel to run the plant 
after it is installed. 

Low ceilings are much more popular than they 
used to be. Water run into a building rises from 
the floor; but heat goes to the ceiling first and 
falls. It is thus always warmer at the ceiling 
than the floor until the room gets heated. There- 
fore high ceilings mean a corresponding coal bill. 
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On the first floor 9 ft., and on the second, 8 ft. 
6 in., are now common heights, instead of 10 and 
9, and even 11 and 10. Some come lower than 
even 9 ft. on the first floor, but that is low enough. 
The best way for a contractor who is figuring 
on a building where the heating is included, is to 
get a bid from a heating firm. There are many- 
rules for getting radiation, and the cost is serious- 
ly affected by the one adopted. Thus, while 45 
cu. ft. is given above as an average, there are 
some places where 40 would be taken ; and others 
where 100 to 150 might serve. It is seen there- 
fore that the radiator work might cost several 
times as much in one place as in another, and this 
would also affect the size of the boiler. 

Review 

1. About how many gallons of water per capita 

are required for a town? 

2. When pressure or supply is limited what is 

used to help? 

3. Why does extra heavy have to be used for soil 

pipe? 

4. How high should a sink be set from the floor? 

5. About how much a foot is gas piping worth ? 

6. How much heat does glass require as com- 

pared with blank wall? 

7. What is the difference between water flowing 

into a building from the end of a hose, and 
heat from the end of a pipe? 

8. How many radiators are required in a 

building? 



CHAPTER XII 



Miscellaneous 

Hardware. — The following nail allowances are 
required to make up quantities. No two tables 
are alike as to number to the pound, but a fair 
idea is given in them all. From 20d to 60d is 
what is called "base" as to price, which runs from 
5 cents per keg extra up to 70 for the smaller 
sizeis. Galvanized nails cost about $1.25 per keg 
extra. The base naturally differs according to 
freight rate from mills, and thus a local price has 
to be filled in. Taking $2.75 for a base, to illus- 
trate the principle, a 2d keg would cost $3.45 ; a 
6d, $2.95 ; an 8d, $2.85 ; and so on. Wire nails 
are used now; cut nails are seldom seen. 

TABLE SEVENTY-EIGHT 
Common Nails 







Approx. 


Advance over 


Size 


Length 


No. to Lb. 


Base Price 
per 100 Lbs. 


2d 


1 inch 


876 


$0.70 


3d 


VA inch 


568 


.45 


4d 


VA inch 


316 


.30 


5d 


1^ inch 


271 


.30 


6d 


2 inch 


181 


.20 


7d 


2% inch 


161 


.20 


8d 


214 inch 


106 


.10 


9d 


2^ inch 


96 


.10 


lOd 


3 inch 


69 


.05 


12d 


3A inch 


63 


.05 


16d 


3^ inch 


49 


.05 


20d 


4 inch 


31 




30d 


4^ inch 


26 




40d 


5 inch 


20 




50d 


5y2 inch 


14 




60d 


6 inch 


l2 
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Nails Required for Material 

Note, — In the following figures as to quantity 
of nails required it should be noticed that differ- 
ent centers are specified. More nails are used at 
12" than at 16", yet this is often forgotten. The 
number used to each bearing also changes the 
total. 

For 1,000 ft. B. M. of 3 in. plank with two nails 
at bearings, 36 in. centers, 50, 40, 30 lbs. of 60d for 

3 X 6, 3 X 8, 3 X 10. 

For 1,000 ft. B. M. of 2 in., two nailings at 16 in. 
centers, 50, 40, 30 lbs. of 20d. 

For 1,000 ft. B. M. of joists on frame buildings, 
16 in. centers, 16 lbs. of 20d ; on brick, 10 lbs. 

For 1,000 ft. B. M. of studs, walls, partitions, 
16 in. centers, 12 lbs. of 20d, and 4 lbs. of 8d 
or lOd. 

For 1,000 ft. B. M. of sheeting or shiplap, 20 
lbs. of 8d at 16 in. centers. 

For furring 1,000 lin. ft. of 1x2 at 16 in. 
centers, 6 to 7 lbs. of 8d. 

For 1,000 ft. B. M. of 6 in. siding, 18 lbs. of 6d; 

4 in., 25 lbs. 

Shingles, 4j^ lbs. per 1,000 of 4d ; 3>4 lbs. of 3d. 

Flooring, 6 in., 16 in. joist centers, 13 lbs. of 
8d ; 20 lbs. of lOd. 

One square of thin oak flooring, 2^^ lbs. of 
1 J4 finishing brads. 

Ceiling, H in., 16 in. centers, 11 lbs. of 6d. 

Sash Weights. — These cost about 1^ cents per 
pound for ordinary sizes. Lead weights run as 
high as 7 to 8 cents. 



148 ESTIMATING BUILDING COSTS 

Sash Cord. — Hanks weigh from 2 to 5 lbs. ac- 
cording to their diameter. A ^Iq weighs lJ/2 lbs., 
and a %, 5 lbs. The price is 25 to 30 cents per 
pound. 

Barn Door Hangers. — Put at $2.25 each with- 
out track for the Coburn. The track costs 10 
cents per foot. 

Sliding Door Hangers.— From $4.50 to $5.50 
complete. For a Coburn, single dodr, $2.60. 

Butts or Hinges. — Japanned, 3 in., 15 cents per 
pair; 3^^ in., 17 cents; 4 in., 22 cents. The finer 
finishes of the same size run from 21 to 30 cents. 

Surface Butts. — These are popular, but they 
are a little more expensive than the edge kind. 
The saving is in the labor of putting them on. 

Double Acting Hinges, per pair, japanned, 
$1.30 to $3. Bronze, $2 to $5.75. 

Locks. — Rim lock, 35 cents, with plain trim. 

Inside, complete, $1 to $1.50. 

Front and vestibule doors, $3.50 to $5.00. 

Sliding door, $1.50 to $3.00. 

Unit lock, $8 to $10.50. 

Store door, $6 to $8. 

Store door, dead lock, no trimmings, $1 to $1.50. 

Master key, no trimmings, $1.50 to $3.00. 

Drawer locks, 20 cents to 60 cents. 

Trimmings. — Push plates, imitation, each, 50 to 
75 cents; real bronze, each, $1.75 to $2.00. 

Door knobs, cheap, 10 cents each ; bronze, 40 
to 75 cents. 

Door springs and checks, $2.25 to $7.00. 

Transom lifts, 30 to 60 cents. 
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Coat and hat hooks, per dozen, 50 to 75 cents. 

Brackets. — Light, 4x5 in., 5 cents per pair ; 
10x12 in., 15 cents per pair, heavy, 5x6 in., 12 
cents per pair ; 12 x 14 in., 35 cents per pair. 

Electric Wiring 

For each light allow $2.50 to $2.75 complete. 
This is per light, and not per outlet, and for open 
work, weatherproof wire; for concealed work, 
rubber covered wire, $3 to $4. 

Push button switches cost $1 each extra. It is 
generally advisable to use them, as it is hard to 
find a bracket in a dark room, while the switch 
can always be located. 

If conduit work is used, that is, with the wires 
run inside of light pipes, allow $6 per outlet. This 
is the safest kind of electric wiring, as the rats 
can not gnaw the covering of the copper and so 
make the fire risk greater. Some cities make it 
compulsory. It is best, but costs money. 

A house of 7 or 8 rooms costs from $45 to $60 
for ordinary wiring. The ordinary switches con- * 
trol only one outlet, but there are 2-way and 3- 
way ones used for dwellings. The light is con- 
trolled from 2 or 3 stations as the case may be. 
Thus, standing in the lower hall we can light the 
upper one, or vice versa. For each duplex switch 
of this kind add about $6. 

Floor Tiling 

Terrazo floors are worth from 25 to 35 cents 
per square foot without the cement base. This 
base is worth about 8 cents per square foot. 
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Ceramic Tile. — Allow from 40 to 60 cents per 
square foot without base. 

Rubber tiling is worth from 85 cents to $1 laid 
without base. 

For hearth tile of a common pattern estimate 
from 80 cents to $1 per square foot laid. This 
does not include preparation for hearth. The 
rough concrete must be in place for the tiler. * 

For floors of marble tile of the black and white 
variety, 50 to 60 cents per square foot in place. 
Tennessee marble, 6x6 in., about the same. In 
both cases the under concrete has to be ready for 
the tiler. 

There is no end to the variety in tile work, and 
prices have to be secured locally. 

Mineral Wool. — Deduct all openings and allow 
1 lb. per square foot for each 1 in. in thickness. 
The different qualities run all the way from 6 to 
12 lbs. per cubic foot. As far west as Omaha the 
ordinary material used in building costs $17 per 
ton, and about 12 cents per cubic foot to put in 
place. 

Liability Bonds. — In my "Contractors' ^nd 
Builders' Handbook" there is a chapter on bonds 
of the various kinds — surety and liability. The 
latter are to protect the contractor from damage 
suits and verdi<:ts due to accidents on building 
work. In the state of New York alone quite a 
number of verdicts have been rendered for $5,000 
up to $40,000. This means that no contractor 
can afford to go without such insurance ; and the 
cost should be added to the estimate. 
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So with fire insurance also, but the danger is 
not so great with fire as with accident. Many 
do not know this. 

Bids. — In the "Handbook'' there is also a chap- 
ter on Builders' Law. Contractors are not aware, 
as a rule, that a bid is a contract as soon as it is 
accepted. They can not back out, no matter what 
mistake has been made, unless the owner is 
willing. All the owner, or architect as his agent, 
has to do is to give the contractor the work on 
the basis of the bid, or mail a letter in the United 
States mail box or chute, and that settles the mat- 
ter. The mailing of the letter decides it, and not 
the time the contractor gets it. 

Repairs. — Do not agree to keep a building in 
repair for a year or any time after it is finished 
without a clear understanding as to what the re- 
pairs are to consist of. A judge once ordered a 
builder to replace a building that had been 
burned because of the "repair" clause. If you 
agree to keep up a building for a time after the 
work is done you may find that the damage by a 
flood, or fire, or anything else may have to be 
made good by you. Another judge said that a 
bridge contractor had to put back the bridge 
washed away by a flood. He had agreed to keep 
it in "repair." The $2 "Handbook" warns con- 
tractors away from danger. 

Standard Sizes. — If lumber has to be the full 
size the extra cost must be put down in the esti- 
mate. Everybody knows that market sizes are 
less than the exact figures. 
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TABLE SEVENTY-NINE 
Weight of Lumber 

(Yellow Pine in pounds per 1,000 Ft. B. M.) 

Flooring, WiQy plain back 2,000 

Flooring, i%6, hollow back 1,900 

Ceiling, Vs 1,000 

Drop siding 1,800 

Shiplap 2,300 

Common boards 2,500 

2x4, to 2x8, rough, 3,200 

2x10,2x12, S. 1 S. 1 E. 2,600 

4 X 4, to 8 X 8, rough, 4,000 
(Some lists give a little heavier weights.) 

Northern Lumber 

Pine and. hemlock 2,500 to 3,000 

Norway 3,000 to 5,000 

Oregon and Washington fir 2,800 to 3,300 

(The difference is between green and dry.) 

Siding 800 

Ceiling, ^g 800 

Boards, rough, 2,400 

Shingles, per M 240 

Lath, per M pes. 500 

TABLE EIGHTY 
Hardwood Flooring 

H 1,000 

7A 2,500 

TABLE EIGHTY-ONE 

Dressed and Matched Stock 

All dressed and matched stock is sold strip 
count. To find the number of feet required for 
face measure, observe the following: 

For each 100' 2 inches wide, worked from 2^, add 38' 

For each 100' 2% inches wide, worked from 3 , add 34' 

For each 100' 2y^ inches wide, worked from 3^^, add 30* 

For each 100' 3 inches wide, worked from 3^, add 25' 
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For each lOff 3% inches wide, worked from 4 , add 24' 

For each 100' 3^ inches wide, worked from 4J4. add 2? 

For each 100' 45^ inches wide, worked from 5 , odd 18' 

For each 100" 5!4 inches wide, worked from 6 , add 15' 

For each 100' 7'A inches wide, worked from 8 , add 11' 

For each 100' 9'/i inches wide, worked from 10 , add 9" 

TABLE EIGHTY-TWO 
Lumber Measurement Table 
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Moldings 

Moldings are usually made in ripping width, or 
J4 in. larger than finished width. A y% in. thick 
panel molding if made to finished 1^ in. wide 
should be ordered as 2 in., to allow for ripping; 
to finish full 2 in. it should be ordered as 2^ in. 

Keeping Costs. — Every contractor should keep 
a reasonable account of the cost of a building, 
and especially the time taken to do work., A 
simple system of bookkeeping should also be 
learned. There is one set forth in my *'Hand- 
book" that is made to fit the wants of those who 
have not time to give to double entry systems. 

How to Check the Length of a Rafter. — The 
steel square is a splendid tool — if it is not over- 
worked. There are some who are so enamored 
over it that they would make it the Universal 
Problem Solver. 

But having laid out the length of a rafter by 
the square how can we check it? If there are 
only so many hip or valley rafters, and the lum- 
ber yard is in the next county, it is rather pro- 
voking to cut one short. We can make sure by 
square root. 

Take the figures that all carpenters know — 12 
and 12 on the square, and 17 is the distance across 
the corner, or the hypotenuse, as the learned call 
it. The theory rests upon a very simple picture 
problem : Make two squares upon the two sides 
of 12 in., and one square on the 17 in. side, 
and the area in the two is the same as in the one. 
Thus a square of 12 in. has 144 sq. in., and 2= 



MISCELLANEOUS 155 

4 

288; while one of 17 in. has 289 or practically the 
same. The real distance is 16.97 in., but no car- 
penter uses this, as 17 is close enough for all 
practical purposes. 

Suppose we have a ^ pitch roof with 12 ft. on 
the run and 12 ft. on the rise, how long would 
the rafter have to be? We all know, 17. Why? 
Because the length must be equal to some num- 
ber which when multiplied by itself will give the 
same number of square inches as the squares of 
the other two sides hold. We square the two sides 
at 12, add the total and get 288. What we need 
now is the square root of this number. The 
method is given in any arithmetic, and is very 
simple when once learned. 

Take 20 and 20 instead of 12 and 12, and we 
get 28.28 ft. Multiplying the .28 by 12 to get 
inches we get 3.36 in. ; and the .36 by 16 to get 
16ths of an inch the answer is %q or ^. The 
total length is thus 28 ft. 3^ in. 

The method suits for any kind of a pitch or 
length. 

Houses are squared by the same system. We 
take 6, 8, and 10 across the corner, because 
6x6=36, and 8x8=64. Added together these 
make 100. We have now to find the square root 
of 100, which is 10. 

Water. — A cubic foot of water weighs about 
62^ lbs. ; a gallon nearly 8^ lbs. There are 
nearly 7^ gals, in a cubic foot. If tanks are used 
above joists they have to be strengthened unless 
there is a partition below. 
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The following table gives the capacity of tanks 
in gallons. Decimals are not used. 

TABLE EIGHTY-THREE 
Capacity of Round Tanks per Foot Deep 



Diam. in 


ft. 


Gallons 


Diam. in 


ft. 


Galloi 


2-0^, 


■ •••••• 


23 


6—6". 




.... 248 


3 




53 


7 




.... 288 


3-6".. 




72 


7—6" . , 




.... 330 


4 


!•••••• 


94 


8 




..,. 376 


4-^"., 




119 


9 


!••••••• 


.... 476 


5 




147 


9—6".. 




.... 530 


5—6\. 




178 


10 


1 • • • t • • • 


.... 587 


6 




211 









TABLE EIGHTY-FOUR 

Circular Cisterns 

5 ft. diameter, 1 ft. deep, holds 4.66 Bbls. 

6 ft. diameter, 1 ft. deep, holds 6.71 Bbls. 

7 ft. diameter, 1 ft. deep, holds 9.13 Bbls. 

8 ft. diameter, 1 ft. deep, holds 11.93 Bbls. 

9 ft. diameter, 1 ft. deep, holds 15.10 Bbls. 

10 ft. diameter, 1 ft. deep, holds 18.65 Bbls. 

TABLE EIGHTY-FIVE 

Square Cisterns 

5x5 ft, 1 ft. deep, holds 5.92 Bbls. 

6x6 ft, 1 ft deep, holds 8.54 Bbls. 

7iz 7 ft, 1 ft deep, holds 11.63 Bbls. 

8x8 ft, 1 ft deep, holds 15.19 Bbls. 

9x9 ft, 1 ft deep, holds 19.39 Bbls. 

10 X 10 ft, 1 ft. deep, holds 23.74 Bbls. 

Note. — A barrel holds 31 J^ gallons. 

General. — A cubic foot of water is 7.48 tJ. S. gallons 
and weighs 62.5 pounds ; a cylindrical foot of water is 5.89 
gallons or 49.1 pounds. 

For square or rectangular tanks decide first 
of all how many gallons are required and arrange 
the size to suit 7^2 gals, to the cubic foot. Sup- 
pose we require 300 gals. That means 40 cu. ft. 
If we make the tank inside 3x4 ft. the depth 
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would have to be close to 3 ft. 6 in. As it would 
not be desirable to let the water come clear up 
to the top a few inches extra would be given 
above the overflow pipe. 

But if we made the inside size 4x4 ft. the 
exact depth would be 2 ft. 6 in., and a few more 
inches above the overflow. For either square or 
rectangular tanks the method is easy. 

TABLE EIGHTY-SIX 

Weight of Various Substances per Cubic Foot 

in Pounds 



Material 


Pounds 


Brass, cast 


504 


Brass, rolled 


524 


Brickwork ordinary 
Brickwork, pressecl 


112 


140 


Cement, natural, 


50 to 55 


Cement, Portland, 


94 


Concrete 


140 


Granite 


170 


Gravel, same as sand 




Iron, cast, 


450 


Iron, wrought, 


480 


Lead 


711 


Lime 


55 to 75 


Limestones and marbles 


168 


Lumber (see Table on page 152) 




Masonry, rubble 


154 


Plaster of Paris 


74 


Sand, dry, loose. 


90 to 106 


Sand, perfectly wet, 


120 to 140 


Sandstones, building, 


151 


Slate 


175 


Snow 


5 to 40 


Steel 


490 


Tar 


62 


Water 


62^ 



In Table 87 the Dia., Circ. and Area may be 
used for inches, feet or yards. Thus, if 12 is taken 
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for the Dia. in inches, the Circ. is 37.699 inches, 

or* Z7 .7 is close enough. This means 37 ft., 8J/2 

in. nearly. The Area is 113.1 sq. in. 

TABLE EIGHTY-SEVEN 
Circumferences and Areas of Circles 

Dia. Circ. Area. Dia. Circ. Area. 

1 3.1416 .7854 39 122.52 1194.^9 

2 6.2832 3.1416 40 125.66 1256.64 

3 9.4248 7.0686 41 128.81 1320.25 

4 12.5664 ' 12.5664 42 131.95 1385.44 

5 15.7080 19.635 43 135.09 1452.20 

6 18.850 28.274 44 138.23 1520.53 

7 21.991 38.485 45 141.37 1590.43 

8 25.133 50.266 46 144.51 1661.90 

9 28.274 63.617 47 147.65 1734.94 

10 31.416 78.540 48 150.80 1809.56 

11 34.558 95.033 49 153.94 1885.74 

12 37.699 113.1 50 157.08 1963.50 

13 40.841 132.73 51 160.22 2042.82 

14 43.982 153.94 52 163.36 2123.72 

15 47.124 176.71 53 166.50 2206.18 

16 50.265 201.06 54 169.65 2290.22 

17 53.407 226.98 55 172.79 2375.83 

18 56.549 254.47 56 175.93 2463.01 

19 59.690 283.53 57 179.07 2551.76 

20 62.832 314.16 58 182.21 2642.08 

21 65.973 346.36 59 185.35 2733.97 

22 69.115 380.13 60 188.50 2827.43 

23 72.257 415.48 61 191.64 2922.47 

24 75.398 452.39 62 194.78 3019.07 

25 78.540 490.87 63 197.92 3117.25 

26 81.681 530.93 64 201.06 3216.99 

27 84.823 572.56 65 204.20 3318.31 

28 87.965 615.75 66 207.34 3421.19 

29 91.106 660.52 67 210.49 3525.65 

30 94.248 706.86 68 213.63 3631.68 

31 97.389 754.77 69 216.77 3739.28 

32 100.53 804.25 70 219.91 3848.45 
ZZ 103.67 855.30 71 223.05 3959.19 

34 106.81 907.92 72 226.19 4071.50 

35 109.96 962.11 Th 229.34 4185.39 

36 113.10 1017.88 74 232.48 4300.84 

37 116.24 1075.21 75 235.62 4417.86 

38 119.38 1134.11 Id 238.76 4536.46 
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TABLE EIGHTY 'SEVEN— Continued 



Circi 


iimferenci 


5s and Areas of Circles- 


-Continued 


Dia. 


Circ. 


Area. 


Dia. 


Circ. 


Area. 


77 


241.90 


4656.63 


102 


320.44 


8171.28 


78 


245.04 


4778.36 


103 


323.58 


8332.29 


79 


248.19 


4901.67 


104 


326.73 


8494.87 


80 


251.33 


5026.55 


105 


329.87 


8659.01 


81 


254.47 


5153. 


106 


333.01 


8824.73 


82 


257.61 


5281.02 


107 


336.15 


8992.02 


83 


260.75 


5410.61 


108 


339.29 


9160.88 


84 


263.89 


5541.77 


109 


342.43 


9331.32 


85 


267.04 


5674.50 


110 


345.58 


9503.32 


86 


270.18 


5808.80 


111 


348.72 


9676.89 


87 


273.32 


5944.68 


112 


351.86 


9852.03 


88 


276.46 


6082.12 


113 


355. 


10028.75 


89 


279.60 


6221.14 


114 


358.13 


10207.03 


90 


282.74 


6361.73 


115 


361.28 


10386.89 


91 


285.88 


6503.88 


116 


364.42 


10568.32 


92 


289.03 


6647.61 


117 


367.57 


10751.32 


93 


292.17 


6792.91 


118 


370.71 


10935.88 


94 


295.31 


6939.77 


119 


373.85 


11122.02 


95 


298.45 


7088.22 


120 


376.99 


11309.73 


96 


301.59 


7238.23 


121 


380.13 


11499.01 


97 


304.73 


7339.81 


122 


383.27 


11689.87 


98 


307.88 


7542.96 


123 


386.42 


11882.29 


99 


311.02 


7697.69 


124 


389.56 


12076.28 


100 


314.16 


8853.98 


125 


392.70 


12271.85 


101 


317.30 


8011.85 


126 


395.84 


12468.98 



Comparison of Brick and Frame Construction 

We have to include the sill to make a fair com- 
parison, for that is not required in a brick build- 
ing, but is a part of a frame one. On the wall, 
page 90, the figures for a 40 and 50 cents per hour 
wage are $14.22 and $15.29. This is with 6 in. 
siding and corner boards, the ordinary construc- 
tion, although 4 in. is more common now, except 
with some bungalows that have 8 in. and 10 in. x 
% in. There appears to be no reason thus why 
6 in. should not be used if made thicker than 4 in. 
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TABLE EIGHTY-EIGHT 
Cost of Wall with 2x4 Studs 

40 cents 50 cents 
1 square of wall complete (see page 90).. $14.22 $15.29 

Painting, 3 coats 2.86 2.86 

Sill 80 1.00 

Cost of wall .$17.88 $19.15 

For 6" siding, mitered corners, extra labor, * 

compared with corner bds 80 1.00 

$18.68 $20.15 

Cost of wall given above $17.88 $19.15 

For 4" siding and corner boards, extra 

material 1.00 l.OO 

Extra labor, compared with 6" with corner 

bds 1.25 1.50 

$20.13 $21.15 

Cost of 4" siding and corner bds $20.13 $21.15 

For 4" siding and mitered corners, extra 
labor as compared with corner bds 1.00 1.25 

If2l!i3 $22.40 

If sheeting is angled add from 75 cents 
to $1 per square for material and labor. 

TABLE EIGHTY-NINE 
Wall with 2x6 Studs, Angle Covering 

(See page 90.) 

40 cents 50 cents 

Studs, 2x4 figure, plus 45 per cent $4.75 $5.18 

Angle boarding, $4.17, plus 25 cents for 

material, 50 for labor; and 25 and 62 4.92 5.27 

Paper 35 .35 

Sill 80 1.00 

Siding, 4" mitered corners, $6.43 and $6.97, 

plus $3.25 and $3.75 9.68 10.72 

Painting 2.86 2.86 

$23.36 $25.38 

Cases have been known where 2x6 studs were 
set at 12 in. centers instead of 16 in., and this 
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would make another increase. If the house is 2- 
story, each square of wall does not require the 
allowance of sill. 

Furring. — The difference in piaster on the in- 
side is not cortsidered. The frame building must 
be lathed, but the masonry ones need either 
waterproofing in rainy climates at 25 cents per 
yard extra, or furring and wood lath. If the 
plaster is done in dry climates directly on the 
brick there is a saving of a little as compared 
with the wood lath. Furring on walls is worth 
about $2 per square, so that if this were done 
there would have to be an allowance for it in 
the comparison. Roughly speaking, in most parts 
of the country 3 cents per square foot would have 
to be allowed for either waterproofing or furring 
on the brick buildings. 

If better building were done houses would last 
twice as long, the consumption of lumber would 
be decreased, and fire risk cut down. There 
should be at least 10 ft. between all houses. 

TABLE NINETY 

Plastered Exteriors 

40 cents 50 cents 

1 square of 2x4 wall and sill without 

siding page 90. $8.59 $9.32 

Furring at 10" centers 1.50 1.75 

Plaster on metal lath, 11 yds., at $1.25 13.75 13.75 



$23.84 $24.82 

The plaster might cost more or less — prin- 
cipally more at city prices, if the work is well 
done. 
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For angle boarding, 2x6 instead of 2x4, and 
all other extras add to suit. 

Brick Walls 

Taking a square for a basis of calculation we 
have 1,500 brick in wall measure at 9 in. thick. 
At $12 per 1,000 this is $18.00 or 18 cents per 
square foot. But this is for common brick. If 
well burnt it is as good as pressed brick so far as 
lasting quality goes ; and there are architects who 
say that it looks better. But 3 cents ought to go 
on to this either for furring or waterproofing, if 
in a rainy section. 

Painting is sometimes done on both brick and 
cement work, so the gain in this item is not al- 
ways pocketed. 

But the thickness of brick walls has to be con- 
sidered. We can not use 9 in. walls in some 
cities at all. In others they are allowed 9n the 
top stories. 

There is always a good deal of wrangling 
among dealers as to the lasting qualities of their 
materials. The brick men are not very fond of 
frame buildings, while the lumber dealers like 
them; the cement niills turn out an excellent 
binding for reinforced concrete and artificial 
stone, yet we hear the natural stone workers ex- 
press unfavorable opinions of their rival. But it 
is not so much the nature of any fair material of 
which a wall is composed that gives it lasting 
qualities as the way it is put together. Naturally 
wood does not last like stone, but it lasts for a 
century if it is used in a right way. The colonial 
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houses stood for generations. Our frame houses 
are built for a short life. They ought to last at 
least 75 years. Why do many of our brick build- 
ings have a life period of only twenty years? 
Brickwork may be laid to endure for centuries. 
We need better walls in all kinds of materials. 
This means conservation of lumber. 

TABLE NINETY-ONE 
Common Brick Wall. — 

Per sq. ft. 

1 story on top of ground, 9", 18 cents 

Moisture proofing, 3 cents 



21 cents 



Basement, 8' high, 13", 1st story 13", 2nd, 9", 24^ cents 
Moisture proofing on living rooms, 3 cents 



27 y2 cents 

8' basement, 13", and 1 story 9^, 235^ cents 

Moisture proofing, 3 cents 



26y2 cents 



Pressed brick will run up the cost 15 to 22 
cents more per square foot for a good quality of 
material, making the finished wall 40 to 50 cents. 

Review 

1. Why is conduit or armored work best? 

2. Why is liability insurance necessary? 

3. When is a bid binding upon a contractor? 

4. What are "repairs"? 

5. Do you understand how to work out square 

root? 



CHAPTER XIII 

Hints on Drawing 

Many students, contractors and mechanics 
occasionally have to draw plans, and most of 
them find the work rather difficult at first. With 
this, as with almost everything else, practice is 
necessary. A wagon load of books of instruction 
will not do so much good as actual work. At the 
best, it is not to be expected that a tradesman 
will draw with the same finish as a draftsman. 

Materials. — In the first place, buy a reasonable 
set of drawing instruments. A set may be had 
for as low as $5. 

In the next place, stop using a 2-ft. rule, and 
get an architect's scale. The boxwood ones cost 
from 45 to 50 cents; the celluloid white edged 
ones, $1.50. The mail order houses sell them at 
a low price. A triangular scale is better than the 
flat kind, as it has more sides. 

Triangles. — Two triangles should also be pro- 
cured — one with two angles of 45 degrees, and 
the other with 60 and 30. Unless for large work 
a 6 in., 45 is about the right size, and the other 
somewhat longer. 

Curves. — At least one French curve is useful 
to make lines that turn into all kinds of round 
shapes. , 

T-Square. — The fixed kind is better than the 
one that works on a swivel. 

164 
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Drawing Board. — All sizes are made. The size 
required depends upon the nature of the work. A 
board about 28 x 40 in. is easily handled, and suits 
a 24 X 36 drawing. 

Thumb Tacks are cheap and required to hold 
down the paper. 

Erasers are also necessary. The best kind for 
ordinary use are Emerald or Corona. For clean- 
ing tracings get Art Gum. One brand of it is 
known as Eagle Cleaner. 

An Ink Eraser is also required to rub out lines 
on tracings. There are few that do not require 
some changes. 

A Shield is useful. It is a thin brass plate 
with slits and small apertures in it for laying over 
the marks on a tracing it is desired to rub out. 
This saves the other parts. It is against the rules 
to use a knife to take out any marks, but if care- 
fully done no one is the wiser. There are places 
where the point of a knife will go and do the work 
neatly while an eraser would take out more than 
can be restored in an hour. 

Pencils. — ^A 6-H pencil is used for ordinary 
work. There is a 7-H which is even better. These 
hard pencils are expensive, but last a long while. 
For detail work 3-H or 4-H are better to work 
with, as they are softer. 

Ink. — India ink must be used for tracing. It 
costs about 25 cents per bottle. Higgins makes 
a good article. 

Pens. — A few small pen points are necessary. 
Some prefer to use good stiff ordinary pens, and 
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do excellent work with them. More depends 
upon the man behind the pen than the article 
itself. A ruling pen comes in the set of drawing 
instruments. 

Paper. — For ordinary work duplex paper is 
used to make the drawing ready for the tracing. 
There are many kinds of paper of this kind that 
will serve. 

Temporary work is often done with a pencil on 
tracing paper instead of cloth. 

Manila paper is sometimes used for drawings 
that have to stand a good deal of usage, and are 
not meant to be traced. The lines may be inked 
in if desired. Some do this on cloth also, but it is 
better to use paper first. 

Tracing Cloth. — When the drawing is finished 
this cloth is laid over the top and the tracing 
done. It is glazed on one side and dull on the 
other. Any side may be used, but the dull one 
seems to be the better. It is easier on the eyes, 
for one thing. 

Cost. — The foregoing outfit does not cost so 
very much. For $12 or so one may have instru- 
ments and supplies enough for years. This does 
not include any paper. On the other hand, $200 
can be expended for stylish instruments and 
equipment. 

Methods. — Suppose you have to draw a plan 
of a house 22 x 40 ft. Use the scale of J4 i^- to 
the foot. This is the best one for general use, 
unless the building is to be long, and the sheet 
not easily handled. 
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There are to be plans of the basement, first, and 
second floors. We draw a line along the T- 
square at the bottom of the board at a workable 
height to give us the front line of the main part 
of the house. In general keep the front of the 
building to the bottom of the board for a 
dwelling. 

Measure 40 ft. back from this line and draw 
another line parallel to the first. This gives the 
front and back of the house, and saves measuring 
on any of the three plans for this part. 

In using the hard pencil do not bear too heavily 
upon the paper, as the marks may have to be 
erased. 

Next draw up, from bottom to top direction, a 
line on the extreme left to represent the side of 
the house on the basement plan. Measure 22 ft. 
to the right and draw another. The other two 
plans should also be blocked out on the board to 
give room for any projections such as porch piers, 
steps, etc. 

The basement plan can be laid off on the left, 
then the first floor, and after that the second. Of 
course on large houses there is often only one 
floor put on the board at a time, but for a small 
size like this all of the plans can be attended to. 

The first floor is usually most important, how- 
ever, and it is best to arrange it first, and make 
the others to suit. Each floor has to be "humored** 
to suit the others. 

Triangles. — Put the triangle on the square and 
work from the left to the right. Do not follow 
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the beginner's way of working from the right 
to the left. Near th^ right hand edge of the, board 
when there is not room for the triangle it may be 
reversed, but not otherwise, as a rule. 

There are several good reasons for placing the 
triangle in this way. One is that the tracing has 
to be done from left to right, and just as this is 
the best method for the pen so it is for the pencil- 
after a little practice. Another reason is that no 
matter how nicely triangles are squared they 
sometimes get a little out of **true," and when 
work is done both ways — from left to right, and 
vice versa — the lines diverge enough to make 
trouble, especially on a large drawing. Then 
when the tracing is begun the trouble increases, 
for the pen work must be from left to right to 
prevent smearing, for one thing, and the ink line 
does not come directly over the one in pencil. 
The only rule to follow is to use the triangles in 
the same way for pencil as they must be used for 
ink. A number of small lines might connect with 
an upright line, and if this one had to be inked in, 
say, %2 i^- further to the left on a wide drawing 
than the pencil line below, all the connecting 
lines would be too far to the right. 

In almost all lines there are certain ways of 
doing work that are so advantageous they are 
standard. This "backhanded" way of drawing is 
one, and it is worth some patience and work to 
learn it correctly. Many a woman has learned 
to cook by trying, but few without practice. Suc- 
cess is won through failure. So with drawing. 
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Using Triangles. — A 45 degree triangle is 
showa in black. To get an upright line at A the 
triangle must be moved as dotted, and the line 
drkwn in what at first may seem to be a back- 




/a 



\/- 



/ZJ 



Method of Using Triangle 



handed way of working. Another upright is 
sh6wn at B with a 60 and 30 triangle. Only wh^n 
there is not room on the board is the triangle 
reversed, as shown at end of the blade of the 
square. 






/ 




Fig. 12. Making Parallel Lines 

Parallel Lines. — Suppose it is desired to make a 
line parallel to D at C. It cannot be made with 



\ 
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the T-square, nor with an upright triangle resting 
on the square, for it is neither plumb nor l^vel, 
as would be said on a building. A triangle of any 
kind — in the illustration a 45 is used — is laid 
down as dotted and marked A. Another triangle, 
B, or a straight edge of some kind, is laid down 
against A. A is slid down on B until the point C 
is reached, and C and D are parallel. 

Exactness.- — It should not be necessary to say 
that accurate measurement is essential to make a 
good drawing. Using a J4 ^^' scale the drawing 
is just y^s part the size of the building, and any 
mechanic knows how a trifling error of measure- 
ment sometimes makes trouble on even that. It 
is much more so on the paper, for the proportion 
is greater. With an architect's scale and Jt sharp 
pencil there is little excuse for getting out of the 
way. One error usually leads to several before 
the drawing goes far, and for this reason the main 
outlines especially should be carefully laid down 
first. 

But sometimes the outside dimensions are 
changed to reduce the cost, or for some other 
purpose after the drawings are finished. To save 
the expense of making a new set of drawings the 
figures are merely altered. This is one good rea- 
son for marking all the main dimensions in fig- 
ures. The ordinary architect cannot afford to 
make drawings twice for the small price he too 
often gets. For practical purposes a plan of this 
kind is as good to work from as one that is ac- 
curately scaled, but figures only have to be relied 
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on. Those who have had anything to do with 
drawings of machinery know that they are pur- 
posely made out of scale, or "distorted," just to 
keep any one from scaling them. Figures only 
have to be relied on, and they are usually in 
inches, and not in feet and inches. Railroad en- 
gineers also make distorted scales; and when 
these two classes get along on this basis there is 
no reason for an architect to make up an entire 
set of new drawings just because a few feet have 
been added to or taken from the dimensions. Any 
mechanic who can measure work on a building 
with a rule need have no trouble when he turns 
to paper and a scale. Most of the difficulty is 
from the want of perseverance and not the want 
of ability. Can a man learn a trade in a few 
weeks? Or make good workmanship without 
practice ? Why, then, expect a good drawing un- 
less you serve a reasonable apprenticeship? 

Lettering. — One of the troubles of the student 
is the lettering of a drawing. There are whole 
volumes devoted to this subject, and nine-tenths 
of what they say is useless to the man who has 
only a plain drawing to make. 

There is one good system of lettering that all 
builders and tradesmen should follow, because it 
is the easiest to learn, the easiest to use, it takes 
less time than the others, and looks best. This 
is the single line slanting system, as shown under 
"Dimensions." The Roman, or capital letter 
|cind, should not be attempted by the ordinary 
man who only occasionally makes a drawing. An 
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otherwise fair drawing is often spoiled as to looks 
with capital lettering. The wrong system is fol- 
lowed, the difficult system, the one that trained 
draftsmen can use well enough, but that almost 
everybody else finds difficult and tedious. 

The slanting, single stroke system is in use 
over many railroads on account of its hianifest 
advantages. What is good enough for engineers 
and architects is surely suitable for tradesmen 
and contractors. 
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Fig. 13. Single Stroke Lettering 
Before you start lettering draw a line with the 
T-square or triangle where desired, and another 
about an eighth of an inch from it, depending 
upon the size of the letters required. Do not 
attempt to make letters without these two lines. 
They are the guides. One advantage of this 
slanting system is that if the letters are all kept 
inside of the lines they look fairly well even if not 
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Tegular. When learning to sharpen a saw the be- 
ginner is always warned not to make "sheep and 
lambs" of the teeth. Without the guide lines the 
amateur, or even the expert, is likely to mix his 
live stock in the same way with the letters. 

Many draw a third line on top for the heads of 
the letters, and this is a good plan to follow, but 
it is not always necessary. 

For the encouragement of beginners I may say 
that I have seen trained draftsmen make such 
poor lettering that almost any one could equal it. 
As a matter of fact, it is often the youngest and 
poorest paid boys who do the tracing. While 
good workmanship is desired, and in the best 
offices insisted on, it is recognized that figures 
and construction are what count, and that the 
lettering is only a secondary matter. It should 
be readable, and fairly regular, and with practice 
any one can make his style serve that far. 

The lettering is first done in pencil, and can be 
erased and changed if desired before it is traced. 
Draftsmen sometimes make their first drawing on 
the tracing, but the beginner should not follow 
this system. 

The names of rooms, such as Parlor, Kitchen, 
and so forth, should be put about the center of 
the space, or in such a place that they will look 
well. A little taste will help anyone to decide 
such minor points better than a page of instruc- 
tions. A line of figures is usually put below to 
give the size of the room. Draw the guide lines 
for the figures as well as for the lettering. 
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The samples Figs. 13 and 15 are given to drafts- 
men on several western railroads as standards to 
copy from. The perpendicular style is more diffi- 
cult than the slanting, and defects of workman- 
ship are easily seen. Keep to the slanting style. 
The figure 9 is often made in the ordinary way 
rather than as it shows in the samples, as this is 
easier. 

Millions of dollars worth of work, engineering 
and building, has been done from drawings let- 
tered according to these two samples, and most 
of it as shown under "Dimensions." It is thus 
suitable enough for any drawings that may be 
made by readers of this book. But as an illustra- 
tion of theory contrasted with practice the sample 
from "The Building Age" is given. It is the work 
of E. H. Bentzel, Instructor in Drafting, Hamp- 
ton Institute, Va. It is the best of various sam- 
ples submitted by experts. The value of the 
guide Jines is clearly shown. Both for size and 
style the line at top — Letters and Figures — is 
best for general use. The line at bottom is too 
small for the beginner, but has to be used in some 
parts of a drawing. The sloping lines of the 
capitals are made with a 60 degree triangle, reg- 
ular or reversed. 

It may be noticed that the samples give the 
same slope for all the letters, and the same 
spacing between the words. This means practice. 

Of course the guide lines have to be put also 
on the tracing before the inking is done. This is 
as important as to put them on the paper draw- 
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ing, for while the latter is thrown away the 
former is kept, and the work is seen as it shows 
there. The lines are made with a pencil, and are 
just clear enough to be seen. After the tracing is 
done they are erased. Under the title of the 
drawing, however, and often under the names of 
rooms, etc., a line is occasionally drawn in ink 
closely below the lettering. This hides some defects. 
Heads Up. — Do not stand the letters upon their 
heads. Running across the board the words 
should be put just as they are in this book; that 
part is clear enough ; but it is often forgotten that 
running the other way the heads should always 
be to the left. Some letter the left end of the 
drawing the right way, and when they turn to 
the right end head the words reversely, and thus 
put their soldiers feet to feet, as it were, rather 
than all facing in the one direction. 

Section. — When the floor plans are finished in 
the rough it is best to make a section next. Do 
not make the elevations before the section. When 
that is made the heights can be easily run across 
to the elevations by the T-square. If the eleva- 
tions are made first the cornice or other features 
are apt to be too high or too low. It would be 
bad practice to make the elevations first and 
square across from them to make the section, be- 
cause the latter is laid out to scale more accurate- 
ly than the former can be without too much 
trouble. For some cheap plans the section is 
often dotted in on the elevations to save expense. 

Sectioning. — Where walls are shown in section 
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they are usually marked in some way. There is 
no fixed rule, for the various materials, and some 
offices follow a style that would not be permitted 
in others. The following standards are about as 
good as any. 

This style of section- 
inT : hould be used 
for all metals except 



1: Metal 




when they belong to Class 2. 



2 : Poured into 
place hot 




For materials that 
are to be melted and 
poured itito place 
hot, and that set 
solid when cool. Babbit metal and similar alloys, 
lead, solder, sulphur, wax, paraffin and pitch are 
examples. ' It is also used for materials that are to 
be vSofened by heat and squeezed into place. 

3:Po„red,nto^^^^™s will generally 

place cold 




mean sorne kind ot 
cement, as Portland 



and other hydraulic cements. Plaster of Paris, 
concrete, mortar. It should also be used for 
pasty or plastic materials, as tallow, putty, etc. 
,when squeezed into place without being heatea. 



4: Fibrous or 
Flexible 




This method is used 
for such materials as 
leather, leatheroid, 

rawhide, fibre, asbestos, felt, rubber, gutta-percha, 

ivory, bone, etc. 



y /y /J y////////y ///y / // ^ A 



5 : Flexible 
Insulation 



For fhin pieces 




^ 



^ 




This style is intended 
for use especially in 
connection with elec- 
For thick pieces trical apparatus. 
Materials that would mechanically belong to the 
preceding class should have this sectioning when 
they are used for insulating purposes. Mica, paper, 
cloth, fibre, fullerboard and rubber are examples. 
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6: Wood It is often desirable to imitate the grain 





of wood whether in section or not. 

This sectioning should be 



7: Stone 
Glass 



used for materials that be- 
long to the same general 
class as stone, marble, slate, 
soapstone, brick, terra-cotta, porcelain and glass. 

ZZ^For all liquids that do not 
set solid at ordinary tem- 
peratures, as oil, water, 



8: Liquid 



zzr. 



Lxohol, glycerine, turpentine. 

^^^^^^^^^This sectioning should be 
9: Specia 




sed for materials that are 
^entirely special, or that do 
not belong to one of the above classes. 

Fig. 16. How to Detail Various Materials 

There is a difference between a section and an 
elevation that some do not understand. The ends 
of open or exposed rafters on a bungalow roof 
are shown in elevation and not in section. They 
should not be sectioned. But when a line is cut 
back on the roof they show in section. On a 
finished house a photographer takes everything in 
elevation, and therefore no sectioning can be done 
on anything that shows in his picture ; but if a 
part of the house were cut away and the ends of 
the timbers shown the sectioning should be done. 

Changes. — Many changes have to be made to 
suit plans, elevations or sections. The floor plans 
being the most important and practically fixed as 
to size have to be laid out first, but when a rough 
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idea of what is wanted is gained many factors 
have to be modified to make the work go forward 
as a whole. The chimney that comes in the right 
place in the first floor might cut through the best 
bedroom on the second, and land in the center 
of the attic stair. 




Front PorcK 



# 



Fig. 17. Showing Section Line A. fe. 

The sectional line is sometimes made with a 
"jog" in order to show what would not be seen 
on a straight line. The line A B shows how this 
may be done. At A the section through a room 
may be given on the same sheet that shows the 
interior of another room at B. 

Dotting. — What comes above or below the floor 
is dotted. Thus, the beam design of a dining 
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room ceiling may be, and often is, shown on the 
first floor plan. Footings, girders, and pipes are 
laid out in this way. (^ee Fig. 18.) 




FOWCM 
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Fig. 18. Method of Dotting 

Symmetry. — A draftsman will save himself 
much trouble and do just as good work if he will 
remember that a plan is always symmetrical un- 
less otherwise expressed. He can reverse the 
maxim if he likes and say that a plan is never 
symmetrical unless clearly shown to be so, but by 
doing this he will land himself into unnecessary 
trouble. Many a man would save himself some 
of that if he would only give builders credit for 
knowing a good deal about their own business. 
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If you saw a door or window in a gable and no 
distance was marked, where would you put it if 
it looked to be in the center? Properly, the dis- 
tance to center should be marked, but if not, 
would you assume that the idea was to make the 
center of the window coincide with the center of 
the gable? Or if two windows were shown and 
the distance of one only happened to be marked 
24 in. from the corner, would you assume that 
the other was the same distance if there were no 
figure, and it looked to be about the same place ? 




Fig. 19. Central Window 

If not, why not? Or if you saw a chimney breast 
with the usual pier on each side and the size of 
the opening and one pier marked, would you not 
take it for granted that the other pier was the 
same size? 

I have seen drawings so plastered over with 
useless figures that they should have been ex- 
hibited as curiosities. Most of the waste work 
came from the acceptance of the wrong theory 
that a plan is unsymmetrical unless it is otherwise 
shown. There is sometimes "nothing to show'' 
that such and such things are so, except common 
sense. 
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Centers. — In general, the best way to mark dis- 
tances of windows and openings is to the center. 
Then if the millwork comes too wide, or narrower 
than is expected, there is no trouble. In the main 
plans window boxes should not be drawn. A line 
should be drawn across at each end and two or 





'Fig. 20. Window Boxes 
three lines between. Everyone in the business 
knows what this means. It is a waste of time to 
make boxes. Even with details for ordinary work 
it is not necessary, as all the mills follow the 
standards. In detail drawing no scale less than 
Yt. in. to the foot should be used. 

The accompanying illustration shows a wide 
and narrow window in a clear enough way. 
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Fig. 21. Diagram Illustrating Use of "Break" Line 
Breaking. — When it is not desired or necessary 
to show a wall, stair, or other feature of a build- 
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ing in full, the lines are broken, as shown. By 
this method it is possible to show parts of tw^o 
stairs on the same drawing — the one going up 
and the other down, with the lines broken where 
they meet. 

Dimensions. — In general, the distances on the 
level should be given on the plan, and the heights 
on the section only, and not on elevations. 

Do not be too theoretical. Building is not ex- 
actly like watchmaking. Some of the office men 
would faint if they knew how their nice little 
figures are handled to suit unwieldy stones, 
coarse brick and dirty mortar. I once worked 
from a drawing sent out from a large railroad on 
the Pacific Coast where- the brickwork was 
figured to %4 of an inch. That was in the office ; 
on the building I have seen a brick wall laid up 
two inches out of plumb without anyone being 
the wiser. We are all in the same business ; let 
us make a compromise: If the office will agree* 
not to get lower than the ^ inch unit, the men 
on the wall will guarantee not to swing over 
more than an inch. 

Lumber lists and millbooks should be con- 
sulted in order to keep to standard sizes. They 
cost much less, and for general purposes are bet- 
ter than some of the special designs. 

Repeating. — Where there are many windows 
and doors on plain buildings, show a few detailed 
out with the lights or panes on an elevation, and 
leave the others in outline only. 

Glass. — The size of glass should be marked 
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whenever it is possible to do so. This is in jus- 
tice to the millman who has had to suffer too 
often. It is easy to measure 2 in. or even 4 in. 
too narrow on an eighth scale drawing, and this 
counts, in plate glass especially. It must be re- 
membered that the width of glass is always 
marked first, and the height next. Thus a sash 
would be 32x30, when it was to be wider than 
high, and 30 x 32 when narrower than high. 
Wider than high costs a little more, so in general 
it is better to keep the width not more than the 
height. 

Direction of Timbers. — If there is any chance 
of mistake on floors or roof the direction of the 
timbers should be marked with an arrow. For 
cut-up roofs a plan' should be made. It may be 
dotted oh the second floor plan to save expense 
on a cheap house. If four elevations are given 
the style of the roof is seen at a glance, but two 
are usually made to serve for an ordinary 
dwelling. 

Tracing. — After the paper drawing is finished 
it has to be traced. There is nothing very diffi- 
cult about the process of tracing. 

With thumb tacks fasten the cloth down upon 
the paper with the dull side up. Then take white 
chalk, magnesia, or some powder that is sold by 
the dealers, and rub the cloth all over with it. If 
magnesia is used the better way is to scrape some 
of it off with a knife and thus make a powder 
that will > not injure the surface of the tracing 
cloth. After rubbing it all over wipe it clean, so 
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as to leave no grit to run into the pen, and it is 
ready for inking. 

There are many who have trouble in making 
ink flow on the tracing cloth. They sometimes 
forget to use chalk, but usually the difficulty 
arises from an unclean pen. The drawing pen 
must be kept clean with a piece of cloth. The 
pen is not dipped in th* ink, but filled from the 
quill. 

Lines. — Do not make fine hair lines. It is easy 
enough to do this, but the blue print made from 
the tracing is not so good. Plans are made for 
use, and not for exhibition. A clear .bold line 
should be made, not too heavy, but rather that 
than too light. When working around a building, 
or in a dark corner, there is no satisfaction but 
considerable provocation in having a print that 
cannot be easily seen. 

If any circle work is shown always make it first 
and join the straight line to it. This is much 
the easier way. If the straight line is drawn it is 
not so easy to make the circle strike it. 

Erasing. — If a mistake is made or a change con- 
sidered necessary after the tracing is done the 
only way is to rub out the ink. Draftsmen say 
that it is a poor kind of a tracing that does not 
have some erasures. The work should be gone 
about in a reasonable way, and the rubbing 
should not be done too hard or hurriedly. Above 
all, the cloth should not be ruffled. It is easy 
enough to erase the lines, and the patching can 
be done without showing. There are draftsmen 
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who rub a hole in the cloth through carelessness. 

Method. — In general, begin inking at the top of 
the drawing and work down. Make all the lines 
that can be made with the T-square, running 
from left to right, and then take the triangle and 
work from the left-hand side of the board to the 
right, cleaning up the main lines as you go. 

Title. — There are various styles of titles. The 
following will give a suggestion for one : 

Plan of House for 

J. B. Allen 

Scale ]A" = \ ft. 

Date, Dec. 13, 1916 

Drawing No. 23 

C. Inigo Wren, Architect, 

Ithaca, N. Y. 

Under each plan or elevation a small sub-title, 
or legend, is put, such as, First Floor Plan, Front 
Elevation, Section, or whatever it may be. 

Where there arq several draftsmen, the one 
who made the drawing, the tracer, and the 
checker have to put their initials near the title, 
so that the responsibility for mistakes may be 
properly placed. 

Dimension Lines. — Sometimes diluted ink is 
used for these instead of the common black. Wa- 
ter is added to the India irrk until the right shade 
is obtained. This gives a distinction between the 
lines of the building proper and the working lines 
of the drawing. The figures are put in black. 

Conventional Signs. — The man for whom this 
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chapter is written is not at first likely to need 
many standard working signs, but it is easy 
enough to find them if desired. The sectioning 
has been already given. The steel handbooks, 
such as Carnegie's, will give the signs for rivet- 
ing, and standard connections for all sizes of 
beams, etc. ; the National Electrical Contractors' 
Association of the United States has issued two 
large pages of symbols for their work and rubber 
stamps to save lettering. The following colors 
are used for heating plans : 

Air 

Fresh cold air Light Green 

Fresh warmed air (warm air chambers) Carmine 

Mixed air (warm and cold) Yellow 

Vitiated air (ventilating flues) Blue 

Circulating or reheated air .Violet 

Cross sections in dark tones, vertical sections in lighter 
tones. 

Constructive Parts 

All iron parts, such as boilers, doors, stairs, engines, 
blowers, dampers, chains, registers, heating pipes, 

traps, expansion tanks, etc Blue lines 

Steam radiators Blue edge filled with Green 

Water radiators Blue edge filled with Blue 

Direct indirect radiators Blue edge filled with Yellow 

Low pressure steam pipes Orange 

High pressure steam pipes Carmine 

Return steam pipes Dark Green 

Hot water flow pipes Sienna 

Hot water return pipes Blue 

Air vent pipes Blue 

Cold water supply pipes Violet 

Overflow pipes Brown 

Coloring Blue Prints. — Use Windsor and New- 
ton's materials mixed with water. Put on the 
lines with a drawing pen the same as for ink. 
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le color must be thin enough to flow. Red is 
e standard color for brick and yellow for wood. 
)me architects take a brush after the lines are 
It on and fill in the wall with the color. 

Blue Printing. — Send to any of the nianufac- 
rers of drawing materials for instructions, and 
g^et the experience of others for nothing. Some 
them are Eugene Dietzgen and Co., Chicago 
d New York;lKeuffel and Esser Co., Chicago, 
e-w York, St. Louis, San Francisco ; and the two 
eat mail order houses of Chicago. 

Architect's Charges. — The usual charge for 
dinary work is five to six per cent, upon the 
tal cost of tlie work for plans, specifications, and 
perintendence ; or three and one-half to four 
r cent, for plans and specifications alone. Be- 
use of the increase for office expenses the New 
ork Chapter of the American Institute of Archi- 
cts raised their minimum from five to six %. 
For fine residence work some architects get ten 
:r cent. ; but quite a good deal of residence archi- 
cture is done for five. For alterations ten per 
nt. is the charge by some, and five by others. 
all depends upon how the finances are. A rich 
an can refuse what a poor man is glad tq get. 
)niehow, architects do not like those who cut 
;low the prevailing rates. This cutting is par- 
)nable, even commendable, quite a few of them 
ink, for bricklayers, and other tradesmen, but 
)t for the quality. 

Traveling expenses are charged in addition to 
le percentages. 
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The drawings and specifications are the prop- 
erty of the architect when the work is finished. 
The house or building belongs to the owner, but 
the plans and specifications are not his any more 
than the hammers, saws, and trowels that it took 
to build it. In other words, the plans and specifi- 
cations are only tools or instruments belonging to 
the architect that he has to use to construct a 
building for the owner. Every owner should take 
care, however, to get a set of blue prints in case 
of any alterations, fire, or other contingency, but 
with the understanding that he was not to use 
the plans to build another house from them with- 
out paying the architect. 

Time of Payment. — When the first sketches are 
finished the architect gets one-fifth of the entire 
fee; when all the plans and specifications are 
ready, two-fifths ; and the other two-fifths from 
time to time as the work goes on. 

Sizes of Drawings. — The left hand margins of 
the sheets is made wider than the others to allow 
for bindings. An endeavor has been made by trade 
papers to have manufacturers adopt the stand- 
ard sizes for catalogues and pamphlets. The mar- 
ket used to be filled with dozens of various shapes 
and sizes. It is just as desirable for those who 
make drawings to adopt a set of standard sizes 
instead of working on scraps of tracing cloth. 
Drawings should be preserved in case of fire, 
valuations, or alterations, or to show to a client 
who may want a house like another already built. 

Several illustrations will now be given of actual 
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plans to show how the various parts of a building 
are drawn. Two floor plans for a house designed 
by T. P. Walker, Hingham, Mass., and taken 
from "The Building Age," are first presented : 

The lettering system is different from the one 
recommended, but is common among architects. 
The windows are drawn in the proper way with- 
out showing boxes, which is unnecessary even on 




Fig. 22. Main Floor Plan 

a large scale drawing. The broken line, already 
referred to, is seen at the stairs. This shows 
part of iDoth stairs on the same floor plan — the 
one going up and the other going down. The arrow 
points the direction. The method of showing 
French windows, which open like a door, it seen 
at Plants. The sink is drawn in the usual 
manner. The walls and partitions of such ordi- 
nary houses, on a J4 i^- scale, are ordinarily 
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shown with two lines only, and not solid, i 
though this is customary in drawings on a smJ 
scale for books and magazines. 

The second floor is laid out in the same way» 
the first. The arrow shows the main stair gov 
down, consequently the one without an arr 
must go up. The broken line is again seen, 
bathroom is detailed in the common way, and 




Fig. 23. Second Floor Plan 

end of the tub gives an illustration where tl 
circle has to be drawn first and the straight line 
joined afterward to it, as already cautioned. 

The method of indicating the names of rooml 
and the sizes is clear. In a working plan a shor 
straight line is always drawn to show the door 
and the side upon which they are hinged, just ai 
with the windows in the Plant room. An arrou 
is used to call attention to a certain feature, aJ 
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at cupboard in the kitchen, where one lettering 
serves fof two cases. 

The vertical section through the piazza gives 
an illustration of detailing and lettering. In both 
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Fig. 24. Vertical Section Through Piazza 



floor plans and this one the scale is made small 
to suit the page, and the drawings are clear 
enough without taking up too much room. In 
actual practice the floor plans are made J4 i^- to 
the foot, and the details at least ^ in. 
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A bimgalow fl(X)r plan from "The Building 
Age" is now presented. The entire blue prints of 
plans, elevations, constructive details, and type- 
written specifications for this design, No. 680, 




Porch 

3D DC 



Fig. 25. Floor Plan of Bungalow 

may be had from David Williams Company, New 
York, for $10. It is a good idea for beginners to 
purchase such a set and see how the actual work 
is done. 

It may be seen that the French windows in this 
case open in instead of out, as in the other plan. 
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There is no stair except the one to the basement, 
with the usual arrow and Down marked. Up 
and Down must be marked to show direction. 
The sink has a double dripboard with the usual 
short angle lines. There is not a pantry in either 
house. The places for electric lights are marked 
on this plan by a small circle and four dots. 
Some are center lights, and others go at the wall. 



Fic. 26. Front Elevation 

In a working plan the furnace outlets are also 
marked, or the radiators. The swinging door 
between the kitchen and the dining room is 
shown solid and dotted. The ordinary door is 
shown by a solid line only. 

The front elevation is drawn in the ordinary 
maner, but lacks one feature that millmen espe- 
cially Hke to see — the sizes of the window glass, 
which should always be marked. For ordinary 
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purposes the brick are seldom detailed out, as on 
this elevation. 

The section is now given to show how the 
heights are marked. When there is not room 
to make a clear figure of thickness in a wall, two 
arrows are used and the figure put outside, as 10 
in the basement wall. Unless angle sheathing is 




Fig. 27. Section Through Main Wall 

used the systeni of laying the plate on top of the 
joists, as here, is condemned in my "Home Build- 
ers' Guide," page 167, the Tornado chapter. 

A drawing of another kind is now given. This 
is a floor plan and section of a large barn by 
W. E. Frudden in "The Building Age." The 
method of showing tile drains is indicated, and 
this suits for a cottage as well as for a barn or 
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Fig. 28. Floor Plan of Bahn 
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any building. They are dotted to show that they 
are below the floor level. The windows are not 



Fig. 29. Vertical Section Through Cow Stalls 
of the ordinary hung kind, but in this case also 
they are properly drawn with plain lines. The 
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xcellent lettering should be noted. It is easily 
seen that such regularity would not be possible 
without guide lines, both on the paper and the 
tracing. 

A cut of the section is given, with the sizes of 
the rafters, the detail of the concrete floor, and 
the joists above for the grain and hay floor. By 
photographing down these two drawings to suit 
the page size of this book the lettering is slightly 
reduced. 

By paying attention to the principles upon 
which this and such drawings are made, and with 
continual practice the student or tradesman can 
soon learn to make a fair drawing — if "soon" 
seems long with some they should remember that 
the best piano players are those who have blis- 
tered their fingers. Drawing makes less nois^. 

One of the best and cheapest ways of gather- 
ing information and seeing excellent illustrations 
and detailed drawings every month, is to sub- 
scribe to a good building trade journal. 

Therefore, in estimating and in drawing, per- 
severe, for now as in the fable the tortoise qften 
beats the hare. 



KEY TO REVIEWS 

CHAPTER I 

1. It may be very wet, dry, or rock. 2. It may 
be so hot that the men cannot do a full day's 
work, or so hard with frost that the labor bill 
runs beyond all reason. 3. The deeper, the more 
expensive. 4. Rock. 5. Trenches, pits, and such 
features. 6. The cubic yard. 7. About a foot. 
8. As much as 50 per cent, at times. The nature 
of the soil has to be studied. 9. A deep pit $3. 
10. From 10 to 12 cents per lineal foot. 11. About 
$12 per 1,000 ft. board measure with wages at 40 
cents per hour. 

CHAPTER II 

1. Air spaces. 2. By pouring in water. 3. A 
measure of 1 part cement, 3 sand, and 6 of 
crushed stone. 4. The complete contents of a 
barrel, and not the number of cubic feet 
measured after the cement is spread out. 
5.1:3:6 and 1:2:4 or even l:lj^:4. 6.4. 
7. 3.8, or 3%. 8. 1 part cement to 5 of the aggre- 
gate. 9. 37 to 39. 10. 2,300, %, IHo. H'. 140 to 
150 lbs. 12. 376 to 380 lbs. 13. 94 to 95 lbs. 
14. 75 to 90 lbs. 15. 50 cents 16. 50. 17. 1.50 
to $3. 18. Molds to hold concrete, as a pail holds 
water. 19. Owing to the many angles. 20. Re- 
moving forms before concrete is properly 
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lardened. 21. Most of the extra lies in the cost 
)f cement. 22. Yes. There are differences in 
concrete" the same as in clothes. 23. By find- 
ng the number of cubic yards in the base, and 
dding the top surfacing. 24. Actual contents 
)nly. 

CHAPTER III 

1. In wall measure a cubic foot has always 
!23^ brick, regardless of their size, while' kiln 
ount means the actual number. This, depend- 
ng upon size, may be from 16 to 20. 2. The 
rade rules — given in the "New Building Esti- 
nator" — double corners, allow extra at angles, 
nclude most openings, and have a score of excep- 
ions to rule. Actual quantity measurement takes 
n nothing but what is laid in the wall. 3. 2,250. 
. Each course may be taken by itself, or several 
ourses may be averaged and added together, or 
he cubic feet may be taken and multiplied by 
2^ for the wall measure. 5. As a wall, of what- 
:ver thickness they are : a 4^ pilaster is thus 
aken as a wall of that thickness. 6. The wall is 
stimated full thickness in common brick, and the 
ost of the pressed brick delivered is added with- 
)ut deduction for the course of common not re- 
[uired. 7. A bed of mortar is laid, and the brick 
)ushed in it to its place. 8. From 40 to 400. 
K Cheap common brick. 10. Cement or lime, 
and, and water. This last item is usually easily 
)btained, but contractors have to watch to see 
f a well does not have to be sunk, or water 
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hauled. 11. One barrel of Portland cement, say 
the manufacturers, but this is too little ; one bar- 
rel of lime is too much, half a yard of sand is 
usually too little: 50 lbs. mortar color; 400 lbs. 
fire clay. 12. Anyone can do it after trying often 
enough. 13. Profit, fire and liability insurance, 
wear and tear of scaflfolding, etc., telephone, office 
rent, if any, and other expenses. 14. No. 
15. Something that does not change, like the unit 
of 22y2 in measuring brickwork for wall measure. 

CHAPTER IV 

1. Actual contents only. 2. 3,456. 3. 1^ bbls. 
of Portland cement, or 1^ bbls. of lime, with a 
yard of sand to each. '4. 3 to 6. 5. Bedford, Ind. 
6. Usually a little higher. 7. Stronger. 8. Usu- 
ally the face is made of a richer mixture, but if 
too rich fine cracks appear. 

CHAPTER V 

1. By the actual surface covered only. 2. 2. 
3. 3. 4. More. 5. 2. 6. 1,450 to 1,500 of the 
long; 2,200 of the short. 7. About 12 cents per 
yard, but depending upon local prices and qual- 
ity of metal. If plaster is included, 30 cents for 
a finished yard of wall. 8. 1^ and 2^. 9. 3 
cents per yard. 10. $1.25 to $1.75. 

CHAPTER VI 

1. Because the price per 1,000 rises after 16 ft. 
long, and is extra high on the longest lengths. 
2. By the 1,000 ft. board measure. 3. By the 
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square of 100 sq. ft. 4. See the tables. 5. To 
make allowance for matching the boards, and for 
waste. 6. 22, 7. Timbers laid and nailed so 
solid that lath cannot run from room to room. 
8. By figuring the number of square feet. Yes ; 
by figuring on the level, and adding a percentage 
for the slope. 9. Yes : see table. 10. A system 
whereby all timbers are allowed at 1 in. thick. 
Thus, a timber 12 x 12 in. x 12 ft, long has 144 
feet in board measure. 11. 800 to 1,000. 12. 100 
sq. ft. 13. By machine. 14. Depends. 15. Yes, 
for there used to be a limit for a death, but in 
some states there is no limit now. 16. Yes, al- 
ways to suit the local rates. 17. Clear at the end. 
18. The proportion between the total width and 
the rise. 

CHAPTER VII 

1. The one is single thick, and the other 
double. 2. 1% in. 3. The. same. 4. 17 to 40 
cents. But this is only for common stock. 
5. Quarter sawed, narrow, white oak. 6. At so 
much per step for ordinary work. 7. Damp. 
8. Shrinkage. 

CHAPTER VIII 

1. .26 lb. to cubic inch. 2. $5. 3. a, 450 lbs., 
b, 480, c, 490. 4. 40 lbs. 5. 10 lbs. 6. $4 to $9 
per square of 100 sq. ft. 7. 26. 8. Lighter. 

CHAPTER IX 

1. 6 to 10. 2. 100. 3. 650 to 800 lbs. 4. 900 
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to 2,500 lbs. 5. A water-tight roof in regions 
where rain falls. 

CHAPTER X 

1. By actual' surface. 2. White lead and oil. 
3. Zinc. 4. Cold water paint. 5. Twice as much. 
6. Only the highest priced paints are. 7. By get- 
ting the square feet, deducting for openings and 
dividing by 60 for double rolls. 

CHAPTER XI 

1. 80. 2. A tank. 3. To withstand the calking 
of the joints. 4. 2 ft. 10 in. to top, unless the 
woman who is to use it requires a lower height. 
5. 15 cents. 6. 8 Times as much. 7. The water 
goes on the floor and rises, if all is water-tight, 
while the heat goes to the ceiling and falls. 
8. That depends upon- the kind of building and 
the amount of heat required. The number of 
square feet is regulated to suit a warehouse, for 
example, that needs only the chill taken off the 
air, and an office that requires from 68 to 70 
degrees. 

CHAPTER XII 

1. There is no chance for fire, owing to mice, 
rats, fraying, etc. 2. Because verdicts run to 
very large sums for death or accident. 3. When- 
ever he drops his bid in a mail chute, or post- 
office box the power of backing out is withdrawn 
from him. 4. Anything that the court decides. 
5. If you don't you ought to. 
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Barrel, capacity 156 

Barrett roofing 131 

Base 80, 107 

Baths 143 

Bids, no backing out.. 151 
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Boiler, dwelling 143 

Bonds, liability 150 

Brass cast, weight of.. 157 
Brass rolled, weight of. 157 

Break lines 183 

Brickwork 34 

basement plan 42 

cesspools 56 

chimneys 38, 39 
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coping 46 
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pilasters 39, 44, 45 

pointing 56 

pressed 40, 46 

quantities required. 36, 49 
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Carey roofing 129 

Carpenter labor 78 
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Ceilings 76 

Ceilings, height 144 

Ceilings, metal 125 

Ceiling wainscoting. ... 80 

Cellar plaster 68 
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Cement, Portland 68 

Cement, weight of 157 

Centering drawings 183 

Certainteed roofing 131 

Cesspools 56 

Charges, architects* .... 189 

Chimneys 38, 39 
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Cinder concrete 21 
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Clay 130 
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water 142 
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cinder 21 
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floors, cost 29, 30 

forms 23 to 26 

heating 21 

labor on ..22, 23, 24 

material required. .20, 30 

measurement 16 

proportions 17 to 20 

sidewalks 29, 31 

voids 16, 17, 19 

weight of 157 

Coping, wall 46 

Copper roofing 129 

Cord, sash 148 

Cornices ....39, 44, 100, 126 
Costs, detailed 

brickwork 49, 50 

brick walls per sq . . . 162 

cement blocks 62 

chimneys 39 

cistern brick 54, 56 

concrete floors 29, 30 

concrete forms 25 

concrete, 1:3:6 pro- 
portions 27 

concrete, 1:2:4 pro- 
portions 27 

concrete, 1:4:8 pro- 
portions 28 

doors 114 to 116 

exteriors plastered . 161 

floor joists 72, 73 

floors 

glass 107 to 109 

lime plaster 67 

lumber 72 

partition, 10 sqs 98 

painting 134 

plaster 66 

plastered exteriors . 161 

porch enclosing 104 

roofing, sq. of . . .97, 128 
rubble in cement and 
lime 59 



PAGE 

Costs, detailed — 

sash 109 to 111 

sewer pipe 142 
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windows 109-111-113 

wrought iron pipe . . . 142 

Counters 119 

Cost keeping 154 

D 

Damp buildings 119 

Danger 105 

Doors and windows 81 

Downspouts 127 

Drafting 164 to 199 

architects' charges . . . 189 

breaking lines 183 

centering 183 

dimensions 184, 187 

floor plans 180, 181, 

191, 192, 197 

glass 185 

lettering 172 to 177 

materials 164 to 166 

methods 167 to 171 

sectioning 177 to 179 

sections ....193, 196, 198 

sizes of sheets 190 

standards 188 

symmetry 181, 182 

titles 187 

tracing 185 to 187 
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Electric wiring, etc 149 

Enamel paint 133 

Excavation 9 to 15 
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engineer's levels 12 

rock 11 
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F 

Ferge's lumber tables, 
quantity and price.. 82-85 

Fire insurance 151 

Flat bar iron weight... 123 
Flex-A-Tile roofing.... 131 

Flooring 76, 152 

Floors, concrete 29 

Floors, (see woodwork) 
Floors, hardwood .117, 152 

Floors, smoothing 100 

Floor tiles 149. 150 

Floor plans ...180, 191, 197 

Flow of water 140 

Footings, brick Zl, 44 

Forms, concrete 23, 25 

Frame vs. brick 159, 161 

Furnace heating 143 

Furring 99,' 125, 161 

G 

Galvanized iron roofing 

128, 129 

Galvanized sheets 125 

Glass 107 to 109, 130 

Glass drawing 185 

Glass setting 108 

Graining 134 

Graphite paint 136 

Gravel roofing 129 

Granite, weight of 157 

Grillage, wood 14 

Grounds 99 

Gutters, sheet metal 127 

H 

Hardware 146 

nail tables 146. 147 

sash cord 148 

sash weights 148 

shelf hardware 148 

Heating 143 



PAGE 

Heating — 

oDncrete 21 
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hot water 144 

plaster 68 
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I 

Insurance fire 151 

Iron and steel 120 
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plate 122 

round 124 

setting : . . 122 

square 123 

weights 120-124, 157 
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J 
Joists to sq 12, 7Z^ 86 

L 

Labor 

base 80 

blinds 80 

brickwork.. 47, 48, 50, 51 

carpenter 78 

ceiling 80 

concrete 22, 23, 24 

doors 80 

floors : 79 

forms, concrete 25 

grillage 14 

per square 72 

pipe laying 140 

plaster 67 
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sheet metal work 125 

shingling 80 

sideboard 81 

siding 80 

stairs 82 

stonework 58 
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Lettering 172 to 177 

Liability bonds 150 
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Lime plaster 67 

Lime, weight of 157 

Limestone and marble. 157 

Lumber tables. . .83-85, 153 

Lumber measurement 152 

Lumber weight 152 

M ' 

Mantels 39 

Masonry, weight of . . 157 
Materials 

concrete 20, 30 

drawing 164 to 166 

paint 136 

plaster 66 

woodwork 70 
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Measurement of 
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lumber 152 

painting 132 

plaster 65 

roofing 91 to 95 

stonework 58, 60 

Metal ceilings 125 
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base 117 

casings 117 

counters 119 

damp 119 

doors, cost of. 114 to 116 
flooring, hardwood.. 117 
glass prices . . . 107 to 109 

glass setting 108 

sash, cost of.. 109 to 111 

stairs 117, 118 

^torm sash 113 



PAGE 

Millwork — 
window, detailed cost 113 

window frames 112 

Mineral wool 150 

Moldings 154 

Mortar 52, 58 

N 
Nails 146, 147 

P 

Painting 132 

brickwork 56 
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cost of 134 
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special materials 136 

wall coverings 137 

wall paper 138 
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Partitions 98 
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Plaster 65 

cellar 68 
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cost 66 

exterior 68, 161 
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of Paris, weight of.. 157 
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Sackett board 68 
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water supply 139, 140 
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brick required 36, 49 

boards and edged 
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Sinks 142 
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Slate, weight of 157 
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Steel and iron 120 

Steel, weight of 157 

Stonework 58 

ashlar 60 

cement blocks 60 

cost 59 

details .: 59 

labor 58 

measurement 58, 60 

mortar 58 

rubble 58 

Studs 88 

Sun parlor.... 101, 103, 104 

Symmetry in drawing. . 181 

T 

Tanks 140 

Tanks, capacity 156 

Tar, weight of 157 
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Wool, mineral 150 

Wrought iron pipe 142 



A Few of the Practical Books 
Published and for Sale by 

DAVID WILLIAMS COMPANY 

The Headquarters for Trade Books 

231-249 West 39th Street, New York 



SEND FOR COMPLETE CATALOG 



Designs for Houses, Bungalows, Churches, Stores, 

Schools, Bams, etc. 

THE following books afford invaluable suggestions on the 
desigrn and construction of modern dwellings, etc.. 
showing views and plans of successful structures that 
have been designed and built by able practicing architects. 
No class of books gives more for so little, or serves so 
many useful purposes to builders and those intending to 
build. In many cases complete specifications and working 
drawings may be obtained at a nominal price. 

Home Builder's Guide.— -By William Arthur. 186 pages. 
Size, 5x8 ins. 40 figs. Cloth. $1.00. 

This work is intended for those who want to build homes 
in the best way at the lowest expense. For an ordinary 
house from 7 to 10 different classes of tradesmen are re- 
quired and proper supervision is often unavailable. This 
book begins at the foundation and goes to the roof, ex- 
plaining in detail everything that it is necessary to do, 
what to avoid, etc. It serves as a reminder of many things 
even to those who are well acquainted with building. 

It will tell you how to plan your house so as to get the 
proper light, what height to make your ceilings, what size 
to make your rooms, where to have your windows and doors, 
and suggest hundreds of little things which would make 
your home more convenient for you if you had only thought 
of them before your house was built. It tells what kind of 
material it would be best to use, what construction or 
framing is the safest. 

Suburban Homes With Constructive Details.— 200 pages. 
Size, 9%xl3 ins. 200 figs. Cloth. $1.50- 

The Builder and Architect will find this new plan-book 
of great service not only in aiding their clients to make 
selections and indicate modifications of the styles they re- 
quire, but in erecting as well, for there is practically a com- 
plete set of working plans, drawn to scale, with each full- 
page plate and set of specifications. 

The details of both interiors and exteriors alone are worth 
the price of the book. The actual costs of construction are 
given on each design. The houses shown in this volume have 
all been built and have proven satisfactory. They range in 
cost from $3,000 to $24,000. 

New Portfolio of Building Designs. — 64 plates. Size, 9x12 
ins. Heavy paper. $1.00. 
There are seventeen original plans and perspectives 
proven practical under actual working conditions. From two 
to six pages are devoted to each plan, giving complete in- 
structions even to the estimate of the cost of grading, 
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masonry, plumbiite. plastering, heating, builders hardware, 
mantela. tfte, eto. — In lact, all the Information necessary for 
the preparation o( blue prints. 

No expense has been spared in making It the most attrac- 
tive and valuable work ol Its kind for use In the office, In 
the shop, or on the Job, 

vate Oarages.— £40 pages: Size, 
aoth. J1.60. 

This collection of ariilattc dealznH has been orenared to 
meet the demand for flreproot b 

It la one of the best books on 

style of dwellingf, and every 

builder should have It for reference. Those who a 
for suggestions (or their new t 
the young architectural student 



and the plans i 



the photos giVi. _. 
finished buildings, 
details are all dra< 



! been actually t 



a in many Instai -,„ 

he house designs given In this 
tlS.SOD. and the sarages fi 



d Twin Houiei.— 12T p 



.. Drk of architects In various sections. 

Prepared to meet the demand (or Improved house accom- 
modations on comparatively small lot areas. Contains sixty 
designs, Including floor plans, with descriptions covering all 
the latest improvements In sanitation, heating, lighting, etc.. 
alao two detailed specifications. 

California Bungalow Home* — By Henry Menken. Third 
Edition, Revised and Enlarged. 128 pages. Size, 
TWitll Ins. Oblong. Heavy paper. Price. tl.OO. 

This book contains ST different floor plans of bungalows 
and cottages, suitable for any climate; with photographic 

places, buffets, furniture, etc. They have all been built at 

prices ranging from 1 1,000 to 14,500. Wtorklng plans end 

speciacatlons are obtainable at a nominal price. 

The Bungalov^ Book._By H. L. Wilson. Fifth Edition. 

159 pages. Size, 1% xioyi ine. Attractively bound In 

cloth. Price, tl.OO. 

The 117 different floor plans shown In this volume, with 

pbot<%raphlc views and sketches of exteriors. Interiors, cozy 

nera. etc., should enable the intending builder to make a 

isfactory selection. The bungalows listed range In cost 
construction from about tl.OOO to 14,600. Working plans 
■" -■- - -• of these may be procured at a 
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Churches and Chapels.— By F. R Kidder. Third edition. 
Revised, with 120 illustrations in the text and 67 full- 
page plates. Oblong volume. Size, 7x10% ins. Sub- 
stantially bound in cloth. Price, $3.00. 
Goes fully into modem church construction, equipment 
and planning, and is much the most exhaustive and useful 
work published for those who are seeking suggestions pre- 
paratory to church building. 

Stores and Flat Buildings. — ^By W. A. Radford. 82 pages. 
Size, 8 X 11 ins. Cloth bound. $1.00. 
Contains 57 designs of small bank buldings. stores, double 
or twin houses; 2-, 4-, 6- or 9-family flat buildings, con- 
strucWd of stone, brick, cement and wood. 

Stair Viilder's Guide.— By Morris Wlliams. 258 pages. Size, 
6x9 ins. 360 figs. Cloth. $1.50. 

TheJ^fTort in this book is to explain the tangent method 
of the science in its present advanced stage. The arrange- 
ment of its plan in short chapters cannot fail to be of the 
greatest advantage to the reader. The first chapter treats 
upon the constructive details of. the stairway, while the four 
which follow are devoted exclusively to the fundamental ele- 
ments of wreath rail construction. 

Special care has been taken in the preparation of these 
chapters to make them as clear as their importance de- 
mands, because their subject matter constitutes the sub- 
strata upon which is founded every system of handrailing 
hitherto published. 

What appears in the sixth chapter on the arrangement of 
risers will prove of paramount value. The remaining chap- 
ters contain examples of stairways of all descriptions, from 
the small straight flight to the most complex examples of 
cylindrical structures. Each chapter represents a complete 
example of a special stairway, including plan, elevation and 
rails. The laying out of each working detail is carefully 
considered and explained, accompanied by such Illustrations 
as will render the explanation easily understood. 

Practical Structural Design. — By Ernest McCullough. 225 
pages. Size, 6x9 ins. 200 figs. Cloth. $2.00. 

A complete system for the design of beams, girders, 
trusses, floors, columns, walls, foundations and footing suf- 
ficient to enable any architect or builder to pass examina- 
tion for an architect's license and to design buildings of 
wood, steel, stone, brick or concrete. The methods given 
in this book have been tried out on classes of students in 
evening and private schools, organized for the purpose of 
preparing to pass State examinations to obtain a license to 
practice architecture. 

All the work is arithmatical — ^positively no knowledge of 
algebra or mathematics higher than arithmatic is neces- 
sary. Rules are written in modern form, and many worked 
examples are given. Full instruction is given in modern gra- 
phical methods for the design of trusses and high buildipgs. 

Furniture for the Craftsman. — By Paul E. Otter. 305 pages. 

Size, 6x9 ins. 297 figs. Cloth. $1.50. 

This book treats the design, construction and finish of 
practically all articles used in furnishing And equipping 
modem homes. The wide variety of work discussed is con- 
veniently arranged in 16 intensely interesting chapters. 

One chapter considers the essential tools and equipment 
for doing the work — other chapters describe the various 
kinds of furniture, as well as appropriate bathroom acces- 
sories, while the concluding chapters are devoted to fin- 
ishing and upholstery. Attention is also given to the de- 
sign and construction of the furniture most suitable for 
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porchea of country houses or modem mansions, Blb well as 
the furniture usually found about the grounds. 

The various measurements for making each piece of fur- 
niture are given, bo that there will be no difficulty in follow- 
ing the plana and printed Instructlona. 



Carpentry and Building Construction 

Jobbing Work tor the Carpenter —By E H Crussell IS 
pages. BIze 6x9 Ins £70 figs Cloth |1 GO 
The carpenter the liullder the student or the craftsman 
who falls to read this new work la depriving himself of 
b th pleasure and profit For It supplies Interesting read 
Ing from the author s experience during his 30 years at 
""" '"" ' 'i the city on railroad work 



ind Uttlng door_ . . 

a^hea crating furniture and house 
goods cutting doorwa\s through 
Ions making rountern deaka book 



and In such c 



_. :no 

pagei mze h x i ms IM plalea 600 flgs. CI th SI GD 
A remarkable and unique collection of full page platps ac 
curately drawn and reproduced to exact scale ahiwlng 
clearli every detail of modern building construction and 
finish for realdences of e\er( tjpe Houaea of frame brick 
Vrlck lenaer stucco concrete etc Bam and farm build- 
ings Also miscellaneous buildings of e\ery kind Complete 
drCalt-4 for every style of Interior trim Including special 
I ullt In features dining room buffets and aide boards kitchen 
c-iblnets cases and cupboards window seats wardrobes 
linen closets fireplaces mantels built In bookcases etc 
Details of Building Construction —By W L Martin 37 
p^es 9%xl Vi l"s 3S full page plates Cloth WOO 
This is the standard authority on the detailing of wooden 
building construction It only presents such details how- 
oier as are In common use In domestio architecture and In 
smaller public buildings Instead of haling the text on 
separate pages full Intirmatlon regarding all the details are 
gnen right on the platt. In each case The drawings have 
besn carefully prepared and show the verv best practice 

The book contains details of An Ordinary Cellar Window 
In a Stone Wall A Cellar Window With Screen and Iron 
Grille Cellar W Indows and Base Courses for Frame Cot 
tages A Typical Double Hung Window Double Hung 
■W indows With Inside Shutters W Indows 'W 1th Outside 
Shutters Counter Balanced Windows With Mulliona and 
Transoms Windows In Frame Walls Diuble Hung Wln- 
d(wa in Frame Malls Double Hung Windows Bay Win- 
dows 'W 1th Counter-Balanced Saahea Casement Windows 



OpeniriK Outward; Casement Windows Opening In; A Case- 
ment Window with Mulllons and Transoms and With 
Saahea Opening Outward; A Casement Bay Window; Pivoted 
Casements and Eyebrow Dormers; Storm -Resisting Win- 
dows; Types of Doors With General Dimensions; Examples 
of Doors In Various Styles; Outside Door Frames, Stonf '■'" 



Doors; Sliding Doors; Gutter- „ , 

Cotta Cornices; Box ComloeB; Open Timber Cornices; Mis- 
cellaneous Exterior DetaUs; Kitchen and Pantry Dresaera; 
Fireplace Details. 

Contractor!' and Bullden' Handbook. — By Wm. Arthur. 384 
pages. E K 8 Ina. Illustrated. IH tables. Cloth. 13.00, 

ANEW work by the author of the "New Building Esti- 
mator." which Is nertalii to save its user many times 
Its cost, whether he be architect, builder, contractor 
or owner. It covers everything from the operation ol the 
latest building law to the figuring of overhead expenses and 
best methods of insuring work against 
fire. There are hundreds of ways of los- 
ing money in building If one Is not c 



book will enable 
especially 



information given In this 



of wooden posts required to sunport va- 
rious loads, slope of gravel or tin roofs, 
thickness of brick walls up to 12 stories 
In height, slies of sewer pipe for given 
- — -... ,.... ._ ^.-,„nt so"- — 



flow, safe loads on dlftere 



book, it "tells what"kiiid*o?ra 

use, what to do to economize, wnen vt 

remove forms, gives the proportions of 

concrete for different classes of work and the safe loads 

under varying conditions. These are Just a few of the 

things Included In this one chapter. 

The two chapters on the superstructure should be read by 

ftvpi-v contractor and builder. They give tellable InCorma- 

.. on the safe construction of walls and masonry, safe 

Lds per square foot, retaining walls, stonfe lintels, brick 



chim: 



'^Sot 



„ outlined with v. 

, handling c 



_a architect. _ 

r for many years, and has treated his 



lo lively engaged 



CONTENTS.— Relations Between Contractor and Architect; 
Relations Between Contractor and Owner or Real Es- 
ate Agent; Relations Between the Contractor and Dealers 
and Subcontractors; Relations Between the Contractor and 
His Workmen; Reading Plans and Sped Heat Ions; The 
Preparation of Estimates; Building Contracts; Nature of 
Contracts; General Contracting or Subletting; Method of 
Work; Buying of Material: Be.st Paying Work; Speculative 
Building or Ready-made Houses: Office Equipment; Book- 
keeping; Keeping Costa; Builders' Law; Insurance and 
Bonds; Hand and Machine Labor; Weights. Measures, and 
Their Use; Foundations; The Superstructure: (1) Walls and 
Masonry; (2) Floor Iioads; Loads Upon Posts, Columns, 
Lintels, Rods, and Ropes; Concrete Forma and Work; Con- 
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stmotlon Notes from the Elan Franoiapo Ftre; Fire Loaa and 
Safe BulldlnB; Where to Locale; The Ideal Education for 
a General Contractor; The High Schools. IflhrnrlpB. nnd 
Tradesmen; A Little Library; Big Contracts; . 



E^stimating and Specification Writing 



A building constructToi 
It glvea the actus 

on every operation In all c 

work, as recorded and checked by the aut 
3 on thouaanda ot jobs, flnlahed un- 



der varying conditions," 



tlons of the country. Special -, 

laid on thoae Items that are affected by 

-•—-3 and the reasons for 

ice, as found by eiperlence, 

o _a the reader may profit. Every 

operation from the clearing of the site 
and excavation to the painting ot the fln- 
lahed structure Is covered In detail with 
time labor and material flgured chiefly In 
hours and quantities It Is an Estimators 
Guide baaed on work dtne not on theory 
Examples ot work are presented In a ays 
lematlc and clear manner so as to give 
the Idea at a glance mth It one maj 
figure anything from a $600 cottage to a 
ijftO 000 structure 

Architects Contractors and Engineers will find It Indlspen 
sable In calculating coals selecting types to fit apecltled 
prices making U| specifications etc It Is to he found In the 
ofBces tf the leading architects In New York Boston Chi 
cago San Francisco etc 

The chapter on Reinforced Concrete work gUes the actual 
cost with Illustrations of all the latest types at construe 
lion used by the Abenthaw Ferro CoOLrete Trussed Con 
Crete Steel Hy Rib Hennebique and Koebllng Construction 
Companies with full Information as to cost of forms quan 
tlty of material labor required etc 

Ettimatlno the Cost of Bulldtngt — By Arthur W Joslln 
218 pages 6x9 Ins. Illustrated Clith Price » &n 

This book presents in compact and handy form the 
authors method of taking ott guantkles^ and ejillmating the 

attention is given to the methods now us^^a 10 luusi 
everything called for in the construction of a residence ' 
will help the student who want-i to know how to draw t 
as well as those who have to flgure quai^itles from pli 

The work is practical analytical and thorough In s 
It will be an excellent prompter and guide to every one 
has to do with buildlnji coste and suptrlntfndencc constl 
Ing as It does a systematic treatise on the subject 

There are Important chapters on Fitimatlng the Cot 
Building Alterations and on Systems in the Kxecti 
of Building Contracts 

Hicks Bulldars' Guide— By L P Hicks Revised 1 
twentieth thousand lEg pages Size 5x6 3 4 
114 Illustrations Cloth Price 11 00 

Presenta a system ot simple and practical application 
estimating materials and labor clifefly as applied to 



It serviceable books 

.„, rs Blltl imllriprs HH wplJ HK r - 

will And it t 

framlne roofa 01 a.11 deacrlptlons. 

The "Guide" was designed by a man who understood the 
needs of the young- carpenter and builder, and the knotty 
problems of the dally work are solved in the simplest and 



s and builders a 



kinds of building materials, together with handy rules, 
tables and general Information for the 
architect aniT builder. Almost everything 
required In the construction of the ordinary- 
building has been considered together with 
average market prices. The Items have 
been arranged in such a way as to enable 
the estimator to readily find what Is wanted 
both In regard to size, weight and prices. 
The work Is UeslgnedHo supplement that 
section of "Hick's Builders' Guide" whlcli 
relates to estimating with a more compre- 
hensive reference to prices and material and 
labor. Ample spaces have been left through- 
out the work for the insertion of local 
prices, memoranda, etc. It may, therefore, 
be used with equal advantage In any sec- 
tion of the country. The entire matter haa 
been classified according to the nature of 
the work, and It will be found of unusual Interest and value 
to the pratlcal estimator, contractor and builder. 
Estlmatino Frame and Brick Houses. Bams, Stables, Fac- 
tories and OutbulldlngB—New Edition, 191S,— By Fred 
T. Hodgson, architect. 248 pages. Size, B s 6 3-4 Ins. 
Illustrated. Cloth. Price. il.OO. 
The book alms to give a careful consideration to all the 
Items and elements of cost In construction, beginning at 
the foundation of the building and progressing to the fin- 
ished structure. Toung contractors and builders especially 
will find it to cover the subject In a plain, practical way. 
with detailed consideration of cost factors, Items and 
quantities 

tlons; det , „ , 

dens, halls, bedroom^, conservatory, basement, bath room, 
closets, etc., all figured out and measured by the quickest 
and simplest methods. The author also tells how to esti- 
mate by cubing, by the square of fieors or walla, and by the 
process of comparison, and gives hints and' practical sug- 
gestions for taking measurementa and making tenders for 

Specification Blinks for Frame Or Brick Bultdlnoi. — By 

I, P. Hicks. 8 p^es. Size, 7 Jt 10 ins. Heavy paper. 

25 cents. J2,50 per dozen. 
It pays to have dellnite speclflcatlons covering all details 
of the work when preparing your estimates. These new 
blanks are arranged to cover all the work apt to be called 
tor In erecting residences, churches, schools, and other small 
public buildings in various sections of the country. All the 
user has to do is Insert his sizes, quantities, etc., and cross 
out what he does not want. Plenty of space Is left at the 
end of each specification for extra data- 
It covers everything in the building: Carpenter's Work ; 



ing; Plumbing; Sheet Metal -Work, i 
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